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Certification of the Boston MPO Transportation Planning Process 








On September 8, 1999, in accordance with the FHWA/FTA Statewide Planning; 
Metropolitan Planning Final Rule, (Subpart C) of December 29, 1993, the Metropolitan 
Planning Organization for the Boston Region certifies that the conduct of the 
Metropolitan Transportation Planning Process complies with the requirements of CFR 
450.334 (a); and that said process includes activities to support the development and 
implementation of the FY 2000 Unified Planning Work Program, the FY 2000-2005 
Transportation Improvement Program and Air Quality Conformity Determination, and 
the Regional Transportation Plan and Air Quality Conformity Determination. 


For additional copies of this document or to request this document in accessible 
formats, contact us. 


By Mail: Central Transportation Planning Staff 
Certification Activities Group 
10 Park Plaza, Suite 2150 
Boston, MA 02116 


By Telephone: (617) 973-7144 (Voice) 
(617) 973-7089 (TTY) 


By Fax: (617) 973-8855 


By E-mail: mohler@ctps.org 





By Download: www.ctps.org/bostonmpo/resources/reports.htm 
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Volume Two: Public Comments and MPO Responses 


Chapter One 
The Programming of Federal-Aid 


Overview 


Unlike most federal programs, highway funding does not depend upon the annual 
Appropriations Act for the authority to commit federal funds to a program or project. 
Such funding is traditionally authorized in a multi-year transportation authorization act, 
which establishes a maximum level of federal transportation funding per fiscal year. 
However, the establishment of this level of funding, which is referred to as an 
authorization, is only the first step in the process. 


Once the authorization level has been established, the United States Department of 
Transportation annually allocates such funding among the states, based upon various 
federal formulas. This allocation is referred to as an apportionment. This amount, or an 
estimate thereof, is the basis for the development of transportation improvement 
programs and MPO financial plans. This is not the end of the process; however, because 
the annual apportionment rarely represents the actual amount of federal funds which can 
be committed by a state. 


Typically, an amount less than the apportionment is actually available, due to the 
imposition of obligation authority. Obligation authority constitutes a federally imposed 
limitation on the spending of apportioned funds in a given fiscal year. This limitation 
may be imposed in a multi-year authorization act, in the annual Appropriations Act, or in 
both, in which case the most recent enactment controls. Obligation authority is typically 
less than a state's apportionment; nevertheless, as mentioned earlier, because of 
scheduling requirements, a state's apportionment is the basis for the development of 
TIPs.1 


Two of the most important distinctions between apportionment and obligation authority 
are: apportionment is allocated on a per-program basis, while obligation authority is 
generally allocated as a lump sum; and, unused apportionment carries forward into 
successive fiscal years, but unused obligation authority does not.2, Unused apportionment 
that is carried forward is referred to as an unobligated balance. Although a state's 
unobligated balance can be used to increase the federal-aid programmed within a particular 
funding category in a given year, it cannot be used to increase the total amount of a state's 
highway apportionment. 


Federal regulations require states to "provide MPOs with estimates of Federal and State 
funds which the MPOs shall utilize in developing financial plans" for TIPs.? In 
Massachusetts, several "off-the-top" allocations occur prior to the establishment of 
regional programming targets, including funding for: the Central Artery; 





'It should be noted that programming to a state’s apportionment almost always results in some amount of 
over-programming of federal-aid, since the actual allocation of federal funds is limited by the state’s 
obligation authority. 

? A notable exception to this general rule is the treatment of High Priority Projects under TEA-21. Funding for 
such projects carries its own obligation authority and such authority carries forward until used. 

323 CFR 450.324(e) 
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so-called "mega-projects"; the Statewide Enhancement Program; the Statewide 
Transportation Demand Management Program; and the Statewide Infrastructure Program. 
After these needs have been satisfied, the remaining federal apportionment is allocated 
among the various regions of the state based upon programming targets developed by the 
Massachusetts Association of Regional Planning Agencies (MARPA). 


Federal transit funds are generally not allocated to the State or MPOs, but are allocated 
directly to the appropriate transit agency. In the Boston Region, the designated recipient of 
the vast majority of federal transit funds is the Massachusetts Bay Transportation 
Authority. The MBTA annually is allocated funding under two transit formula programs: 
Section 5307 (transit capital) and the Section (rail modernization). In addition, the MBTA 
has been very successful in qualifying for discretionary funding under Section 5309 (New 
Systems and Extension). 


The TIP programs formula funds in each fiscal year based upon the MBTA's best estimate 
of funding. Unlike formula funding, Section 5309 discretionary funding is generally 
prohibited by federal regulations from being included in the first year of a TIP, unless and 
until such funding is actually committed. However, because the MBTA and the Federal 
Transit Administration have executed a full-funding agreement for the South Boston 
Piers Transitway, the MPO has been authorized to program Section 5309 discretionary 
funds for this project in the first year of the TIP. 


This TIP also includes transit funding for use by the Massachusetts Port Authority. In 
Fiscal Year 2002, approximately $29.9 million in Section 5309 discretionary funding is 
programmed for the Logan Airport Intermodal Transit Connector. These funds are not 
currently available, but can be programmed in the third year of the TIP as reasonably 
expected to be available. Should the state and Massport be unable to secure these funds, 
the project will be reprogrammed into a later year of the TIP or funded with available 
resources that are currently dedicated to other projects in the TIP. 


TEA-21 Programs 


The FY 2000 - 2004 Transportation Improvement Program (TIP) is the first document 
developed by the Boston Metropolitan Planning Organization (MPO) under the 
requirements of the Transportation Equity Act for the 21st Century (TEA-21). TEA-21, 
which became law on June 9, 1998, authorizes highway, transit, and other surface 
transportation programs for federal fiscal years 1998 through 2003.4 TEA-21 continues 
many of the programs started under the previous authorization act, the Intermodal 
Surface Transportation Act of 1991 (ISTEA). 


Like ISTEA, TEA-21 contains five core funding programs within the highway 
authorizations: 


e The Bridge Replacement and Rehabilitation Program.--A funding category 
for use on eligible bridges located on public roads. The distribution formula 
and program requirements remain basically unchanged from previous acts, 





4The federal fiscal year begins on October 1st and runs through September 30th. Thus, FY 2000 will begin 
October 1, 1999 and conclude September 30, 2000. 
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including the authority for a state to transfer up to 50% of its bridge funds to 
other designated highway categories (NHS or STP). However, in a change 
from previous law, any amount transferred would be deducted from the 
national bridge needs for the purpose of calculating bridge funds in the 
following year. TEA-21 authorizes $20.4 billion in Bridge funding for the six 
years of the act. 


e The Congestion Mitigation and Air Quality Improvement Program 
(CMAQ).--A funding source for use in meeting the requirements of the Clean 
Air Act. Eligible activities include transit improvements, transportation 
demand management, and conversion of public fleets to cleaner fuels. 
CMAQ funding is available for use in areas that do not meet the National 
Ambient Air Quality Standards (nonattainment areas) and in former 
nonattainment areas that are currently in compliance (maintenance areas). 
Funds are distributed to states based upon a formula that considers 
population and severity of pollution. A State may transfer up to 50% of its 
increase in CMAQ funds to other federal transportation programs; however 
such funds must still be used in nonattainment and maintenance areas. 
TEA-21 authorizes $8.1 billion in CMAQ funding for the six years of the act. 


e The Interstate Maintenance (IM) Program.--A funding program for 
reconstructing, rehabilitating, resurfacing, and restoring the Interstate 
Highway System. Funds are distributed to the states based upon a formula 
that considers each state’s Interstate lane-miles, vehicle miles traveled on the 
Interstate, and that portion of a state’s contributions to the Highway Account 
that are attributable to commercial motor vehicles. TEA-21 authorizes $23.8 
billion in IM funding for the six years of the act. 


e The National Highway System (NHS) Program.--A funding category 
provided for use exclusively on the National Highway System, comprising 
163,000 miles of roadways serving major population centers, international 
border crossings, intermodal facilities, major travel destinations, and 
transportation terminals. The NHS includes the Interstate System and other 
principal arterials as designated by federal law. NHS funds are distributed to 
the states based upon a formula that considers each state’s principal arterial 
lane-miles (non-Interstate), vehicle miles traveled on those roadways, diesel 
fuel used on the state’s highways, and per capita principal arterials. TEA-21 
authorizes $28.6 billion in NHS funding for the six years of the act. 


e The Surface Transportation Program (STP).--A flexible funding program 
that may be used for any federal-aid eligible highway, any bridge on a public 
road, or any transit capital project. STP funds are distributed to states based on 
a formula that considers each state’s lane-miles of federal-aid highways, the 
vehicle miles traveled on those roadways, and the state’s contributions to the 
Highway Account. Once the funds are transferred to the states, 10% is set 
aside for safety construction projects (hazard elimination and rail-highway 
grade crossing improvements) and 10% is set aside for transportation 
enhancement projects. A State may transfer up to 25% of its increase in 


1-3 


enhancement funding to other federal transportation programs. TEA-21 
authorizes $33.3 billion in STP funding for the six years of the act. 


In addition, to these core programs, the highway authorizations contain dedicated funding 
for congressionally specified high priority projects. TEA-21 contains 1850 high priority 
projects and provides funding of approximately $9.4 billion for those projects. High 
Priority Project funding is distributed to the states based upon a percentage takedown per 
year.> There are 22 high priority projects located within Boston MPO Region, totaling 
approximately $69 million. Approximately $ million in of these funds are programmed in 
this TIP. 


Similar to the highway program, TEA-21 maintains the nation’s commitment to the 
primary public transportation programs established in previous transportation acts: 


¢ Section 5307 Formula Grants.—A funding program for use on transit capital 
projects, including preventative maintenance needs. These funds are 
distributed to eligible transit agencies based upon a formula that considers 
population, population density, and transit usage. One percent of these funds 
is set aside for transit enhancements. TEA-21 authorizes $18.0 billion in 
Section 5307 funding for the six years of the act. 


¢ Section 5309 Capital Investment Grants and Loans.—A funding program 
comprising three distinct funding categories including: new start funds that 
are provided on a discretionary basis for system expansion or creation; fixed 
guideway modernization funds that are provided for the improvement of 
existing fixed guideway systems, based on a formula that considers system 
mileage, including actual route miles and revenue vehicle-miles; and bus 
funds provided on a discretionary basis for use on bus capital projects 
primarily for small to moderate size transit systems. TEA-21 authorizes $8.2 
billion in new start funding; $6.6 billion in fixed guideway modernization 
funding; and $3.6 billion in bus funds for the six years of the act. 


In addition to these core programs, the transit authorizations include funding to test the 
application of various Intelligent Transportation System programs and projects to mass 
transit. Funds are specifically earmarked under this program; the MBTA has received a 
grant of $1.5 million in FY 1999 and FY 2000 to test advanced electric buses and related 
infrastructure. 


TEA 21 also provides several new funding programs, two of which are of particular 
interest: 


e Access to Jobs Program (Section 3037)—A funding program to develop 
transportation services to transport welfare recipients and low-income 
persons to and from jobs or to transport residents of urban centers and rural 
areas to and from suburban job opportunities. Funds are provided on a 
competitive, discretionary basis, with emphasis given to public transportation 





5 The yearly allocation is:11% for FY 98; 15% for FY 99; 18% for FY 00 and FY 01; and 19% for FY 02 and FY 03 
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projects. The program is funded with $400 million from the Mass Transit 
Account and $350 million from the General Fund. Grants are generally 
limited to approximately one million per year, per project. The MBTA 
received a grant of $1 million in FY 1999 and has applied for a like amount in 
FY 2000. 


e Transportation Infrastructure Finance and Innovation Act (TIFIA)—A 
federal credit program to provide assistance to major transportation projects 
of national importance. TEA 21 provides approximately $530 million over FY 
1999 — 2003, which can be leveraged to provide direct loans, loan guarantees, 
and lines of credit of up to $10.6 billion. To be eligible for funding under this 
program, a project must cost at least $100 million, be included in a Regional 
Transportation Plan, and be supported by user charges or other non-federal 
dedicated revenue streams. 
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Chapter Two 
The TIP Process 


The Transportation Improvement Program for the Boston Region is developed 
cooperatively by the State and the MPO. TIP development is basically a seven-step process, 
as follows: 


1. The Executive Office of Transportation and Construction estimates the 
amount of federal-aid expected to be apportioned to the state in each of the 
three fiscal years covered by the TIP. 


2. The state allocates sufficient federal-aid to fund the needs of the Central 
Artery, identified mega-projects, and statewide transportation programs 
(Infrastructure, TDM, and Enhancements). 


3. The remaining federal-aid is then allocated among the MPO regions based 
upon programming targets developed by the Massachusetts Association of 
Regional Planning Authorities. 


4. The Regional Planning Authorities (in Boston, MAPC) solicit local 
communities and Regional Transit Authorities (RTAs) for projects to be 
included in the TIP and funded with highway funds, while the RTAs (in 
Boston, MBTA and CATA) submit projects to be funded with federal transit 
funds. 


5. All project requests are initially assigned to either the State or Local 
Subcommittee for programming. 


6. The MPO then develops a financially constrained TIP and releases the 
document for public review and comment. 


7. After responding to public comments and making any necessary changes, 
the TIP is finalized and voted on at a public MPO meeting. 


In January 1997, a Memorandum of Understanding was adopted restructuring the MPO by 
adding the Turnpike Authority, the City of Boston, and three cities and three towns elected 
by the 101 cities and towns of the MPO region. As part of this restructuring, the MPO 
established two TIP subcommittees, each with a measure of independent programming 
control. 


The State Subcommittee is responsible for programming National Highway System 
projects, bridge projects, and other state projects. The subcommittee comprises all of the 
state agencies and authorities that have voting membership on the MPO: 


The Executive Office of Transportation and Construction; 
The Massachusetts Highway Department; 

The Massachusetts Bay Transportation Authority; 

The Massachusetts Port Authority; and 


2-1 


The Massachusetts Turnpike Authority. 


As shown in Table 1 State Subcommittee’s project listing for Fiscal Years 2000-2002 
includes 131 projects, totaling in excess $3.4 billion. 


Table 1 
Projects Contained in the State Subcommittee TIP Project Listing (FY 2000-2002) 


# Federal Funds Total Funds 


[Flexible Funding Projects |_4 [| _13,780,611[ __3,445,153| 17,225,764, 
i 2 


Total | a2_| _$1,680,839,340] _$1,747,883,105| $3,428,322, 445 


State Subcommittee projects are subject to a financial constraint equal to 2/3 of the 
available highway funds remaining after the allocation of revenue to the Central Artery 
and to Statewide Highway Programs (Enhancement, TDM, and Infrastructure). For the 
period covered by this TIP, the State Subcommittee’s funding allocation is equal to 
approximately $80 million per year. 





All other projects are initially assigned to the Local Subcommittee. The subcommittee 
comprises all of the local and regional voting members of the MPO: 


The Metropolitan Area Planning Council (permanent member); 
The MBTA Advisory Board (permanent member); 

The City of Boston (permanent member); 

Three Cities (currently, Everett, Newton and Peabody); and 
Three Towns (currently, Bedford, Framingham, and Hopkinton). 


As reflected in Table 2, the Local Subcommittee’s project listing for Fiscal Years 2000-2002 
includes 53 projects, totaling in excess of $130.0 million. 


Table 2 
Projects Contained in the Local Subcommittee TIP Project Listing (FY 2000-2002) 


# Federal Funds Total Funds 


Federal-Aid Projects 32,618,995 9,272,632 41,891,627 
NFA Projects 4 |..0. | 88,174,876 88,174,876 


total = sw $32,618,995 $97,447,508 | $130,066,503 


Local Subcommittee projects are subject to a financial constraint equal to 1/3 of the 
available highway funds remaining after the allocation of revenue to the Central Artery 
and to Statewide Highway Programs (Enhancement, TDM, and Infrastructure). For the 
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period covered b y this TIP, the Local Subcommittee’s funding allocation is equal to 
approximately $40 million per year. 


After approval by the appropriate subcommittee, each TIP project list is submitted to the 
Sub-Signatory Committee (SSC).!_ After review, the lists are combined into a unified TIP 
and circulated for public review and comment. After the close of the comment period, the 
MPO meets to vote on the TIP. 





1 The SSC is an MPO subcommittee consisting of a representative from each MPO agency. Currently, the SSC is 
responsible for the day-to-day administration of the MPO and the preliminary review of all MPO documents 
prior to public circulation. 
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Program Summary--Projects Programmed in FY 2000 


(The Regional Program, by Funding Category, and the Central Artery) 


[ARE 


Regional Program 


Bridge 

CMAQ 

High Priority Projects 

ISTEA Demonstration Funds 
STP/MPO Regional Earmark 
STP / Enhancement 


PRPRNOAFR 


Federal-Aid Subtotal 11 
Non-Federal Aid 43 


Total Highway Funds 54 


Section 3012 

Section 3012 (FY 1999 Carryover) 
Section 3037 

Section 5307 

Section 5307 (FY 1999 Carryover) 
Section 5309 (Discretionary) 
Section 5309 (Formula) 


WrRrRPaArRN N 


Total Transit Funds 16 


Total FY 2000 Regional Program 18 


The Central Artery Project 


Bridge (On-System) 

Interstate Construction 
National Highway System 
STP /Boston MPO Earmark 
STP/Safety 

STP /Statewide 

Primary / Urban (Deobligation) 


PRP} 


N/A 
Total Federal-Aid Program 6 


Grant Anticipation Notes 
Massport Funds 

MassPike Funds 

State General Obligation Bonds 


ara 


Total Non-Federal Aid Program 4 


Total FY 2000 Artery Program 10 


Federal Funds 


5,077,635 
5,994,620 
575,020 
960,000 
1,240,000 
8,000,000 


21,447,275 
0 


$21,447,275 


3,000,000 
2,800,000 
1,000,000 
76,930,977 
280,000 
53,961,528 
61,446,134 


199,018,639 


$220,465,914 


146,346,959 
20,773,525 
70,000,000 
25,000,000 

3,458,407 
97,841,010 
-1,756,901 


$361,663,000 


Ooo oO © 


$0 
$361,663,000 
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Matching Funds 


1,269,409 
1,544,761 
N/A 
240,000 
310,000 
2,000,000 


5,364,170 
103,257,477 


$108,621,647 


750,000 
700,000 
1,000,000 
19,132,743 
70,000 
13,490,382 
15,361,534 


50,504,659 


$159,126,306 


36,586,740 
2,308,169 
17,500,000 
6,250,000 
864,602 
24,460,253 
N/A 


$87,969,763 
573,027,872 
109,647,273 

26,027,431 
161,579,753 


$870,282,329 


Total Funds 


6,347,044 
7,139,381 
575,020 
1,200,000 
1,550,000 
10,000,000 


26,811,445 
103,257,477 


$130,068,922 


3,750,000 
3,500,000 
2,000,000 
95,663,720 
350,000 
67,451,910 
76,807,668 


249,523,298 


$379,592,220 


182,933,699 
23,081,694 
87,500,000 
31,250,000 

4,323,009 

122,301,263 

-1,756,901 


$449,632,763 
573,027,872 
109,647,273 
26,027,431 
161,579,753 


$870,282,329 


$958,252,092 $1,319,915,092 


Program Summary--Projects Programmed in FY 2000 
(The Regional Highway Program, by TIP Subcommittee, and the Statewide Programs) 


Regional Program # Federal Funds State Funds Total Funds 
"Local" Federal-Aid 4 8,794,620 2,130,000 10,924,620 
"Local" Non-Federal Aid 16 0 33,018,959 33,018,959 
Local TIP Subcommittee Total 20 $8,794,620 $35,148,959 $43,943,579 


This listing does not include funds programmed outside of the $40 million Local Subcommittee Target: 
$35,020 in High Priority Project funding, which is a draw-down of federal-aid to repay previously 
allocated non-federal aid; and $214,761 in matching funds for second-year and third-year shuttle projects, 
which are provided by the local sponsor. 


Federal-Aid Highway Projects 2 4,440,000 1,110,000 5,550,000 
Flexible Funded Projects 3 6,677,635 0 6,677,635 
NFA Highway Projects 27 0 70,238,518 70,238,518 
State TIP Subcommittee Total 32 $11,117,635 $71,348,518 $82,466,153 


This listing does not include: $540,000 in High Priority Project funding, which is a draw-down of 

federal-aid to repay previously allocated non-federal aid; $2,025,153 in matching funds for flexible 

funded projects, which are provided by the funding recipient; and $1,200,000 in ISTEA Demonstration Funds, 
which are provided outside the financial constraint parameters of the TIP. 


Statewide Program 


Bridge 3 4,800,000 1,200,000 6,000,000 
CMAQ 2 1,200,000 300,000 1,500,000 
Interstate Maintenance 1 9,000,000 1,000,000 10,000,000 
STP / Enhancement il 1,100,000 275,000 1,375,000 
STP/Safety 2 1,240,000 310,000 1,550,000 
STP /Statewide 1 3,200,000 800,000 4,000,000 
Total FY 2000 Statewide Program 10 $20,540,000 $3,885,000 $24,425,000 


The Statewide Programs are included in regional TIPs for information purposes only. These funds are 
allocated on a statewide basis across regional boundaries. 
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Chapter 3: Projects Programmed in FY 2000 


Arlington to Boston Bicycle Facility 180700 


Acquire the Watertown Branch right-of-way to connect the Minuteman Bike Path, from Arlington 
through Cambridge and Watertown, to the Dr. Paul Dudley White Bike Path in Boston. The funds 
programmed here are left over from the 1990 Intermodal Surface Transportation Act (ISTEA). 


Funding Program: Demonstration Program 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 960,000 


State Funds: 240,000 
Total Funds: $1,200,000 





Changes from the 1999 TIP: Add to FY 2000 (Deferred from FY 1999) 


Bedford, Billerica & Burlington Crosby Drive Improvement Project 029490A 


Widen Crosby Drive from north of Route 62 to the Middlesex Turnpike and add a slip ramp from Crosby 
Drive to the Route 3 northbound on-ramp. 


Funding Program: Non-Federal Aid 
Air Quality Status: Model 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 3,500,000 
Total Funds: $3,500,000 





Changes from the 1999 TIP: None 


Boston Airport Intermodal Transit Connector N/A 


Procure vehicles, advanced technology transit buses, and information technology systems for use on a 
dual-route bus system connecting Logan Airport to the regional public transportation network. 


Funding Program: CMAQ 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 800,000 


State Funds: 200,000 
Total Funds: $1,000,000 





Changes from the 1999 TIP: None 


Boston American Legion Highway Unknown 


Reconstruct American Legion Highway from Blue Hill Avenue to Cummins Highway. This project 
includes reconstructing the roadbed, updating the signals, installing street lights, improving drainage, 
and making bicycle improvements. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 7,000,000 
Total Funds: $7,000,000 





Changes from the 1999 TIP: None 
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Chapter 3: Projects Programmed in FY 2000 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 

federal-aid Artery commitments for FY 2000 (including the deobligation of approximately $1.8 million in 
Primary / Urban funds) total $361.7 million: $243.9 million for payments on advanced construction 
contracts, of which approximately $140.5 million will be funded with Bridge funds; and $117.8 million 
for payments on other contracts, of which approximately $5.9 million will be funded with Bridge funds. 


Funding Program: Bridge (On-System) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 146,346,959 


State Funds: 36,586,740 
Total Funds: $182,933,699 





Changes from the 1999 TIP: Programmed costs have been increased from $86,581,515 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 

federal-aid Artery commitments for FY 2000 (including the deobligation of approximately $1.8 million in 
Primary / Urban funds) total $361.7 million: $243.9 million for payments on advanced construction 
contracts, of which approximately $32.4 million will be funded with Interstate Construction funds; and 
$117.8 million for payments on other contracts, including credit for $11.6 million in Interstate Construction 
funds that will be deobligated. 


Funding Program: Interstate Construction 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 20,773,525 


State Funds: 2,308,169 
Total Funds: $23,081,694 





Changes from the 1999 TIP: Programmed costs have been reduced from $68,773,094 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 

federal-aid Artery commitments for FY 2000 (including the deobligation of approximately $1.8 million in 
Primary / Urban funds) total $361.7 million: $243.9 million for payments on advanced construction 
contracts, of which approximately $1.5 million will be funded with NHS funds; and $117.8 million for 
payments on other contracts, of which approximately $68.5 million will be funded with NHS funds. 


Funding Program: National Highway System 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 70,000,000 


State Funds: 17,500,000 
Total Funds: $87,500,000 





Changes from the 1999 TIP: Programmed costs have been increased from $86,555,155 
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Chapter 3: Projects Programmed in FY 2000 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 

federal-aid Artery commitments for FY 2000 (including the deobligation of approximately $1.8 million in 
Primary / Urban funds) total $361.7 million: $243.9 million for payments on advanced construction 
contracts, of which approximately $16.5 million will be funded with STP/ Boston MPO Earmark funds; 
and $117.8 million for payments on other contracts, of which approximately $3.5 million will be funded 
with STP /Boston MPO Earmark funds. 


Funding Program: STP/Boston MPO Earmark 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 25,000,000 


State Funds: 6,250,000 
Total Funds: $31,250,000 





Changes from the 1999 TIP: Program STP/Boston MPO Earmark funds for use on the Central Artery 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 

federal-aid Artery commitments for FY 2000 (including the deobligation of approximately $1.8 million in 
Primary / Urban funds) total $361.7 million: $243.9 million for payments on advanced construction 
contracts, none of which will be funded with STP/Safety funds; and $117.8 million for payments on other 
contracts, of which approximately $3.5 million will be funded with STP/Safety funds. 


Funding Program: STP /Safety 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 3,458,407 


State Funds: 864,602 
Total Funds: $4,323,009 





Changes from the 1999 TIP: Program STP/Safety funds for use on the Central Artery 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 

federal-aid Artery commitments for FY 2000 (including the deobligation of approximately $1.8 million in 
Primary / Urban funds) total $361.7 million: $243.9 million for payments on advanced construction 
contracts, of which approximately $53.0 million will be funded with STP/Statewide funds; and $117.8 
million for payments on other contracts, of which approximately $49.8 million will be funded with 
STP/Statewide funds. 


Funding Program: STP /Statewide 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 97,841,010 


State Funds: 24,460,253 
Total Funds:  $122,301,263 





Changes from the 1999 TIP: Programmed costs have been increased from $102,628,846 
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Chapter 3: Projects Programmed in FY 2000 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. Grant Anticipation 
Notes are a type of “bridge-the-gap” funding, used to meet the cash-flow needs of the project during the 
peak construction schedule. Short-term bonds will be issued, pledging future federal-aid highway funds. 


Funding Program: Grant Anticipation Notes Pedéral Bands: 0 

Air Quality Status: Model . 

Programming Authority: State Subcommittee meee: Sei aly 
& y: Total Funds: = $573,027,872 





Changes from the 1999 TIP: Programmed costs have been increased from $248,063,452 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. These funds will be 
provided by the Massachusetts Port Authority, either through direct cash contributions, bond issues, or 
bond anticipation notes. Bond Anticipation Notes are a type of “bridge-the-gap” funding, used to meet 
the cash-flow needs of the project during the peak construction schedule. Short-term bonds are issued, 
pledging the proceeds of future third-party revenues. 


Funding Program: Massachusetts Port Authority Funds Radel Runde: 0 

Air Quality Status: Model : 

Programming Authority: State Subcommittee oe a eee 
8 y: Total Funds: — $109,647,273 





Changes from the 1999 TIP: Programmed costs have been increased from $34,040,195 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. These funds will be 
provided by the Massachusetts Turnpike Authority, either through direct cash contributions, bond issues, 
or bond anticipation notes. Bond Anticipation Notes are a type of “bridge-the-gap” funding, used to meet 
the cash-flow needs of the project during the peak construction schedule. Short-term bonds are issued, 
pledging the proceeds of future third-party revenues. 


Funding Program: Massachusetts Turnpike Authority Funds Pade Funds 0 

Air Quality Status: Model : 

Programming Authority: State Subcommittee pia ads: nee 
8 y Total Funds: $26,027,431 





Changes from the 1999 TIP: Programmed costs have been reduced from $280,377,457 to reflect the latest 
federally approved Central Artery Finance Plan 
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Chapter 3: Projects Programmed in FY 2000 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. These funds are in 
addition to the state matching funds programmed elsewhere for the Artery. 


Funding Program: State General Obligation Bonds 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 161,579,753 


Total Funds:  $161,579,753 





Changes from the 1999 TIP: Programmed costs have been increased from $78,918,429 to reflect the latest 
federally approved Central Artery Finance Plan 


Boston Charles St. Station N/A 


Design and perform environmental work associated with design for the reconstruction of the Charles 
Street Station to make accessibility improvements pursuant to the MBTA Key Station Plan. This project 
was fully funded under an advance construction program in FY 1999. The funds programmed here are 
intended to pay back some of the MBTA funding dedicated to the project during FY 1999. Additional 
High Priority Project funding will be provided for this project in fiscal years 2001, 2002, and 2003. Such 
funds will also be flexed to the Federal Transit Administration and used to pay back some of the MBTA 
funding dedicated to the project during FY 1999. 


Funding Program: High Priority Project (Flexed to § 5307) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 540,000 


State Funds: 0 
Total Funds: $540,000 





Changes from the 1999 TIP: None 


Boston Congress St. Bridge 016555 
Replace the Congress Street Bridge (B-16-32) over the Fort Point Channel. 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Fedora anes: 
: : . State Funds: 13,000,000 

Programming Authority: State Subcommittee Total Bands: $13,000,000 

Current Condition: Structurally Deficient : oeSh 


Changes from the 1999 TIP: Delay the project from FY 1999 to the FY 2000 Element 


Boston Eastie Express Shuttle N/A 


Provide third-year funding to the Eastie Express, operated by the Logan Airport TMA and serving East 
Boston. The matching funds shown here will be provided by the project sponsor. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 112,525 


Matching Funds: 75,016 
Total Funds: $187,541 





Changes from the 1999 TIP: None 
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Chapter 3: Projects Programmed in FY 2000 


Boston Signal Control Replacement Unknown 
Upgrade the traffic signal controllers at 44 locations (Yellow Pedestrian Lights). 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 1,500,000 
Total Funds: $1,500,000 





Changes from the 1999 TIP: None 


Boston South Boston Piers Transitway N/A 
The MBTA is developing a transit link between South Station and the South Boston Piers area. 


Funding Program: Section 5309 (New Systems & Extensions) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 53,961,528 
State Funds: 13,490,382 
Total Funds: $67,451,910 





Changes from the 1999 TIP: None 


Boston Sullivan Sq. Viaduct 011810 
Replace the deck and parapet on the Sullivan Square Viaduct (B-16-245) on New Rutherford Avenue. 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt apices wines 
: , : State Funds: 6,000,000 

Programming Authority: State Subcommittee Total Bands: $6,000,000 

Current Condition: Structurally Deficient : ets 


Changes from the 1999 TIP: None 


Boston Region Blue Line Modernization N/A 


Make improvements to the Blue Line, consistent with the MBTA five-year capital spending plan and as 
further detailed in Appendix C. 


Funding Program: Section 5309 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 31,600,000 
State Funds: 7,900,000 
Total Funds: $39,500,000 





Changes from the 1999 TIP: Programmed costs have been increased from $6,457,668 


Boston Region Enhancement Projects, To Be Determined N/A 
These funds are earmarked for enhancement projects within the Boston Region. 


Funding Program: STP/Enhancement 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 8,000,000 


State Funds: 2,000,000 
Total Funds: $10,000,000 





Changes from the 1999 TIP: None 
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Chapter 3: Projects Programmed in FY 2000 


Boston Region Essex County Unified Signage System, Phase 2 Unknown 


Install historic guide-signs in Essex County. This is phase 2 of an ongoing multi-regional (Boston & 
Merrimack Valley) enhancement project. Phase 1 of the project was funded in FY 1996, using enhancement 
funds. Phase 2 has been designated as a High Priority Project under TEA 21. Pursuant to an agreement 
between the affected Regional Planning Agencies, 34% of HPP funding is programmed in the Merrimack 
Valley TIP, while 64% is programmed in the Boston TIP. The funds programmed here are intended to pay 
back some of the state funding dedicated to the project during FY 1999. Additional High Priority Project 
funding will be provided for this project in fiscal years 2001, 2002, and 2003. Such funds will also be used 
to pay back some of the state funding dedicated to the project during this fiscal year. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 35,020 


State Funds: 0 
Total Funds: $35,020 





Changes from the 1999 TIP: None 


Boston Region ITS Center 602465 
Construct a intelligent transportation system traffic operations center in South Boston. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 3,200,000 
State Funds: 800,000 
Total Funds: $4,000,000 





Changes from the 1999 TIP: Defer from FY 1999 into FY 2000 


Boston Region MBTA Accessibility Improvements N/A 


Make accessibility improvements to the regional public transportation system, consistent with the MBTA 
five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 19,193,866 
State Funds: 4,798,466 
Total Funds: $23,992,332 





Changes from the 1999 TIP: Programmed costs have been reduced from $25,732,134 


Boston Region MBTA Accessibility Improvements N/A 


Make accessibility improvements to the regional public transportation system, consistent with the MBTA 
five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5309 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 3,206,134 
State Funds: 801,534 


Total Funds: $4,007,668 





Changes from the 1999 TIP: Add to FY 2000 
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Chapter 3: Projects Programmed in FY 2000 


Boston Region MBTA Bridge Program N/A 


Reconstruct, replace, or rehabilitate MBTA bridges. A listing of the bridge projects that are eligible for 
flexible funding is provided in Appendix D. 


Funding Program: STP/Boston (Flexed to § 5307) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 5,077,635 


State Funds: 1,269,409 
Total Funds: $6,347,044 





Changes from the 1999 TIP: None 


Boston Region MBTA Enhancement Program N/A 


These funds are are earmarked for use on the MBTA public transportation system. A list of eligible 
projects is provided in Appendix F. 


Funding Program: Section 5307 (Carryover from FY 1999) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 280,000 
State Funds: 70,000 
Total Funds: $350,000 





Changes from the 1999 TIP: Add to FY 2000 (these funds are carried over from FY 1999) 


Boston Region MBTA Enhancement Program N/A 


These funds are are earmarked for use on the MBTA public transportation system. A list of eligible 
projects is provided in Appendix F. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,364,169 
State Funds: 591,042 
Total Funds: $2,955,211 





Changes from the 1999 TIP: Add to FY 2000 


Boston Region MBTA Infrastructure Improvements N/A 


Make infrastructure improvements to the regional public transportation system, consistent with the 
MBTA five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 48,358,837 


State Funds: 12,089,709 
Total Funds: $60,448,546 





Changes from the 1999 TIP: Programmed costs have been reduced from $60,708,744 


3-10 


Chapter 3: Projects Programmed in FY 2000 


Boston Region MBTA Infrastructure Improvements N/A 


Make infrastructure improvements to the regional public transportation system, consistent with the 
MBTA five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5309 Féderal‘Funds:. .26,640:000 


au mana nner 3 see peseniae erate Hands: eae 
8 & y: Total Funds: $33,300,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $70,000,000 


Boston Region MBTA Intelligent Transportation System N/A 


Develop and operate electric induction buses as part of a pilot program in cooperation with Boston Edison 
and Massport. This project is expected to be funded over a two-year period (FY 1999 and FY 2000). 


Funding Program: Section 3012 (Carryover from FY 1999) Padceet bana: 1,500,000 

Air Quality Status: Exempt 

Programming Authority: State Subcommittee ens io 
8 e a Total Funds: $1,875,000 





Changes from the 1999 TIP: Add to FY 2000 (these funds are carried over from FY 1999) 


Boston Region MBTA Intelligent Transportation System N/A 


Develop and operate electric induction buses as part of a pilot program in cooperation with Boston Edison 
and Massport. This project is expected to be funded over a two-year period (FY 1999 and FY 2000). 


akin Sota itis Secon Federal Funds: 1,500,000 

Air Quality Status: Exempt 

Programming Authority: State Subcommittee State Funds: amo 00) 
8 8 y: Total Funds: $1,875,000 





Changes from the 1999 TIP: None 


Boston Region MBTA Job Access and Reverse Commute Program N/A 


Develop and implement transportation services to assist in the transition of welfare clients. This is a 
discretionary program under the Transportation Equity Act for the 21st Century (TEA 21). The actual 
amount of funds that will be made available to the MBTA under this program has not yet been 
determined; the funding reflected here is based upon the submitted FY 2000 grant request. As soon as 
funding allocations are provided by the Federal Transit Administration, the TIP will be adjusted to 
program the actual funding, if different from the estimated amount. 


Funding Program: Section 3037 Podeeal Funds: 1,000,000 


ous sana aa ee 4 Beet ea cis pial Pans: eens 
08 & y: Total Funds: 2,000,000 





Changes from the 1999 TIP: None 
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Chapter 3: Projects Programmed in FY 2000 


Boston Region MBTA Preventative Maintenance N/A 
Undertake routine maintenance of the MBTA vehicles and facilities. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 6,500,000 


State Funds: 1,625,000 
Total Funds: $8,125,000 





Changes from the 1999 TIP: None 


Boston Region Metropolitan Boston ATIS Operating Costs Unknown 


Fund the operating costs of providing real-time traveler information via an Advanced Traveler 
Information System. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 1,500,000 
Total Funds: $1,500,000 





Changes from the 1999 TIP: None 


Boston Region Motorist Assistance Program Unknown 
Fund the operating costs of the regional motorist assistance program. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 2,500,000 
Total Funds: $2,500,000 





Changes from the 1999 TIP: None 


Boston Region Southeast Expressway HOV Lane Unknown 
Fund the operating expense of the high-occupancy-vehicle (HOV) lane on the Southeast Expressway. 


Funding Program: Non-Federal Aid 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 950,000 
Total Funds: $950,000 





Changes from the 1999 TIP: Programmed costs have been increased from $650,000 


Boston Region TMA Programs Unknown 


Provide financial assistance for the formation of new Transportation Management Associations or the 
implementation of new initiatives by existing TMAs. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 520,000 


State Funds: 130,000 
Total Funds: $650,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $738,641 
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Chapter 3: Projects Programmed in FY 2000 


Burlington & Lexington I-95 (Rte. 128) 
Resurface a section of Interstate 95 (Route 128) and perform related work. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 


Programming Authority: State Subcommittee Se ne 


Total Funds: 


Changes from the 1999 TIP: Add to FY 2000 


Canton Neponset St. 
Rehabilitate Neponset Street from Interstate 95 to the Canton Viaduct. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 


Programming Authority: Local Subcommittee pie ace 


Total Funds: 


Changes from the 1999 TIP: None 


Cape Ann CATA Capital Equipment 
Acquire, through lease or purchase, capital equipment and associated services. 


Funding Program: Section 5307 
Air Quality Status: Exempt 


Programming Authority: State Subcommittee ou 


Total Funds: 


Changes from the 1999 TIP: None 


Cape Ann CATA Preventative Maintenance 
Perform routine maintenance on CATA vehicles and facilities. 


Funding Program: Section 5307 
Air Quality Status: Exempt 


Programming Authority: State Subcommittee Sie nas: 


Total Funds: 


Changes from the 1999 TIP: None 


Dedham Sawmill Lane Bridge 
Replace the Sawmill Lane Bridge (D-5-11) over the Mother Brook. 


Funding Program: Non-Federal Aid Peal hones: 
Air Quality Status: Exempt 

; ‘ , State Funds: 
Programming Authority: State Subcommittee Total Buds: 
Current Condition: Structurally Deficient : 


Changes from the 1999 TIP: None 
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Federal Funds: 





Federal Funds: 





Federal Funds: 





Federal Funds: 








602041 


0 
10,000,000 
$10,000,000 


601730 


0 
1,560,000 
$1,560,000 


N/A 


69,105 
17,276 
$86,381 


N/A 


45,000 
11,250 
$56,250 


600743 


0 
597,000 
$597,000 


Chapter 3: Projects Programmed in FY 2000 


Dover & Needham Dover Rd. Bridge 600744 
Reconstruct the Dover Road Bridge (D-10-2 = N-4-9). 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Teccren anes: ° 
: : : State Funds: 800,000 

Programming Authority: State Subcommittee Total Bands: $800,000 

Current Condition: Structurally Deficient : : 


Changes from the 1999 TIP: Advance into FY 2000 from FY 2001 


Everett Tremont St. 602088 


Reconstruct Tremont Street. Work includes: the reclamation of Tremont Street from Elton Street to 
Woodville Street, the installation of sidewalks with wheelchair ramps, and the upgrading of traffic 
signals. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 600,000 
Total Funds: $600,000 





Changes from the 1999 TIP: Advance into FY 2000 from FY 2001 


Framingham Rte. 126 (Concord Rd.)-Rte. 30 (Cochituate Rd.) 086450 


Improve the intersection of Route 126 (Concord Street) and Route 30 (Cochituate Road). This project 
includes the widening of the intersection. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 1,599,514 
Total Funds: $1,599,514 





Changes from the 1999 TIP: Defer from FY 1999 into FY 2000 


Gloucester Intermodal Technology Center N/A 


Design and construct an intermodal technology center in Gloucester, providing connections between CATA 
bus service and MBTA commuter rail service. The MBTA is the grantee for this funding. This project will 
be funded over a two-year period (FY 1999 and FY 2000). 


Funding Program: Section 3012 (Carryover from FY 1999) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,300,000 


State Funds: 325,000 
Total Funds: $1,625,000 





Changes from the 1999 TIP: Add to FY 2000 (these funds are carried over from FY 1999) 
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Chapter 3: Projects Programmed in FY 2000 


Gloucester Intermodal Technology Center N/A 


Design and construct an intermodal technology center in Gloucester, providing connections between CATA 
bus service and MBTA commuter rail service. The MBTA is the grantee for this funding. This project will 
be funded over a two-year period (FY 1999 and FY 2000). 


Funding Program: Section 3012 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,500,000 


State Funds: 375,000 
Total Funds: $1,875,000 





Changes from the 1999 TIP: None 


Hamilton Asbury St. & Walnut Rd. 601182 
Reconstruct a portion of Asbury Street and Walnut Road. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 1,600,000 
Total Funds: $1,600,000 





Changes from the 1999 TIP: None 


Hamilton Cutler Rd. Bridge 018115 
Replace the Cutler Road Bridge (H-3-1) over the B&M Railroad. 





Funding Program: Non-Federal Aid Pedepal Funds: 0 
Air Quality Status: Exempt 

: . ; State Funds: 641,000 
Programming Authority: State Subcommittee Total Funds: $641,000 
Current Condition: Structurally Deficient : ’ 


Changes from the 1999 TIP: None 


Hingham & Norwell Rte. 53 114880 


Widen Route 53 in Norwell to a three-lane cross section, to include a center turn lane. Also, widen the 
approaches at the Route 53-Route 228 intersection in Hingham and Norwell and at the High 
Street /Grove Street-Route 53 intersection in Norwell. 


Funding Program: Non-Federal Aid 
Air Quality Status: Model 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 2,500,000 
Total Funds: $2,500,000 





Changes from the 1999 TIP: Defer from FY 1999 to FY 2000 
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Chapter 3: Projects Programmed in FY 2000 


Hingham & Weymouth Rte. 3A Bridge 602703 
Rehabilitate the Route 3A Bridge (H-15-2 = W-32-3) over the Back River. 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Fedora anes: 
: : : State Funds: 1,150,000 

Programming Authority: State Subcommittee Total Bands: $1,150,000 

Current Condition: Structurally Deficient : ate 


Changes from the 1999 TIP: Add to FY 2000 


Hopkinton Rte. 85 (Hayden Rowe & Grove Sts.) 602229 


Make major geometric improvements and install traffic signals along Route 85 (Hayden Rowe & Grove 
Streets). 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 320,000 
Total Funds: $320,000 





Changes from the 1999 TIP: Add to FY 2000 


Hudson Broad St. Bridge 601907 
Replace the Broad Street Bridge (H-25-5) over the Assabet River. 


Funding Program: Non-Federal Aid Padseal Funds: 0 
Air Quality Status: Exempt 

: : : State Funds: 816,000 
Programming Authority: State Subcommittee Total Funds: $816,000 
Current Condition: Structurally Deficient : : 





Changes from the 1999 TIP: None 


Hull Fitzpatrick Way Bridge 601472 
Replace the Fitzpatrick Way Bridge (H-26-3) over the Tidal Way Inlet. 





Funding Program: Non-Federal Aid Padeeal Pumas: 0 
Air Quality Status: Exempt 

: ; : State Funds: 395,000 
Programming Authority: State Subcommittee Moral Bande: $395,000 
Current Condition: Structurally Deficient : ’ 


Changes from the 1999 TIP: Advance into FY 2000 from FY 2001 


Lexington & Lincoln Rte. 2 (Cambridge Tnpk.) 602308 
Repair the median barrier on Route 2 (Cambridge Turnpike) and install an anti-glare screen. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 979,000 


Total Funds: $979,000 





Changes from the 1999 TIP: None 
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Chapter 3: Projects Programmed in FY 2000 


Lynn Traffic Signals at 6 Locations 
Upgrade the signalization at the following intersections: Walnut/Myrtle & Dungeon; 


601136 


Boston/ Winnepurkit; Boston/Summer & Rollins; Boston/ Myrtle; Walnut /Pennybrook & O'Callaghan; 


and O'Callaghan/ Holyoke & Kessler. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 


Programming Authority: Local Subcommittee ate Funds: 


Total Funds: 


Changes from the 1999 TIP: Programmed costs have been increased from $950,000 


Medford Park & Ride Spaces at Wellington Station 


Federal Funds: 





0 
1,400,000 
$1,400,000 


Unknown 


Lease parking spaces at the newly constructed parking garage to be connected to Wellington Station 


(Orange Line) via the people-mover. 


Funding Program: Non-Federal Aid 
Air Quality Status: Off-Model 


Programming Authority: State Subcommittee erate anes: 


Total Funds: 


Changes from the 1999 TIP: None 


Millis Plain St. Bridge 
Rehabilitate the Plain Street Bridge (M-23-8) over Conrail. 


Funding Program: Non-Federal Aid Passe Pande 
Air Quality Status: Exempt 

; , : State Funds: 
Programming Authority: State Subcommittee Total Funds: 
Current Condition: Structurally Deficient : 


Changes from the 1999 TIP: Add to FY 2000 


Milton Rte. 28 (Randolph Ave.) 
Reconstruct Route 28 (Randolph Avenue) from Reedsdale Road to the Quincy town line. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


State Funds: 
Total Funds: 


Changes from the 1999 TIP: None 
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Federal Funds: 








Federal Funds: 





0 
2,500,000 
$2,500,000 


056560 


0 
857,000 
$857,000 


106901 


0 
2,250,000 
$2,250,000 


Chapter 3: Projects Programmed in FY 2000 


Newton Dexter Rd. Bridge 
Reconstruct the Dexter Road Bridge (N-12-12) over the Laundry Brook. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Changes from the 1999 TIP: None 


Newton Walnut St. 





600234 


Federal Funds: 0 


State Funds: 
Total Funds: 


330,518 
$330,518 


601704 


Widen Walnut Street from Homer Street to Centre Street, upgrade the signalization, and improve the 


drainage. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Changes from the 1999 TIP: Advance into FY 2000 from FY 2001 


Norfolk Union St., Main St. & Rockwood Rd. 
Reconstruct Union Street, Main Street and Rockwood Road. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Changes from the 1999 TIP: None 


North Reading Rte. 62 
Reconstruct Route 62 from Route 28 to the Middleton town line. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Changes from the 1999 TIP: Add to FY 2000 


Peabody Johnson St. Bridge 











Federal Funds: 0 
State Funds: 1,500,000 
Total Funds: $1,500,000 


601387 


Federal Funds: 0 
State Funds: 1,239,445 
Total Funds: $1,239,445 


600507 


Federal Funds: 0 
State Funds: 4,200,000 
Total Funds: $4,200,000 


601891 


Replace the Johnson St. Bridge (P-3-7) over the B&M Railroad and the MBTA. 


Funding Program: Non-Federal Aid 

Air Quality Status: Exempt 
Programming Authority: State Subcommittee 
Current Condition: Functionally Obsolete 


Changes from the 1999 TIP: None 
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Federal Funds: 0 
467,000 
$467,000 


State Funds: 
Total Funds: 


Chapter 3: Projects Programmed in FY 2000 


Peabody Johnson St. Extension Bridge 035906 
Rehabilitate the Johnson Street Extension Bridge (P-3-8) over the B&M Railroad. 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Toco Panes: ° 
: : : State Funds: 159,000 

Programming Authority: State Subcommittee Total Funds: $159,000 

Current Condition: Structurally Deficient : : 


Changes from the 1999 TIP: None 


Peabody Lynn St.-County St. & Prospect St.-Lowell St. 601818 


Install traffic signals at the intersection of Lynn Street and County Street and the intersection of Prospect 
Street and Lowell Street. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 300,000 
Total Funds: $300,000 





Changes from the 1999 TIP: Advance into FY 2000 from FY 2001 


Peabody N. Central St. Bridge 601718 
Replace the pedestrian bridge on North Central Street (P-3-11) over the MBTA. 


Funding Program: Non-Federal Aid Padseal unde: 0 
Air Quality Status: Exempt 

: E : State Funds: 214,000 
Programming Authority: State Subcommittee Total Funds: $214,000 
Current Condition: Structurally Deficient : ’ 





Changes from the 1999 TIP: None 


Randolph to Wellesley Rte. 128 Additional Lanes 086920 


Fund bridge and roadway design work associated with the addition of two lanes on Route 128, one 
northbound and one southbound. MassHighway proposes to construct these lanes for general-purpose use; 
however, the project is still in environmental review. 


Funding Program: STP/Boston 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 1,240,000 


State Funds: 310,000 
Total Funds: $1,550,000 





Changes from the 1999 TIP: None 
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Chapter 3: Projects Programmed in FY 2000 


Revere Rte. 1A Bridge 077700 
Replace the Route 1A Bridge (R-5-4) over the MBTA and the B&M Railroad. 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Foceres ane: 
: : : State Funds: 5,000,000 

Programming Authority: State Subcommittee Total Funds: $5,000,000 

Current Condition: Structurally Deficient : ae 


Changes from the 1999 TIP: None 


Salem Bridge St. Bypass Rd. (Beverly/Salem Bridge, Contract # 5) 005402 


Construct a bypass road along the waterfront in Salem, connecting the Veterans’ Memorial Bridge to 
Bridge Street. 


Funding Program: Non-Federal Aid 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 15,000,000 
Total Funds: $15,000,000 





Changes from the 1999 TIP: None 


Somerville Cross-Town Shuttle Unknown 


Fund the second-year operating costs of the Cross-Town Shuttle. The matching funds shown here will be 
provided by the project sponsor. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 162,095 
State Funds: 139,745 
Total Funds: $301,840 





Changes from the 1999 TIP: None 


Somerville Webster Ave. Bridge 137350 
Reconstruct the Webster Avenue Bridge (S-17-16) over the B&M Railroad. 





Funding Program: Non-Federal Aid Peace Panda: 0 
Air Quality Status: Exempt 

: . : State Funds: 1,504,000 
Programming Authority: State Subcommittee Totnes: $1,504,000 
Current Condition: Structurally Deficient ; pois 


Changes from the 1999 TIP: Add to FY 2000 
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Chapter 3: Projects Programmed in FY 2000 


Statewide Bridge Decks, Bridge Painting & Bridge Dams N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (On-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 800,000 
State Funds: 200,000 


Total Funds: $1,000,000 





Changes from the 1999 TIP: None 


Statewide Bridge Inspection & Rating (Off-System) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (Off-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,200,000 
State Funds: 300,000 
Total Funds: $1,500,000 





Changes from the 1999 TIP: None 


Statewide Bridge Inspection & Rating (On-System) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (On-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,800,000 
State Funds: 700,000 
Total Funds: $3,500,000 





Changes from the 1999 TIP: None 


Statewide Design and Right-of-Way N/A 


This funding is for the Statewide Design and Right-of-Way Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Statewide 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 3,200,000 
State Funds: 800,000 


Total Funds: $4,000,000 





Changes from the 1999 TIP: None 
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Chapter 3: Projects Programmed in FY 2000 


Statewide Enhancement Projects, To Be Determined N/A 


This funding is for the Statewide Enhancement Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP/ Enhancement 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,100,000 
State Funds: 275,000 


Total Funds: $1,375,000 





Changes from the 1999 TIP: None 


Statewide Infrastructure Improvements (Signs, Lighting, Etc.) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP/Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 840,000 
State Funds: 210,000 
Total Funds: $1,050,000 





Changes from the 1999 TIP: None 


Statewide Interstate Maintenance Program N/A 


This funding is for the Statewide Interstate Maintenance Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Interstate Maintenance 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 9,000,000 
State Funds: 1,000,000 
Total Funds: $10,000,000 





Changes from the 1999 TIP: None 


Statewide Railroad Grade Crossing Improvements N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 400,000 
State Funds: 100,000 


Total Funds: $500,000 





Changes from the 1999 TIP: None 
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Chapter 3: Projects Programmed in FY 2000 


Statewide Transportation Demand Management N/A 


This funding is for the Statewide TDM Program, and is listed here for informational purposes. Some or 
all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 400,000 


State Funds: 100,000 
Total Funds: $500,000 





Changes from the 1999 TIP: None 


Statewide Vehicle Inspection & Maintenance Program N/A 


This funding is for the Statewide Vehicle Inspection and Maintenance Program, and is listed here for 
informational purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: CMAQ 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 800,000 
State Funds: 200,000 
Total Funds: $1,000,000 





Changes from the 1999 TIP: None 


Topsfield Rte. 1-Rte. 97 600596 
Upgrade the signalization and make other improvements at the intersection of Route 1 and Route 97. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 250,000 
Total Funds: $250,000 





Changes from the 1999 TIP: Add to FY 2000 


Wayland Rte. 20 Bridge 105121 
Rehabilitate the Route 20 Bridge (W-11-1) over the Sudbury River. 





Funding Program: Non-Federal Aid Pade Panes: 0 
Air Quality Status: Exempt 

: : : State Funds: 1,100,000 
Programming Authority: State Subcommittee Total Funds: $1,100,000 
Current Condition: Structurally Deficient : ea 


Changes from the 1999 TIP: None 
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Chapter 3: Projects Programmed in FY 2000 


Wayland Rte. 20-Rte. 126/27 602845 
Improve the signalization at the intersection of Route 20 and Route 126/27. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 400,000 
Total Funds: $400,000 





Changes from the 1999 TIP: Delay the project from FY 1999 to the FY 2001 Element/Change the project 
identification number to reflect updated information 


Wellesley Rte. 16 (Washington St.) 600712 


Reconstruct and reclaim Route 16 (Washington Street) from Grantland Road to River Street (Newton 
Lower Falls ). 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 1,500,000 
Total Funds: $1,500,000 





Changes from the 1999 TIP: None 


Wilmington Rte. 38 (Main St.) Bridge 042603 
Rehabilitate the Route 38 (Main Street) Bridge (W-38-2) over the B&M Railroad. 





Funding Program: Non-Federal Aid Padepal Funds: 0 
Air Quality Status: Exempt 

: . ; State Funds: 879,000 
Programming Authority: State Subcommittee Total Funds: $879,000 
Current Condition: Structurally Deficient : ’ 


Changes from the 1999 TIP: Add to FY 2000 


Winchester Washington St. 600534 
Reconstruct Washington Street and make safety improvements from Forest Street to the Woburn city line. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 2,700,000 
Total Funds: $2,700,000 





Changes from the 1999 TIP: Defer from FY 1999 into FY 2000 


Woburn Logan Airport Remote Parking N/A 
Develop a remote parking facility at the Woburn Industriplex. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 800,000 


State Funds: 200,000 
Total Funds: $1,000,000 





Changes from the 1999 TIP: Defer from FY 1999 into FY 2000 
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Program Summary--Projects Programmed in FY 2001 
(The Regional Program, by Funding Category, and the Central Artery) 


Regional Program # Federal Funds Matching Funds Total Funds 
CMAQ 5 1,274,978 497,322 1,772,300 
High Priority Projects 3 8,210,709 12,100,311 20,311,020 
STP /MPO Regional Earmark 3 11,000,000 2,750,000 13,750,000 
STP / Enhancement 2 8,000,000 2,000,000 10,000,000 
Federal-Aid Subtotal 13 28,485,687 17,347,633 45,833,320 
Non-Federal Aid 36 0 79,600,657 79,600,657 
Total Highway Funds 49 $28,485,687 $96,948,290 $125,433,977 
Section 3012 0 0 0 0 
Section 5307 7 82,775,476 20,693,868 103,469,344 
Section 5309 (Discretionary) 1 34,882,956 8,720,739 43,603,695 
Section 5309 (Formula) 3 63,996,881 15,999,220 79,996,101 
Total Transit Funds 11 181,655,313 45,413,827 227,069,140 
Total FY 2001 Regional Program 60 $210,141,000 $142,362,117 $352,503,117 
The Central Artery Project 

Bridge (On-System) 1 93,411,997 23,352,999 116,764,996 
Interstate Construction 1 74,781,354 8,309,039 83,090,393 
National Highway System 1 70,000,000 17,500,000 87,500,000 
STP / Boston MPO Earmark 1 15,000,000 3,750,000 18,750,000 
STP /Safety 0 0 0 0 
STP /Statewide 1 114,623,649 28,655,912 143,279,561 
Primary /Urban (Deobligation) N/A 0 0 0 
Total Federal-Aid Program 5 $367,817,000 $81,567,951 $449,384,951 
Grant Anticipation Notes 1 0 162,870,845 162,870,845 
Massport Funds 1 0 72,078,065 72,078,065 
MassPike Funds 0 0 0 0 
State General Obligation Bonds 1 0 50,511,027 50,511,027 
Total Non-Federal Aid Program 3 $0 $285,459,937 $285,459,937 
Total FY 2001 Artery Program 8 $367,817,000 $367,027,888 $734,844,888 
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Program Summary--Projects Programmed in FY 2001 
(The Regional Highway Program, by TIP Subcommittee, and the Statewide Programs) 


Regional Program # Federal Funds State Funds Total Funds 
"Local" Federal-Aid 9 12,746,074 4,462,632 17,208,706 
"Local" Non-Federal Aid 9 0 27,505,917 = 27,505,917 
Local TIP Subcommittee Total 18 $12,746,074 $31,968,549 $44,714,623 


This listing does not include funds programmed outside of the $40 million Local Subcommittee Target: 
$35,020 in High Priority Project funding, which is a draw-down of federal-aid to repay previously 
allocated non-federal aid; and $388,398 in matching funds for second-year and third-year shuttle projects, 
which are provided by the local sponsor. 


Federal-Aid Highway Projects 3 9,484,593 11,165,407 20,650,000 
Flexible Funded Projects 1 5,680,000 N/A 5,680,000 
NFA Highway Projects 28 0 52,094,740 52,094,740 
State TIP Subcommittee Total 32 $15,164,593 $63,260,147 $78,424,740 


This listing does not include: $540,000 in High Priority Project funding, which is a draw-down of 
federal-aid to repay previously allocated non-federal aid; and $1,420,000 in matching funds for flexible 
funded projects, which are provided by the funding recipient. 


The total number of projects on this page does not equal the number of highway projects on the previous 


page, due to the fact that the programming jurisdiction for some projects are shared between the Local TIP 
Subcommittee and the State TIP Subcommittee. 


Statewide Program 


Bridge 1 2,000,000 500,000 2,500,000 
CMAQ 1 1,440,000 360,000 1,800,000 
Interstate Maintenance 1 9,000,000 1,000,000 10,000,000 
STP / Enhancement 1 1,500,000 375,000 1,875,000 
STP /Safety 2 3,000,000 750,000 3,750,000 
STP /Statewide 1 3,600,000 900,000 4,500,000 
Total FY 2001 Statewide Program 7 $20,540,000 $3,885,000 $24,425,000 


The Statewide Programs are included in regional TIPs for information purposes only. These funds are 
allocated on a statewide basis across regional boundaries. 
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Chapter 4: Projects Programmed in FY 2001 


Arlington Rte. 2A (Summer St.) 602286 
Reconstruct Route 2A (Summer Street) from Brattle Street to the Lexington town line. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 2,000,000 
Total Funds: $2,000,000 





Changes from the 1999 TIP: Add to FY 2001 


Boston Cambridge St. 601273 
Reconstruct Cambridge Street from Court Street to West Cedar Street (Charles Circle). 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 6,700,000 
Total Funds: $6,700,000 





Changes from the 1999 TIP: Defer from FY 2000 into FY 2001 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2001 total $367.8 million: $275.0 million for payments on 
advanced construction contracts, of which approximately $93.4 million will be funded with Bridge funds; 
and $92.8 million for payments on other contracts, none of which will be funded with Bridge funds. 


Funding Program: Bridge (On-System) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 93,411,997 


State Funds: 23,352,999 
Total Funds:  $116,764,996 





Changes from the 1999 TIP: Programmed costs have been increased from $33,012,220 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2001 total $367.8 million: $275.0 million for payments on 
advanced construction contracts, of which approximately $32.4 million will be funded with Interstate 
Construction funds; and $92.8 million for payments on other contracts, of which approximately $42.4 
million will be funded with Interstate Construction funds. 


Funding Program: Interstate Construction 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 74,781,354 


State Funds: 8,309,039 
Total Funds: $83,090,393 





Changes from the 1999 TIP: Programmed costs have been decreased from $89,368,109 
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Chapter 4: Projects Programmed in FY 2001 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2001 total $367.8 million: $275.0 million for payments on 
advanced construction contracts, of which approximately $19.6 million will be funded with NHS funds; 
and $92.8 million for payments on other contracts, of which approximately $50.4 million will be funded 
with NHS funds. 


Funding Program: National Highway System 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 70,000,000 
State Funds: 17,500,000 


Total Funds: $87,500,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $88,415,436 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 

federal-aid Artery commitments for FY 2001 total $367.8 million: $275.0 million for payments on 
advanced construction contracts, of which approximately $15.0 million will be funded with STP/Boston 
MPO Earmark funds; and $92.8 million for payments on other contracts, none of which will be funded with 
STP/Boston MPO Earmark funds. 


Funding Program: STP/Boston MPO Earmark 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 15,000,000 
State Funds: 3,750,000 


Total Funds: $18,750,000 





Changes from the 1999 TIP: Program STP/Boston MPO Earmark funds for use on the Central Artery 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2001 total $367.8 million: $275.0 million for payments on 
advanced construction contracts, of which approximately $114.6 million will be funded with STP funds; 
and $92.8 million for payments on other contracts, none of which will be funded with STP funds. 


Funding Program: STP /Statewide 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 114,623,649 
State Funds: 28,655,912 


Total Funds:  $143,279,561 





Changes from the 1999 TIP: Programmed funds have been reduced from $188,109,471 
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Chapter 4: Projects Programmed in FY 2001 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. Grant Anticipation 
Notes are a type of “bridge-the-gap” funding, used to meet the cash-flow needs of the project during the 
peak construction schedule. Short-term bonds will be issued, pledging future federal-aid highway funds. 


Funding Program: Grant Anticipation Notes Pedéral Bands: 0 


= Quality enn a Sn aoe State Funds: 162,870,845 
rogramming, utnorl y: ate subcommittee Total Rinde: $162,870,845 





Changes from the 1999 TIP: Programmed costs have been increased from $58,305,198 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. These funds will be 
provided by the Massachusetts Port Authority, either through direct cash contributions, bond issues, or 
bond anticipation notes. Bond Anticipation Notes are a type of “bridge-the-gap” funding, used to meet 
the cash-flow needs of the project during the peak construction schedule. Short-term bonds are issued, 
pledging the proceeds of future third-party revenues. 


Funding Program: Massachusetts Port Authority Funds Padersl Funds 0 


Ae Quality mya _ NS en State Funds: 72,078,065 
rogramming, utnorl y: ate subcommittee Total Pimds: $72,078,065 





Changes from the 1999 TIP: Programmed costs have been reduced from $171,874,999 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. These funds are in 
addition to the state matching funds programmed elsewhere for the Artery. 


Funding Program: State General Obligation Bonds Hodaral Funds: 0 


os Suen ee = ae poset State Funds: 50,511,027 
rogramming, utnorl y: ate subcommittee Total unde $50,511,027 





Changes from the 1999 TIP: Programmed costs have been increased from $21,151,081 to reflect the latest 
federally approved Central Artery Finance Plan 
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Chapter 4: Projects Programmed in FY 2001 


Boston Charles St. Station N/A 


Design and perform environmental work associated with design for the reconstruction of the Charles 
Street Station to make accessibility improvements pursuant to the MBTA’s Key Station Plan. This project 
was fully funded under an advance construction program in FY 1999. The funds programmed here are 
intended to pay back some of the MBTA funding dedicated to the project during FY 1999. Additional 

High Priority Project funding will be provided for this project in fiscal years 2002 and 2003. Such funds 
will also be flexed to the Federal Transit Administration and used to pay back some of the MBTA funding 
dedicated to the project during FY 1999. 


Funding Program: High Priority Project (Flexed to § 5307) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 540,000 


State Funds: 0 
Total Funds: $540,000 





Changes from the 1999 TIP: None 


Boston Commonwealth Ave., Phase 1 602247 
Reconstruct Commonwealth Avenue from Kenmore Square to the BU Bridge. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 8,000,000 
Total Funds: $8,000,000 





Changes from the 1999 TIP: This is a new project description; the project has been divided into 5 phases 


Boston South Boston Piers Transitway N/A 
The MBTA is developing a transit link between South Station and the South Boston Piers area. 


Funding Program: Section 5307 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 30,703,002 
State Funds: 7,675,750 
Total Funds: $38,378,752 





Changes from the 1999 TIP: Program § 5307 funds for the South Boston Piers Transitway; previously 
federal funding for the project was limited to discretionary New Start funds 


Boston South Boston Piers Transitway N/A 
The MBTA is developing a transit link between South Station and the South Boston Piers area. 


Funding Program: Section 5309 (New Systems & Extensions) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 34,882,956 
State Funds: 8,720,739 


Total Funds: $43,603,695 





Changes from the 1999 TIP: Programmed costs have been increased from $43,100,746 
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Chapter 4: Projects Programmed in FY 2001 


Boston Region Blue Line Modernization N/A 


Make improvements to the Blue Line, consistent with the MBTA's five-year capital spending plan and as 
further detailed in Appendix C. 


Funding Program: Section 5309 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 30,796,000 


State Funds: 7,699,000 
Total Funds: $38,495,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $64,996,161 


Boston Region Enhancement Projects, To Be Determined N/A 
These funds are earmarked for enhancement projects within the Boston Region. 


Funding Program: STP/ Enhancement 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 7,440,000 


State Funds: 1,860,000 
Total Funds: $9,300,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $10,000,000 


Boston Region Essex County Unified Signage System, Phase 2 Unknown 


Install historic guide-signs in Essex County. This is phase 2 of an ongoing multi-regional (Boston & 
Merrimack Valley) enhancement project. Phase 1 of the project was funded in FY 1996, using enhancement 
funds. Phase 2 has been designated as a High Priority Project under TEA 21. Pursuant to an agreement 
between the affected Regional Planning Agencies, 34% of HPP funding is programmed in the Merrimack 
Valley TIP, while 64% is programmed in the Boston TIP. The funds programmed here are intended to pay 
back some of the state funding dedicated to the project during FY 1999. Additional High Priority Project 
funding will be provided for this project in fiscal years 2002 and 2003. Such funds will also be used to pay 
back some of the state funding dedicated to the project during this fiscal year. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 35,020 


State Funds: 0 
Total Funds: $35,020 





Changes from the 1999 TIP: None 


Boston Region ITS Center Operating Costs Unknown 
Fund the second-year operating costs of the regional Traffic Operations Center. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 500,000 


Total Funds: $500,000 





Changes from the 1999 TIP: Programmed funds have been reduced from $1,000,000 
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Chapter 4: Projects Programmed in FY 2001 


Boston Region MBTA Accessibility Improvements N/A 


Make accessibility improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 16,119,071 


State Funds: 4,029,768 
Total Funds: $20,148,839 





Changes from the 1999 TIP: Programmed funds have been reduced from $25,118,946 


Boston Region MBTA Accessibility Improvements N/A 


Make accessibility improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5309 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 11,520,881 
State Funds: 2,880,220 
Total Funds: $14,401,101 





Changes from the 1999 TIP: Program § 5309 Formula Funds for the MBTA Accessibility Program; 
previously federal funding for the program was limited to § 5307 


Boston Region MBTA Enhancement Program N/A 
These funds are are earmarked for use on the MBTA public transportation system. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 866,214 
State Funds: 216,553 
Total Funds: $1,082,767 





Changes from the 1999 TIP: Add to FY 2001 


Boston Region MBTA Infrastructure Improvements N/A 


Make infrastructure improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 28,473,084 


State Funds: 7,118,271 
Total Funds: $35,591,355 





Changes from the 1999 TIP: Programmed funds have been reduced from $69,000,000 
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Chapter 4: Projects Programmed in FY 2001 


Boston Region MBTA Infrastructure Improvements N/A 


Make infrastructure improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix C. 


Funding Program: Section 5309 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 21,680,000 
State Funds: 5,420,000 


Total Funds: $27,100,000 





Changes from the 1999 TIP: Programmed funds have been increased from $15,000,000 


Boston Region MBTA Job Access and Reverse Commute Program N/A 


Develop and implement transportation services to assist in the transition of welfare clients. This is a 
newly created program under the Transportation Equity Act for the 21st Century (TEA 21). The actual 
amount of funds that will be made available to the MBTA under this program has not yet been 
determined. As soon as funding allocations are provided by the Federal Transit Administration, the TIP 
will be adjusted to program the available funding. 


Funding Program: Section 3037 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: Unknown 


State Funds: Unknown 
Total Funds: Unknown 





Changes from the 1999 TIP: None 


Boston Region MBTA Parking Program N/A 


Increase the parking capacity at various MBTA transit and commuter rail stations. A listing of the 
parking projects that are eligible for flexible funding is provided in Appendix E. 


Funding Program: STP/ Boston (Flexed to § 5307) 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 5,680,000 
State Funds: 1,420,000 
Total Funds: $7,100,000 





Changes from the 1999 TIP: Change the project description to reference the parking program 


Boston Region MBTA Preventative Maintenance N/A 
Undertake routine maintenance of the MBTA's vehicles and facilities. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 6,500,000 


State Funds: 1,625,000 
Total Funds: $8,125,000 





Changes from the 1999 TIP: None 
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Chapter 4: Projects Programmed in FY 2001 


Boston Region Metropolitan Boston ATIS Operating Costs Unknown 


Fund the operating costs of providing real-time traveler information via an Advanced Traveler 
Information System. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 1,500,000 
Total Funds: 1,500,000 





Changes from the 1999 TIP: None 


Boston Region Motorist Assistance Program Unknown 
Fund the operating costs of the regional motorist assistance program. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 2,500,000 
Total Funds: $2,500,000 





Changes from the 1999 TIP: None 


Boston Region Southeast Expressway HOV Lane Unknown 
Fund the operating expense of the high-occupancy-vehicle (HOV) lane on the Southeast Expressway. 


Funding Program: Non-Federal Aid 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 950,000 
Total Funds: $950,000 





Changes from the 1999 TIP: Programmed costs have been increased from $650,000 


Boston Region TMA Programs Unknown 


Provide financial assistance for the formation of new Transportation Management Associations or the 
implementation of new initiatives by existing TMAs. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 590,913 


State Funds: 147,728 
Total Funds: $738,641 





Changes from the 1999 TIP: None 
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Chapter 4: Projects Programmed in FY 2001 


Boston Region TMA Shuttles, Ongoing Support N/A 


Provide second-year and third-year funding for regional or local shuttles that are approved for first-year 
funding under the Statewide TDM Program. Although Congestion Mitigation (CMAQ) funds are 
provided on an 80/20 matching basis, the state and MPO require local sponsors of TDM Programs to 
provide a 30% match for second-year funding and a 40% match for third-year funding. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 200,000 


State Funds: 50,000 
Total Funds: $250,000 





Changes from the 1999 TIP: None 


Brookline Beacon St. 601183 


Make safety improvements to Beacon Street from St. Mary's Street to the Boston city line. The project 
includes: upgrading the signals; redesigning the traffic flow; resurfacing the roadway; landscaping; and 
constructing a bike lane in each direction. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 5,000,000 
Total Funds: $5,000,000 





Changes from the 1999 TIP: None 


Cambridge Walden St. Bridge 160065 
Replace the Walden Street Bridge (C-1-13) over the B&M Railroad and the MBTA. 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Federal Funds: 
: : é State Funds: 700,000 

Programming Authority: State Subcommittee Total Funds: $700,000 

Current Condition: Structurally Deficient : f 


Changes from the 1999 TIP: None 


Cape Ann CATA Capital Equipment N/A 
Acquire, through lease or purchase, capital equipment and associated services. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 69,105 


State Funds: 17,276 
Total Funds: $86,381 





Changes from the 1999 TIP: None 


Chapter 4: Projects Programmed in FY 2001 


Cape Ann CATA Preventative Maintenance 
Perform routine maintenance on CATA vehicles and facilities. 


Funding Program: Section 5307 
Air Quality Status: Exempt 


Programming Authority: State Subcommittee said 


Total Funds: 


Changes from the 1999 TIP: None 


Chelsea Eastern Ave. 
Reconstruct Eastern Avenue from Central Avenue to Broadway. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 


Programming Authority: Local Subcommittee pie ace 


Total Funds: 


Changes from the 1999 TIP: None 


Concord Monument St. Bridge 
Rehabilitate the Monument Street Bridge (C-19-13) over the Concord River. 


Funding Program: Non-Federal Aid Padseal Ponds 
Air Quality Status: Exempt 

: A : State Funds: 
Programming Authority: State Subcommittee Total Finds: 
Current Condition: Structurally Deficient : 


Changes from the 1999 TIP: None 


Concord Rte. 2 
Reconstruct Route 2 from Sudbury Road to the 9 Acres Corner, and install a median barrier. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 


Programming Authority: State Subcommittee ee 


Total Funds: 


Changes from the 1999 TIP: None 


Concord Rte. 62 (Main St.) 
Reconstruct Route 62 (Main Street) and make safety improvements. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


State Funds: 
Total Funds: 


Changes from the 1999 TIP: None 
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Federal Funds: 





Federal Funds: 








Federal Funds: 





Federal Funds: 





N/A 


45,000 
11,250 
$56,250 


601199 


0 
3,505,917 
$3,505,917 


601442 


0 
502,000 
$502,000 


602626 


0 
1,800,000 
$1,800,000 


602127 


0 
1,000,000 
$1,000,000 


Chapter 4: Projects Programmed in FY 2001 


Duxbury & Hingham Rte. 3 602417 
Resurface (hot in-place recycling and micro-resurfacing) a section of Route 3. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 3,200,000 


Total Funds: $3,200,000 





Changes from the 1999 TIP: None 


Everett Rte. 99 (Broadway) 602383 
Reconstruct Route 99 (Broadway) from Ferry Street to the Malden city line and update the traffic signals. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 3,500,000 


Total Funds: $3,500,000 





Changes from the 1999 TIP: None 


Foxborough Rte. 140 (Foxborough Common) 601782 


Resurface a section of Route 140 and make one-way leg adjustments in the vicinity of Foxborough Common. 
This project has been identified as a High Priority Project under TEA 21. It is being obligated with a 
combination of Non-Federal Aid funds and High-Priority funds under the advanced construction program. 
The High Priority Project funds programmed this year include: $154,955 carried forward from FY 1998; 
$206,622 carried forward from FY 1999; $254,966 carried forward from FY 2000; and $280,800 of FY 2001 
funding. Additional High Priority Project funding will be provided for this project in fiscal years 2002 
and 2003. Such funds will be used to pay back some of the state funding dedicated to the project during 
this fiscal year. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 1,388,800 
State Funds: 347,200 


Total Funds: $1,736,000 





Changes from the 1999 TIP: Add to FY 2001 
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Chapter 4: Projects Programmed in FY 2001 


Franklin Rte. 140 092000 


Reconstruct and realign Route 140 from Interstate 495 to Garelick Farms and replace the Unionville 
Bridge (F-8-5) over Conrail. This project has been identified as a High Priority Project under TEA 21. It 
is being obligated with a combination of Non-Federal Aid funds and High-Priority funds under the 
advanced construction program. The High Priority Project funds programmed this year include: 
$1,078,724 carried forward from FY 1998; $1,438,407 carried forward from FY 1999; $1,774,958 carried 
forward from FY 2000; and $1,954,800 of FY 2001 funding. Additional High Priority Project funding will 
be provided for this project in fiscal years 2002 and 2003. Such funds will be used to pay back some of the 
state funding dedicated to the project during this fiscal year. 


Funding Program: High Priority Project (See Text for Details) Peqealpunas: 6,246,889 
Air Quality Status: Model 

: ; Pare State Funds: 11,753,111 
Programming Authority: Shared Responsibility Total Condes $18,000,000 
Current Condition: Structurally Deficient ‘ weir 





Changes from the 1999 TIP: None 


Gloucester Thatcher Rd. Bridge 133850 
Replace the Thatcher Road Bridge (G-5-9) over Good Harbor Beach Creek. 





Funding Program: Non-Federal Aid Pade rund: 0 
Air Quality Status: Exempt 

: ; : State Funds: 300,000 
Programming Authority: State Subcommittee Total Bands: $300,000 
Current Condition: Structurally Deficient : Z 


Changes from the 1999 TIP: None 


Hanover Rte. 123 (Webster St.) 6004.04. 


Reconstruct Route 123. Work on this project includes the installation of traffic signals at Whiting Street 
and Main Street. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 2,700,000 
Total Funds: $2,700,000 





Changes from the 1999 TIP: Add to FY 2001 


Hull Main St. (Spring St.) 601606 
Reconstruct Main Street (Spring Street) from Nantasket Avenue to Pemberton Pier. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 1,700,000 
Total Funds: $1,700,000 





Changes from the 1999 TIP: Add to FY 2001 
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Chapter 4: Projects Programmed in FY 2001 


Hull Pemberton Pier 


N/A 


Make enhancement improvements in the area of Pemberton Pier, from the Town Way to the Coast Guard 
Boathouse. Work on this project will include the installation of: landscaping, pedestrian walkways, 


bicycle racks, and picnic kiosks. 


Funding Program: STP/Enhancement 
Air Quality Status: Exempt 


Programming Authority: Local Subcommittee pate Funds: 


Total Funds: 


Changes from the 1999 TIP: Add to FY 2001 (Deferred from FY 1999 TIP Adjustment) 


Lynn Rte. 107 (Western Ave.) 
Reconstruct Route 107 (Western Avenue) from Fox Hill Bridge to Centre Street. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 


Programming Authority: State Subcommittee eae 


Total Funds: 


Changes from the 1999 TIP: Add to FY 2001 


Lynn Rte. 107 (Western Ave.) Bridge 


Federal Funds: 





Federal Funds: 





560,000 
140,000 
$700,000 


601392 


0 
3,000,000 
$3,000,000 


601798 


Rehabilitate the Route 107 (Western Avenue) Bridge (L- 18-19) over Glemere Lake (the Floating Bridge 


Pond). Work on this project includes the provision of pedestrian accommodations. 


Funding Program: Non-Federal Aid Pacers punde: 
Air Quality Status: Exempt 

: E ‘ State Funds: 
Programming Authority: State Subcommittee Total Funds: 
Current Condition: Structurally and Functionally Sound : 


Changes from the 1999 TIP: None 


Marlborough Rte. 20 (W. Main St.) 
Reconstruct Route 20 (West Main Street) from Beach Street to Granger Boulevard. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


State Funds: 
Total Funds: 


Changes from the 1999 TIP: None 
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Federal Funds: 





0 
628,740 
$628,740 


600428 


0 
2,000,000 
$2,000,000 


Chapter 4: Projects Programmed in FY 2001 


Medford Park & Ride Spaces at Wellington Station Unknown 


Lease parking spaces at the newly constructed parking garage to be connected to Wellington Station 
(Orange Line) via the people-mover. 


Funding Program: Non-Federal Aid 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 2,500,000 
Total Funds: $2,500,000 





Changes from the 1999 TIP: None 


Millis Rte. 109 601062 
Reconstruct Route 109 from Pleasant Street to the Medfield town line. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 1,700,000 
Total Funds: $1,700,000 





Changes from the 1999 TIP: None 


Newton Rte. 30 (Commonwealth Ave., Phase 3) 601899 
Reconstruct Route 30 (Commonwealth Avenue) from Grant Avenue to the Boston city line. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 2,300,000 
Total Funds: $2,300,000 





Changes from the 1999 TIP: Defer from FY 2000 into FT 2001 and increase programmed costs from 
$1,600,000 


Norwood Pendergast Circle Bridge (NB & SB) 600767 
Replace the Pendergast Circle Bridge, Southbound and Northbound, (N-25-24 & N-25-23) over Route 1. 





Funding Program: Non-Federal Aid Peder FuRas 0 
Air Quality Status: Exempt 

: : : State Funds: 800,000 
Programming Authority: State Subcommittee Total Funds: $800,000 
Current Condition: Structurally Deficient : : 


Changes from the 1999 TIP: None 


4-16 


Chapter 4: Projects Programmed in FY 2001 


Norwood RailLink 3 N/A 


Fund the second-year operating costs of the RailLink 3 Shuttle service. First-year costs were funded 
through the Statewide Transportation Demand Management Program. The matching funds shown here 
will be provided by the project sponsor. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 78,210 


State Funds: 33,519 
Total Funds: $111,729 





Changes from the 1999 TIP: Add to FY 2001 


Peabody Rte. 114 602142 
Resurface a section of Route 114, and perform related work. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 250,000 
Total Funds: $250,000 





Changes from the 1999 TIP: Defer from FY 2000 into FY 2001 


Quincy Hancock St.-Southern Artery 602237 


Install traffic signals and make other improvements at the intersection of Hancock Street and the 
Southern Artery. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 500,000 
Total Funds: $500,000 





Changes from the 1999 TIP: None 


Quincy Quincy Center Concourse, Phases 2 & 3 Unknown 


Construct Phases 2 and 3 of the Quincy Center Concourse (includes taking right-of-way, reconstructing 
various roadways and improving signalziation). 


Funding Program: Non-Federal Aid 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 3,500,000 
Total Funds: $3,500,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $6,000,000 


4-17 


Chapter 4: Projects Programmed in FY 2001 


Randolph to Wellesley Rte. 128 Additional Lanes 086920 


Fund bridge and roadway design work associated with the addition of two lanes on Route 128, one 
northbound and one southbound. MassHighway proposes to construct these lanes for general-purpose use; 
however, the project is still in environmental review. 


Funding Program: STP/Boston 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 1,320,000 
State Funds: 330,000 


Total Funds: $1,650,000 





Changes from the 1999 TIP: None 


Randolph to Wellesley Rte. 128 Additional Lanes 086920 


Fund bridge reconstruction work associated with the addition of two lanes on Route 128, one northbound 
and one southbound. MassHighway proposes to construct these lanes for general-purpose use; however, 
the project is still in environmental review. 


Funding Program: STP/Boston 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 4,000,000 
State Funds: 1,000,000 


Total Funds: $5,000,000 





Changes from the 1999 TIP: None 


Revere Revere St. Bridge 118000 
Reconstruct the Revere Street Bridge (R-5-11) over the B&M Railroad. 


Funding Program: Non-Federal Aid Peal hones 0 
Air Quality Status: Exempt 

: ; : State Funds: 2,000,000 
Programming Authority: State Subcommittee Total Bands: $2,000,000 
Current Condition: Structurally Deficient : ate 





Changes from the 1999 TIP: Defer from FY 2000 into FY 2001 


Saugus Elm St. Bridge 602048 
Replace the Elm Street Bridge (S-5-5) over the Saugus River. 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Peder Eanes: eC 
: ; . State Funds: 274,000 

Programming Authority: State Subcommittee Total Bande: $274,000 

Current Condition: Structurally Deficient ‘ f 


Changes from the 1999 TIP: None 
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Chapter 4: Projects Programmed in FY 2001 


Saugus Rte. 1-Walnut St. 601513 


Reconfigure the Route 1/ Walnut Street interchange by consolidating all vehicles exiting from Route 1 
onto a separate northbound or southbound exit ramp. Also, install traffic signals, consolidate driveways, 
eliminate sidewalks, and widen Walnut Street. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 5,500,000 
Total Funds: $5,500,000 





Changes from the 1999 TIP: Programmed costs have been increased from $2,000,000 


Sharon N Main St./S. Main St. 601416 


Reconstruct North Main Street from Depot Street to 500 feet south of Cobbs Corner. This portion of the 
project includes resurfacing, minor widening of the roadway to a uniform width, reconstruction of the 
existing sidewalks with wheelchair ramps, installation of granite curbing, replacement of guard rails, 
and minor drainage improvements. Also reconstruct South Main Street from Laurel Road to Depot Street. 
This portion of the project includes resurfacing, minor widening of the roadway to a uniform width, 
reconstruction of the existing sidewalks with wheelchair ramps, installation of granite curbing, 
replacement of guard rails, minor drainage improvements, and traffic signal and intersection 
improvements. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Shared Responsibility 


Federal Funds: 0 


State Funds: 4,400,000 
Total Funds: $4,400,000 





Changes from the 1999 TIP: None 


Somerville Cross-Town Shuttle Unknown 


Fund the third-year operating costs of the Cross-Town Shuttle. The matching funds shown here will be 
provided by the project sponsor. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 111,085 
Matching Funds: 139,745 
Total Funds: $250,830 





Changes from the 1999 TIP: None 


Somerville Sycamore St. Bridge 133109 
Replace the Sycamore Street Bridge (S-17-9) over the MBTA and the B&M Railroad. 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Fedsral anes: 0 
: ; . State Funds: 740,000 

Programming Authority: State Subcommittee Total Funds: $740,000 

Current Condition: Structurally Deficient ‘ f 


Changes from the 1999 TIP: None 
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Chapter 4: Projects Programmed in FY 2001 


Statewide Bridge Decks, Bridge Painting & Bridge Dams N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (On-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,000,000 
State Funds: 500,000 


Total Funds: $2,500,000 





Changes from the 1999 TIP: None 


Statewide Design and Right-of-Way N/A 


This funding is for the Statewide Design and Right-of-Way Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Statewide 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 3,600,000 
State Funds: 900,000 
Total Funds: $4,500,000 





Changes from the 1999 TIP: None 


Statewide Enhancement Projects, To Be Determined N/A 


This funding is for the Statewide Enhancement Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP/Enhancement 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,500,000 
State Funds: 375,000 
Total Funds: $1,875,000 





Changes from the 1999 TIP: None 


Statewide Infrastructure Improvements (Signs, Lighting, Etc.) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,200,000 
State Funds: 550,000 


Total Funds: $2,750,000 





Changes from the 1999 TIP: None 
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Chapter 4: Projects Programmed in FY 2001 


Statewide Interstate Maintenance Program N/A 


This funding is for the Statewide Interstate Maintenance Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Interstate Maintenance 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 9,000,000 


State Funds: 1,000,000 
Total Funds: $10,000,000 





Changes from the 1999 TIP: None 


Statewide Railroad Grade Crossing Improvements N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP/Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 800,000 
State Funds: 200,000 
Total Funds: $1,000,000 





Changes from the 1999 TIP: None 


Statewide Transportation Demand Management N/A 


This funding is for the Statewide TDM Program, and is listed here for informational purposes. Some or 
all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 1,440,000 


State Funds: 360,000 
Total Funds: $1,800,000 





Changes from the 1999 TIP: None 


Waltham Intra-City Bus Service N/A 


Fund the second-year operating costs of the intra-city bus service. First-year costs were funded through 
the Statewide Transportation Demand Management Program. The matching funds shown here will be 
provided by the project sponsor. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 294,770 
State Funds: 126,330 


Total Funds: $421,100 





Changes from the 1999 TIP: Add to FY 2001 
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Chapter 4: Projects Programmed in FY 2001 


Waltham Jackson St. Bridge 601902 
Replace the Jackson Street Bridge (W-4-11) over the MBTA. 
Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Teccren anes: ° 
: : : State Funds: 350,000 

Programming Authority: State Subcommittee Total Bands: $350,000 

Current Condition: Structurally Deficient : ’ 


Changes from the 1999 TIP: Add to FY 2001 


Westwood Rte. 109 (High St.) 601315 
Reconstruct Route 109 (High Street) from Grove Street to Hartford Street [approximately 8000 feet]. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 2,500,000 
Total Funds: $2,500,000 





Changes from the 1999 TIP: None 


Weymouth Rte. 53 (Washington St.)-Middle St. 114906 
Make safety improvements at the intersection of Route 53 (Washington Street) and Middle Street. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 600,000 
Total Funds: $600,000 





Changes from the 1999 TIP: Defer from FY 2000 into FY 2001 
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Program Summary--Projects Programmed in FY 2002 
(The Regional Program, by Funding Category, and the Central Artery) 


Regional Program # Federal Funds Matching Funds Total Funds 
CMAQ 4 1,078,301 418,868 1,497,169 
High Priority Projects 7 9,145,994. 2,520,807 11,666,801 
STP /MPO Regional Earmark 2 9,160,000 2,290,000 11,450,000 
STP / Enhancement 1 8,000,000 2,000,000 10,000,000 
Federal-Aid Subtotal 14 27,384,295 7,229,675 34,613,970 
Non-Federal Aid 26 0 90,654,000 90,654,000 
Total Highway Funds 40 $27,384,295 $97,883,675 $125,267,970 
Section 3012 0 0 0 0 
Section 5307 7 88,908,446 22,227,111 111,135,557 
Section 5309 (Discretionary) 1 29,920,000 7,480,000 37,400,000 
Section 5309 (Formula) 3 66,047,331 16,511,833 82,559,164 
Total Transit Funds 11 184,875,777 46,218,944 231,094,721 
Total FY 2002 Regional Program 51 $212,260,072 $144,102,619 $356,362,691 
The Central Artery Project 

Bridge (On-System) 1 56,679,735 14,169,934 70,849,669 
Interstate Construction 1 41,160,258 4,573,362 45,733,620 
National Highway System 1 70,000,000 17,500,000 87,500,000 
STP / Boston MPO Earmark 1 15,000,000 3,750,000 18,750,000 
STP /Safety 0 0 0 0 
STP /Statewide 1 192,964,665 48,241,166 241,205,831 
Primary /Urban (Deobligation) N/A -95,658 N/A -95,658 
Total Federal-Aid Program 5 $375,709,000 $88,234,462 $463,943,462 
Grant Anticipation Notes 0 0 0 0 
Massport Funds 1 0 10,657,418 10,657,418 
MassPike Funds 0 0 0 0 
State General Obligation Bonds 0 0 -10,089,911 -10,089,911 
Total Non-Federal Aid Program 1 $0 $567,507 $567,507 
Total FY 2002 Artery Program 6 $375,709,000 $88,801,969 $464,510,969 
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Program Summary--Projects Programmed in FY 2002 
(The Regional Highway Program, by TIP Subcommittee, and the Statewide Programs) 


Regional Program # Federal Funds State Funds Total Funds 
"Local" Federal-Aid 7 11,886,853 3,071,448 14,958,301 
"Local" Non-Federal Aid 12 0 26,450,000 26,450,000 
Local TIP Subcommittee Total 19 $11,886,853 $29,521,448 $41,408,301 


This listing does not include funds programmed outside of the $40 million Local Subcommittee Target: 
$1,014,323 in High Priority Project funding, which is a draw-down of federal-aid to repay previously 
allocated non-federal aid; and $238,868 in matching funds for second-year and third-year shuttle projects, 
which are provided by the local sponsor. 


Federal-Aid Highway Projects 3 12,530,641 3,919,359 16,450,000 
Flexible Funded Projects 0 0 0 0 
NFA Highway Projects 14 0 64,204,000 64,204,000 
State TIP Subcommittee Total 17 $12,530,641 $68,123,359 $80,654,000 


This listing does not include $1,952,478 in High Priority Project funding, which is a draw-down of 
federal-aid to repay previously allocated non-federal aid. 


The total number of projects on this page does not equal the number of highway projects on the previous 
page, due to the fact that the programming jurisdiction for some projects are shared between the Local TIP 
Subcommittee and the State TIP Subcommittee. 


Statewide Program 


Bridge 3 4,800,000 1,200,000 6,000,000 
CMAQ 1 400,000 100,000 500,000 
Interstate Maintenance 1 9,000,000 1,000,000 10,000,000 
STP / Enhancement 1 1,500,000 375,000 1,875,000 
STP /Safety 2 1,240,000 310,000 1,550,000 
STP /Statewide 1 3,600,000 900,000 4,500,000 
Total FY 2002 Statewide Program 9 $20,540,000 $3,885,000 $24,425,000 


The Statewide Programs are included in regional TIPs for information purposes only. These funds are 
allocated on a statewide basis across regional boundaries. 


Chapter 5: Projects Programmed in FY 2002 


Bedford, Billerica & BurlingtorMitre Extension/Middlesex Tnpk. , Phase 1 029490B 


Construct the Mitre Extension, a proposed new section of roadway, to connect Middlesex Turnpike to the 
intersection of Route 62 and Network Drive (formerly Kent Road). 


Funding Program: Non-Federal Aid 
Air Quality Status: Model 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 3,000,000 
Total Funds: $3,000,000 





Changes from the 1999 TIP: Defer from FY 2001 into FY 2002 


Belmont Rte. 60 (Pleasant St.) 601790 


Reconstruct Route 60 (Pleasant Street) from the Arlington town line to Trapelo Road and upgrade the 
signalization. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 3,100,000 
Total Funds: $3,100,000 





Changes from the 1999 TIP: Add to FY 2002 


Beverly Rte. 1A (Rantoul St.) 600220 
Reconstruct and re-signalize Route 1A (Rantoul Street) from Cabot Street (South) to Cabot Street (North). 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 2,500,000 
Total Funds: $2,500,000 





Changes from the 1999 TIP: Defer from FY 2001 into FY 2002 


Boston Airport Intermodal Transit Connector N/A 


Construct the Airport Intermodal Transit Connector, a dual-route transit system connecting the region’s 
public transportation system to Logan Airport. One route will use dual-mode buses (electric/ diesel) to 
connect South Station to the airport via the South Boston Piers Transitway and the Ted Williams Tunnel. 
The other route will use alternative-fuel buses to connect Airport Station on the MBTA Blue Line to the 
airport’s terminals. 


Funding Program: Section 5309 (New Systems & Extensions) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 29,920,000 
State Funds: 7,480,000 


Total Funds: $37,400,000 





Changes from the 1999 TIP: Defer from FY 2001 into FY 2002 


5-3 


Chapter 5: Projects Programmed in FY 2002 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2002 total $375.7 million: $296.9 million for payments on 
advanced construction contracts, of which approximately $32.0 million will be funded with Bridge funds 
and $78.9 million for payments on other contracts, of which approximately $24.7 million will be funded 
with Bridge funds. 


Funding Program: Bridge (On-System) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 56,679,735 
State Funds: 14,169,934 


Total Funds: $70,849,669 





Changes from the 1999 TIP: Programmed costs have been increased from $51,601,761 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2002 total $375.7 million: $296.9 million for payments on 
advanced construction contracts, of which approximately $41.2 million will be funded with Interstate 
Construction funds and $78.9 million for payments on other contracts, none of which will be funded with 
Interstate Construction funds. 


Funding Program: Interstate Construction 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 41,160,258 
State Funds: 4,573,362 


Total Funds: $45,733,620 





Changes from the 1999 TIP: Programmed costs have been increased from $3,209,142 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2002 total $375.7 million: $296.9 million for payments on 
advanced construction contracts, of which approximately $54.8 million will be funded with NHS funds 
and $78.9 million for payments on other contracts, of which approximately $15.2 million will be funded 
with NHS funds. 


Funding Program: National Highway System 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 70,000,000 
State Funds: 17,500,000 


Total Funds: $87,500,000 





Changes from the 1999 TIP: Programmed costs have been increased from $77,500,000 
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Chapter 5: Projects Programmed in FY 2002 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 

federal-aid Artery commitments for FY 2002 total $375.7 million: $296.9 million for payments on 
advanced construction contracts, of which approximately $15.0 million will be funded with STP funds and 
$78.9 million for payments on other contracts, none of which will be funded with STP funds. 


Funding Program: STP/Boston MPO Earmark 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 15,000,000 
State Funds: 3,750,000 


Total Funds: $18,750,000 





Changes from the 1999 TIP: Program STP/Boston MPO Earmark funds for use on the Central Artery 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2002 total $375.7 million: $296.9 million for payments on 
advanced construction contracts, of which approximately $153.9 million will be funded with 

STP /Statewide funds and $78.9 million for payments on other contracts, of which approximately $39.1 
million will be funded with STP/Statewide funds. 


Funding Program: STP /Statewide 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 192,964,665 
State Funds: 48,241,166 


Total Funds:  $241,205,831 





Changes from the 1999 TIP: Programmed costs have been reduced from $284,469,413 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. These funds will be 
provided by the Massachusetts Port Authority, either through direct cash contributions, bond issues, or 
bond anticipation notes. Bond Anticipation Notes are a type of “bridge-the-gap” funding, used to meet 
the cash-flow needs of the project during the peak construction schedule. Short-term bonds are issued, 
pledging the proceeds of future third-party revenues. 


Funding Program: Massachusetts Port Authority Funds 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 10,657,418 


Total Funds: $10,657,418 





Changes from the 1999 TIP: 
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Chapter 5: Projects Programmed in FY 2002 


Boston Charles St. Station N/A 


Design and perform environmental work associated with design for the reconstruction of the Charles 
Street Station to make accessibility improvements pursuant to the MBTA’s Key Station Plan. This project 
was fully funded under an advance construction program in FY 1999. The funds programmed here are 
intended to pay back some of the MBTA funding dedicated to the project during FY 1999. Additional 

High Priority Project funding will be provided for this project in fiscal year 2003. Such funds will also be 
flexed to the Federal Transit Administration and used to pay back some of the MBTA funding dedicated 
to the project during FY 1999. 


Funding Program: High Priority Project (Flexed to § 5307) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 570,000 


State Funds: 0 
Total Funds: $570,000 





Changes from the 1999 TIP: Add the project to the FY 2002 Element (not previously programmed in the 
1998 TIP or the 1999 TIP) 


Boston Commonwealth Ave., Phase 2 602247 
Reconstruct Commonwealth Avenue from the BU Bridge to Packards Corner (Brighton Avenue). 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 8,000,000 
Total Funds: $8,000,000 





Changes from the 1999 TIP: Add to FY 2002 


Boston Commonwealth Ave., Phase 3 602247 
Reconstruct Commonwealth Avenue from Packards Corner (Brighton Avenue) to Gorham Street. 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 14,000,000 
Total Funds: $14,000,000 





Changes from the 1999 TIP: Add to FY 2002 


Boston South Boston Piers Transitway N/A 
The MBTA is developing a transit link between South Station and the South Boston Piers area. 
Funding Program: Section 5307 


Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 51,053,729 


State Funds: 12,763,432 
Total Funds: $63,817,161 





Changes from the 1999 TIP: Add to FY 2002 
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Chapter 5: Projects Programmed in FY 2002 


Boston Region Blue Line Modernization N/A 


Make improvements to the Blue Line, consistent with the MBTA's five-year capital spending plan and as 
further detailed in Appendix C. 


Funding Program: Section 5309 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 16,880,000 


State Funds: 4,220,000 
Total Funds: $21,100,000 





Changes from the 1999 TIP: Programmed funds have been increased from $15,000,000 


Boston Region Enhancement Projects, To Be Determined N/A 
These funds are earmarked for enhancement projects within the Boston Region. 
Funding Program: STP/Enhancement 


Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 8,000,000 


State Funds: 2,000,000 
Total Funds: $10,000,000 





Changes from the 1999 TIP: Add to FY 2002 


Boston Region Essex County Unified Signage System, Phase 2 Unknown 


Install historic guide-signs in Essex County. This is phase 2 of an ongoing multi-regional (Boston & 
Merrimack Valley) enhancement project. Phase 1 of the project was funded in FY 1996, using enhancement 
funds. Phase 2 has been designated as a High Priority Project under TEA 21. Pursuant to an agreement 
between the affected Regional Planning Agencies, 34% of HPP funding is programmed in the Merrimack 
Valley TIP, while 64% is programmed in the Boston TIP. The funds programmed here are intended to pay 
back some of the state funding dedicated to the project during FY 1999. Additional High Priority Project 
funding will be provided for this project in fiscal year 2003. Such funds will also be used to pay back some 
of the state funding dedicated to the project during this fiscal year. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 37,001 


State Funds: 0 
Total Funds: $37,001 





Changes from the 1999 TIP: Add the project to the FY 2000 Element (previously included in Appendix A of 
the 1999 TIP) 


Boston Region MBTA Accessibility Improvements N/A 


Make accessibility improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 7,152,669 


State Funds: 1,788,167 
Total Funds: $8,940,836 





Changes from the 1999 TIP: Programmed funds have been reduced from $13,257,997 
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Chapter 5: Projects Programmed in FY 2002 


Boston Region MBTA Accessibility Improvements N/A 


Make accessibility improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5309 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 8,207,331 


State Funds: 2,051,833 
Total Funds: $10,259,164 





Changes from the 1999 TIP: Add to FY 2002 


Boston Region MBTA Enhancement Program N/A 
These funds are are earmarked for use on the MBTA public transportation system. 
Funding Program: Section 5307 


Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 887,943 
State Funds: 221,986 
Total Funds: $1,109,929 





Changes from the 1999 TIP: Add to FY 2002 


Boston Region MBTA Infrastructure Improvements N/A 


Make infrastructure improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 23,200,000 
State Funds: 5,800,000 
Total Funds: $29,000,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $88,500,000 


Boston Region MBTA Infrastructure Improvements N/A 


Make infrastructure improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix C. 


Funding Program: Section 5309 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 40,960,000 


State Funds: 10,240,000 
Total Funds: $51,200,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $68,559,164 
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Chapter 5: Projects Programmed in FY 2002 


Boston Region MBTA Job Access and Reverse Commute Program N/A 


Develop and implement transportation services to assist in the transition of welfare clients. This is a 
newly created program under the Transportation Equity Act for the 21st Century (TEA 21). The actual 
amount of funds that will be made available to the MBTA under this program has not yet been 
determined. As soon as funding allocations are provided by the Federal Transit Administration, the TIP 
will be adjusted to program the available funding. 


Funding Program: Section 3037 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 


State Funds: 
Total Funds: 





Changes from the 1999 TIP: None 


Boston Region MBTA Preventative Maintenance N/A 
Undertake routine maintenance of the MBTA's vehicles and facilities. 
Funding Program: Section 5307 


Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 6,500,000 
State Funds: 1,625,000 
Total Funds: $8,125,000 





Changes from the 1999 TIP: None 


Boston Region Metropolitan Boston ATIS Operating Costs Unknown 


Fund the operating costs of providing real-time traveler information via an Advanced Traveler 
Information System. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 1,500,000 
Total Funds: $1,500,000 





Changes from the 1999 TIP: Add to FY 2002 


Boston Region Motorist Assistance Program Unknown 
Fund the operating costs of the regional motorist assistance program. 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 2,500,000 
Total Funds: $2,500,000 





Changes from the 1999 TIP: Add to FY 2002 
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Chapter 5: Projects Programmed in FY 2002 


Boston Region Southeast Expressway HOV Lane Unknown 
Fund the operating expense of the high-occupancy-vehicle (HOV) lane on the Southeast Expressway. 
Funding Program: Non-Federal Aid 


Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 950,000 


Total Funds: $950,000 





Changes from the 1999 TIP: Add to FY 2002 


Boston Region TMA Programs N/A 


Provide financial assistance for the formation of new Transportation Management Associations or the 
implementation of new initiatives by existing TMAs. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 520,000 
State Funds: 130,000 


Total Funds: $650,000 





Changes from the 1999 TIP: Add to FY 2002 


Boston Region TMA Shuttles, Ongoing Support N/A 


Provide second-year and third-year funding for regional or local shuttles that are approved for first-year 
funding under the Statewide TDM Program. Although Congestion Mitigation (CMAQ) funds are 
provided on an 80/20 matching basis, the state and MPO require local sponsors of TDM Programs to 
provide a 30% match for second-year funding and a 40% match for third-year funding. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 200,000 
State Funds: 50,000 


Total Funds: $250,000 





Changes from the 1999 TIP: Add to FY 2002 


Canton Rte. 138 (Turnpike St.)-Randolph St. 602746 
Upgrade the traffic signals at the intersection of Route 138 (Turnpike Street) and Randolph Street. 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 400,000 


Total Funds: $400,000 





Changes from the 1999 TIP: Add to FY 2002 


Chapter 5: Projects Programmed in FY 2002 


Canton Rte. 138 (Turnpike St.)-Washington St. 602745 
Upgrade the traffic signals at the intersection of Route 138 (Turnpike Street) and Washington Street. 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 400,000 
Total Funds: $400,000 





Changes from the 1999 TIP: Add to FY 2002 


Cape Ann CATA Capital Equipment N/A 
Acquire, through lease or purchase, capital equipment and associated services. 
Funding Program: Section 5307 


Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 69,105 
State Funds: 17,276 
Total Funds: $86,381 





Changes from the 1999 TIP: Add to FY 2002 


Cape Ann CATA Preventative Maintenance N/A 
Perform routine maintenance on CATA vehicles and facilities. 
Funding Program: Section 5307 


Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 45,000 


State Funds: 11,250 
Total Funds: $56,250 





Changes from the 1999 TIP: Add to FY 2002 


Concord & Lincoln Rte. 2 (Crosby’s Corner) 


Make safety and traffic operations improvements to Route 2 from Bedford Road in Lincoln to Route 126 in 
Concord. This project includes the reconstruction of the intersection of Route 2 and Route 2A (Crosby’s 
Corner). 


Funding Program: Non-Federal Aid 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 10,500,000 
Total Funds: $10,500,000 





Changes from the 1999 TIP: Add to FY 2002 
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Chapter 5: Projects Programmed in FY 2002 


Foxborough Rte. 140 (Foxborough Common) 


601782 


Resurface a section of Route 140 and make one-way leg adjustments in the vicinity of Foxborough Common. 
This project has been identified as a High Priority Project under TEA 21. This project was fully funded 
under an advance construction program in FY 2001. The funds programmed here are intended to pay back 
some of the state funding dedicated to the project during FY 1999. Additional High Priority Project 
funding will be provided for this project in fiscal year 2003. Such funds will also be used to pay back 


some of the state funding dedicated to the project during FY 1999. 
Funding Program: High Priority Project (See Text for Details) 


Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Changes from the 1999 TIP: Add to FY 2002 


Framingham Central St. Bridge 
Replace the Central Street Bridge (F-7-9) over the Sudbury River. 


Funding Program: Non-Federal Aid 

Air Quality Status: Exempt 

Programming Authority: State Subcommittee 
Current Condition: Structurally Deficient 


Changes from the 1999 TIP: Add to FY 2002 

Framingham Franklin St. 

Reconstruct, resurface, and resignalize Franklin Street. 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Changes from the 1999 TIP: Add to FY 2002 


Federal Funds: 296,400 


State Funds: 0 
Total Funds: 296,400 





602839 


Federal Funds: 0 
State Funds: 1,080,000 
Total Funds: $1,080,000 





602046 


Federal Funds: 0 
State Funds: 1,800,000 


Total Funds: $1,800,000 





Chapter 5: Projects Programmed in FY 2002 


Framingham Rte. 126 Bridge 602624 


Replace the Route 126 Bridge (F-7-28) over the Route 9. This project has been identified as a High 
Priority Project under TEA 21. It is being obligated with a combination of Non-Federal Aid funds and 
High-Priority funds under the advanced construction program. The High Priority Project funds 
programmed this year include: $350,138 carried forward from FY 1998; $528,751 carried forward from FY 
1999; $576,126 carried forward from FY 2000; $576,126 carried forward FY 2001; and $669,750 of FY 2002 
funding. Additional High Priority Project funding will be provided for this project in fiscal year 2003. 
Such funds will be used to pay back some of the state funding dedicated to the project during this fiscal 
year. 


Funding Program: High Priority Project (See Text for Details) Pedal Runde: 3,370,641 
Air Quality Status: Exempt 

: ; : State Funds: 1,629,359 
Programming Authority: State Subcommittee Total Bands: $5,000,000 
Current Condition: Structurally Deficient : oie 





Changes from the 1999 TIP: Add to FY 2002 


Franklin Rte. 140 092000 


Reconstruct and realign Route 140 from Interstate 495 to Garelick Farms and replace the Unionville 
Bridge (F-8-5) over Conrail. This project was fully funded under an advance construction program in FY 
2001. The funds programmed here are intended to pay back some of the state funding dedicated to the 
project during FY 1999. Additional High Priority Project funding will be provided for this project in fiscal 
year 2003. Such funds will also be used to pay back some of the state funding dedicated to the project 
during FY 1999. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 2,063,400 


State Funds: 0 
Total Funds: $2,063,400 





Changes from the 1999 TIP: Add the project to the FY 2001 Element to reflect the use of High Priority 
funding under an advanced construction program 


Lynn & Saugus Fox Hill Bridge 026710 
Replace the Fox Hill Bridge (1-18-16 = S-5-8) on Route 107 over the Saugus River. 





Funding Program: Non-Federal Aid Bede Pande: 0 
Air Quality Status: Exempt 

: é . State Funds: 12,000,000 
Programming Authority: State Subcommittee Total Funds: $12,000,000 
Current Condition: Structurally Deficient i are 


Changes from the 1999 TIP: Add to FY 2002 


Chapter 5: Projects Programmed in FY 2002 


Malden Salem St. 601983 
Reconstruct Salem Street from Ferry & Main Streets to Pierce Street. 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 1,000,000 


Total Funds: $1,000,000 





Changes from the 1999 TIP: Add to FY 2002 


Marblehead Pleasant St.-Village St. 


Make safety improvements at the intersection of Pleasant Street and Village Street. Work for this 
project will include: resurfacing, minor widening and realignment, sidewalk construction, and pavement 
markings and signage, 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 350,000 


Total Funds: $350,000 





Changes from the 1999 TIP: Add to FY 2002 


Medford Park & Ride Spaces at Wellington Station Unknown 


Lease parking spaces at the newly constructed parking garage to be connected to Wellington Station 
(Orange Line) via the people-mover. 


Funding Program: Non-Federal Aid 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 2,500,000 


Total Funds: $2,500,000 





Changes from the 1999 TIP: Add to FY 2002 


Middleton Rte. 114 (N. Main St.) 600227 


Improve safety and channelization on Route 114 (North Main Street). Work includes: improving the 
geometrics at the intersection of Forest and Essex Street; reconstructing approximately 2200 feet of Route 
114; and installing sidewalks and landscaping. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 1,200,000 


Total Funds: $1,200,000 





Changes from the 1999 TIP: Defer from FY 2000 into FY 2002 


Chapter 5: Projects Programmed in FY 2002 


Needham & Newton Needham St. (Highland Ave.) 601827 


Reconstruct Needham Street (Highland Avenue) from Centre Street in Newton to Interstate 95 (Route 
128) in Needham. 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 


State Funds: 6,600,000 
Total Funds: $6,600,000 





Changes from the 1999 TIP: Add to FY 2002 


Norwood RailLink 3 N/A 


Fund the third-year operating costs of the RailLink 3 Shuttle service. The matching funds shown here 
will be provided by the project sponsor. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 68,710 


State Funds: 45,807 
Total Funds: 114,517 





Changes from the 1999 TIP: Add to FY 2002 


Randolph to Wellesley Rte. 128 Additional Lanes 086920 


Fund bridge and roadway design work associated with the addition of two lanes on Route 128, one 
northbound and one southbound. MassHighway proposes to construct these lanes for general-purpose use; 
however, the project is still in environmental review. 


Funding Program: STP/Boston 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 1,560,000 


State Funds: 390,000 
Total Funds: $1,950,000 





Changes from the 1999 TIP: None 


Randolph to Wellesley Rte. 128 Additional Lanes 086920 


Fund bridge reconstruction work associated with the addition of two lanes on Route 128, one northbound 
and one southbound. MassHighway proposes to construct these lanes for general-purpose use; however, 
the project is still in environmental review. 


Funding Program: STP/Boston 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 7,600,000 
State Funds: 1,900,000 


Total Funds: $9,500,000 





Changes from the 1999 TIP: None 


Chapter 5: Projects Programmed in FY 2002 


Revere Revere St. 601934 
Reconstruct Revere Street from Route 107 (Broadway) to Route 1A (North Shore Road). 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 1,000,000 


Total Funds: $1,000,000 





Changes from the 1999 TIP: Add to FY 2002 


Salem Bridge St. (Beverly/Salem Bridge, Contract # 4) 005399 
Reconstruct Bridge Street from Flint Street to Washington Street. 
Funding Program: Non-Federal Aid 


Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 3,000,000 


Total Funds: $3,000,000 





Changes from the 1999 TIP: Defer from FY 2001 into FY 2002 


Somerville Beacon St. 601820 


Reconstruct Beacon Street from Oxford Street to the Cambridge city line. Work on this project includes: 
the removal of railroad tracks and the construction of sidewalks. This project has been identified as a 
High Priority Project under TEA 21. It is being obligated with a combination of Non-Federal Aid funds 
and High-Priority funds under the advanced construction program. The High Priority Project funds 
programmed this year include: $223,493 carried forward from FY 1998; $298,013 carried forward from FY 
1999; $367,740 carried forward from FY 2000; $367,740 carried forward FY 2001; and $427,500 of FY 2002 
funding. Additional High Priority Project funding will be provided for this project in fiscal year 2003. 
Such funds will be used to pay back some of the state funding dedicated to the project during this fiscal 
year. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 2,000,000 
State Funds: 500,000 


Total Funds: $2,500,000 





Changes from the 1999 TIP: Add to FY 2002 


Somerville Lowell St., Two Bridges 040550 
Reconstruct two bridges on Lowell Street (S-17-5 and S-17-11) over the MBTA. 


Funding Program: Non-Federal Aid 





Air Quality Status: Exempt Federal Bands: Q 
: ; : State Funds: 1,474,000 

Programming Authority: State Subcommittee Total Funds: $1,474,000 

Current Condition: Structurally Deficient ‘ coe 


Changes from the 1999 TIP: Add to FY 2002 


Chapter 5: Projects Programmed in FY 2002 


Statewide Bridge Decks, Bridge Painting & Bridge Dams N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (On-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 800,000 


State Funds: 200,000 
Total Funds: $1,000,000 





Changes from the 1999 TIP: None 


Statewide Bridge Inspection & Rating (Off-System) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (Off-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,200,000 
State Funds: 300,000 
Total Funds: $1,500,000 





Changes from the 1999 TIP: None 


Statewide Bridge Inspection & Rating (On-System) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (On-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,800,000 
State Funds: 700,000 
Total Funds: $3,500,000 





Changes from the 1999 TIP: None 


Statewide Design and Right-of-Way N/A 


This funding is for the Statewide Design and Right-of-Way Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Statewide 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 3,600,000 


State Funds: 900,000 
Total Funds: $4,500,000 





Changes from the 1999 TIP: None 


Chapter 5: Projects Programmed in FY 2002 


Statewide Enhancement Projects, To Be Determined N/A 


This funding is for the Statewide Enhancement Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP/Enhancement 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,500,000 


State Funds: 375,000 
Total Funds: $1,875,000 





Changes from the 1999 TIP: None 


Statewide Infrastructure Improvements (Signs, Lighting, Etc.) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 840,000 
State Funds: 210,000 
Total Funds: $1,050,000 





Changes from the 1999 TIP: None 


Statewide Interstate Maintenance Program N/A 


This funding is for the Statewide Interstate Maintenance Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Interstate Maintenance 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 9,000,000 
State Funds: 1,000,000 
Total Funds: $10,000,000 





Changes from the 1999 TIP: None 


Statewide Railroad Grade Crossing Improvements N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 400,000 


State Funds: 100,000 
Total Funds: $500,000 





Changes from the 1999 TIP: None 


Chapter 5: Projects Programmed in FY 2002 


Statewide Transportation Demand Management N/A 


This funding is for the Statewide TDM Program, and is listed here for informational purposes. Some or 
all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 400,000 
State Funds: 100,000 


Total Funds: $500,000 





Changes from the 1999 TIP: None 


Waltham Intra-City Bus Service N/A 


Fund the third-year operating costs of the intra-city bus service. First-year costs were funded through 
the Statewide Transportation Demand Management Program. The matching funds shown here will be 
provided by the project sponsor. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 289,591 
State Funds: 193,061 


Total Funds: 482,652 





Changes from the 1999 TIP: Add to FY 2002 


Waltham Winter St. Bridge 601498 
Reconstruct the Winter St. Bridge (W-4-25) over Interstate 95 (Route 128). 





Funding Program: Non-Federal Aid Beaepal Ponds: 0 
Air Quality Status: Exempt 

: ; . State Funds: 10,000,000 
Programming Authority: State Subcommittee Total Fuss: $10,000,000 
Current Condition: Functionally Obsolete : eee 


Changes from the 1999 TIP: Add to FY 2002 


Wellesley Rte. 9 Drainage 125298 
Improve the drainage along Route 9 (Boulder Brook Culvert). 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 0 


State Funds: 1,000,000 
Total Funds: $1,000,000 





Changes from the 1999 TIP: Defer from FY 2000 into FY 2002 


Chapter 5: Projects Programmed in FY 2002 


Weston Rte. 30 (South Ave.)-Wellesley St. 602000 
Make safety improvements at the intersection of Route 30 (South Avenue) and Wellesley Street. 
Funding Program: Non-Federal Aid 


Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 450,000 


Total Funds: $450,000 





Changes from the 1999 TIP: Add to FY 2002 


Weymouth Rte. 18 (Main St.)-Rte. 53 (Washington St.) 600181 


Upgrade the traffic signals at the intersection of Route 18 (Main Street) and Route 53 (Washington 
Street). 


Funding Program: Non-Federal Aid 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 0 
State Funds: 350,000 


Total Funds: $350,000 





Changes from the 1999 TIP: Add to FY 2002 


Wilmington Rte. 129 (Lowell St.) 601732 


Reconstruct Route 129 (Lowell Street) from Route 38 (Main Street) to Woburn Street. Work on this project 
includes: upgrading the drainage system and constructing sidewalks and curbing. This project has been 
identified as a High Priority Project under TEA 21. It is being obligated with a combination of 
Non-Federal Aid funds and High-Priority funds under the advanced construction program. The High 
Priority Project funds programmed this year include: $107,276 carried forward from FY 1998; $143,046 
carried forward from FY 1999; $176,515 carried forward from FY 2000; $176,515 carried forward FY 2001; 
and $205,200 of FY 2002 funding. Additional High Priority Project funding will be provided for this 
project in fiscal year 2003. Such funds will be used to pay back some of the state funding dedicated to the 
project during this fiscal year. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 808,552 
State Funds: 391,448 


Total Funds: $1,200,000 





Changes from the 1999 TIP: Add to FY 2002 
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Chapter 6: Projects Programmed in FY 2003 


Boston Central Artery/Ted Williams Tunnel 195001 
Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2003 total $269.1 million: $228.6 million for payments on 
advanced construction contracts, of which approximately $13.2 million will be funded with Bridge funds; 
$30.5 million for payments on other contracts, none of which will be funded with Bridge funds; and $10.0 
million for the repayment of Grant Anticipation Notes, none of which will be funded with Bridge funds. 


Funding Program: Bridge (On-System) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 13,168,019 


State Funds: 3,292,005 
Total Funds: $16,460,024 





Changes from the 1999 TIP: Programmed costs have been reduced from $36,815,085 


Boston Central Artery/Ted Williams Tunnel 195001 
Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2003 total $269.1 million: $228.6 million for payments on 
advanced construction contracts, of which approximately $70.0 million will be funded with NHS funds; 
$30.5 million for payments on other contracts, none of which will be funded with NHS funds; and $10.0 
million for the repayment of Grant Anticipation Notes, none of which will be funded with NHS funds. 


Funding Program: National Highway System 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 70,000,000 


State Funds: 17,500,000 
Total Funds: $87,500,000 





Changes from the 1999 TIP: Programmed costs have been increased from $23,636,700 


Boston Central Artery/Ted Williams Tunnel 195001 
Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 

federal-aid Artery commitments for FY 2003 total $269.1 million: $228.6 million for payments on 
advanced construction contracts, of which approximately $13.1 million will be funded with STP/Boston 
MPO Earmark funds; $30.5 million for payments on other contracts, of which approximately $12.0 million 
will be funded with STP/Boston MPO Earmark funds; and $10.0 million for the repayment of Grant 
Anticipation Notes, none of which will be funded with STP/Boston MPO Earmark funds. 


Funding Program: STP/Boston MPO Earmark 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 25,000,000 


State Funds: 6,250,000 
Total Funds: $31,250,000 





Changes from the 1999 TIP: Program STP/Boston MPO Earmark funds for use on the Central Artery 
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Chapter 6: Projects Programmed in FY 2003 


Boston Central Artery/Ted Williams Tunnel 195001 
Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2003 total $269.1 million: $228.6 million for payments on 
advanced construction contracts, of which approximately $132.4 million will be funded with STP funds; 
$30.5 million for payments on other contracts, of which approximately $18.6 million will be funded with 
STP funds; and $10.0 million for the repayment of Grant Anticipation Notes, all of which will be funded 
with STP/Statewide funds. 


Funding Program: STP /Statewide 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 160,921,981 
State Funds: 40,230,495 


Total Funds:  $201,152,476 





Changes from the 1999 TIP: Programmed costs have been reduced from $248,671,169 


Boston Central Artery/Ted Williams Tunnel 195001 
Fund various contracts associated with the continuing reconstruction of the Artery. These funds will be 
provided by the Massachusetts Port Authority, either through direct cash contributions, bond issues, or 
bond anticipation notes. Bond Anticipation Notes are a type of “bridge-the-gap” funding, used to meet 
the cash-flow needs of the project during the peak construction schedule. Short-term bonds are issued, 
pledging the proceeds of future third-party revenues. 


Funding Program: Massachusetts Port Authority Funds 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 18,062,043 


Total Funds: $18,062,043 





Changes from the 1999 TIP: Add to FY 2003 


Boston Central Artery/Ted Williams Tunnel 195001 
Fund various contracts associated with the continuing reconstruction of the Artery. These funds are in 
addition to the state matching funds programmed elsewhere for the Artery. 


Funding Program: State General Obligation Bonds 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 0 
State Funds: 1,203,358 


Total Funds: $1,203,358 





Changes from the 1999 TIP: Programmed costs have been reduced from $33,737,904 
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Chapter 6: Projects Programmed in FY 2003 


Boston Charles St. Station N/A 
Design and perform environmental work associated with design for the reconstruction of the Charles 
Street Station to make accessibility improvements pursuant to the MBTA’s Key Station Plan. This project 
was fully funded under an advance construction program in FY 1999. The funds programmed here are 
intended to pay back some of the MBTA funding dedicated to the project during FY 1999. 


Funding Program: High Priority Project (Flexed to § 5307) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 570,000 


State Funds: 0 
Total Funds: $570,000 





Changes from the 1999 TIP: None 


Boston South Boston Piers Transitway N/A 
The MBTA is developing a transit link between South Station and the South Boston Piers area. 


Funding Program: Section 5307 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 67,843,270 
State Funds: 16,960,817 
Total Funds: $84,804,087 





Changes from the 1999 TIP: Add to FY 2003 


Boston Region Blue Line Modernization N/A 
Make improvements to the Blue Line, consistent with the MBTA's five-year capital spending plan and as 
further detailed in Appendix C. 


Funding Program: Section 5309 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 11,160,000 
State Funds: 2,790,000 


Total Funds: $13,950,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $19,374,077 


Boston Region Essex County Unified Signage System, Phase 2 Unknown 
Install historic guide-signs in Essex County. This is phase 2 of an ongoing multi-regional (Boston & 
Merrimack Valley) enhancement project. Phase 1 of the project was funded in FY 1996, using enhancement 
funds. Phase 2 has been designated as a High Priority Project under TEA 21. Pursuant to an agreement 
between the affected Regional Planning Agencies, 34% of HPP funding is programmed in the Merrimack 
Valley TIP, while 64% is programmed in the Boston TIP. The funds programmed here are intended to pay 
back some of the state funding dedicated to the project during FY 1999. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 37,001 


State Funds: 0 
Total Funds: $37,001 





Changes from the 1999 TIP: None 
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Chapter 6: Projects Programmed in FY 2003 


Boston Region “Local” Projects, To Be Determined N/A 
These funds are earmarked for projects within the Boston Region, subject to the programming control of the 
Local TIP Subcommittee. An as yet undetermined portion of these funds will be allocated to high priority 
projects identified in TEA 21. 


Funding Program: Not Determined 
Air Quality Status: Unknown 
Programming Authority: Local Subcommittee 


Federal Funds: N/A 


State Funds: N/A 
Total Funds: $43,000,000 





Changes from the 1999 TIP: None 


Boston Region MBTA Accessibility Improvements N/A 
Make accessibility improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5309 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 4,480,000 
State Funds: 1,120,000 
Total Funds: $5,600,000 





Changes from the 1999 TIP: Add to FY 2003 


Boston Region MBTA Enhancement Program N/A 
These funds are are earmarked for use on the MBTA public transportation system. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 950,241 
State Funds: 237,560 
Total Funds: $1,187,801 





Changes from the 1999 TIP: Add to FY 2003 


Boston Region MBTA Infrastructure Improvements N/A 
Make infrastructure improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix B. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 19,730,550 


State Funds: 4,932,638 
Total Funds: $24,663,188 





Changes from the 1999 TIP: Programmed costs have been reduced from $61,765,640 
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Chapter 6: Projects Programmed in FY 2003 


Boston Region MBTA Infrastructure Improvements N/A 
Make infrastructure improvements to the regional public transportation system, consistent with the 
MBTA's five-year capital spending plan and as further detailed in Appendix C. 


Funding Program: Section 5309 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 54,811,189 
State Funds: 13,702,797 


Total Funds: $68,513,986 





Changes from the 1999 TIP: Programmed costs have been reduced from $68,689,909 


Boston Region MBTA Job Access and Reverse Commute Program N/A 
Develop and implement transportation services to assist in the transition of welfare clients. This is a 
newly created program under the Transportation Equity Act for the 21st Century (TEA 21). The actual 
amount of funds that will be made available to the MBTA under this program has not yet been 
determined. As soon as funding allocations are provided by the Federal Transit Administration, the TIP 
will be adjusted to program the available funding. 


Funding Program: Section 3037 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 


State Funds: 
Total Funds: 





Changes from the 1999 TIP: None 


Boston Region MBTA Preventative Maintenance N/A 
Undertake routine maintenance of the MBTA's vehicles and facilities. 


Funding Program: Section 5307 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 6,500,000 


State Funds: 1,625,000 
Total Funds: $8,125,000 





Changes from the 1999 TIP: None 


Boston Region “State” Projects, To Be Determined N/A 
These funds are earmarked for projects within the Boston Region, subject to the programming control of 
the Local TIP Subcommittee. An as yet undetermined portion of these funds will be allocated to high 
priority projects identified in TEA 21. 


Funding Program: Not Determined 
Air Quality Status: Unknown 
Programming Authority: State Subcommittee 


Federal Funds: N/A 


State Funds: N/A 
Total Funds: $60,550,000 





Changes from the 1999 TIP: None 
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Chapter 6: Projects Programmed in FY 2003 


Foxborough Rte. 140 (Foxborough Common) 601782 
Reconstruct and realign Route 140 from Interstate 495 to Garelick Farms and replace the Unionville 
Bridge (F-8-5) over Conrail. This project was fully funded under an advance construction program in FY 
2001. The funds programmed here are intended to pay back some of the state funding dedicated to the 
project during FY 2001. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Model 
Programming Authority: Local Subcommittee 


Federal Funds: 2,063,400 


State Funds: 0 
Total Funds: $2,063,400 





Changes from the 1999 TIP: Add to FY 2003 


Framingham Rte. 126 Bridge 602624 
Replace the Route 126 Bridge (F-7-28) over the Route 9. This project was fully funded under an advance 
construction program in FY 2002. The funds programmed here are intended to pay back some of the state 
funding dedicated to the project during FY 2002. 


Funding Program: High Priority Project (See Text for Details) Padaral Page: 669,750 
Air Quality Status: Exempt 

: State Funds: 0 
Programming Authority: State Subcommittee Total Funds: $669,750 
Current Condition: Structurally Deficient : ‘ 





Changes from the 1999 TIP: Add to FY 2003 


Franklin Rte. 140 092000 
Resurface a section of Route 140 and make one-way leg adjustments in the vicinity of Foxborough Common. 
This project was fully funded under an advance construction program in FY 2002. The funds programmed 
here are intended to pay back some of the state funding dedicated to the project during FY 2002. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 296,400 


State Funds: 0 
Total Funds: $296,400 





Changes from the 1999 TIP: None 


Randolph to Wellesley Rte. 128 Additional Lanes 086920 
Fund roadway design work associated with the addition of two lanes on Route 128, one northbound and 
one southbound. MassHighway proposes to construct these lanes for general-purpose use; however, the 
project is still in environmental review. 


Funding Program: National Highway System 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 1,160,000 


State Funds: 290,000 
Total Funds: $1,450,000 





Changes from the 1999 TIP: Change the funding category from STP/Boston MPO Earmark to National 
Highway System 
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Chapter 6: Projects Programmed in FY 2003 


Randolph to Wellesley Rte. 128 Additional Lanes 086920 
Fund bridge and roadway reconstruction work associated with the addition of two lanes on Route 128, one 
northbound and one southbound. MassHighway proposes to construct these lanes for general-purpose use; 
however, the project is still in environmental review. 


Funding Program: National Highway System 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 14,400,000 
State Funds: 3,600,000 


Total Funds: $18,000,000 





Changes from the 1999 TIP: Change the funding category from STP/Boston MPO Earmark to National 
Highway System 


Somerville Beacon St. 601820 
Reconstruct Beacon Street from Oxford Street to the Cambridge city line. Work on this project includes: 
the removal of railroad tracks and the construction of sidewalks. This project was fully funded under an 
advance construction program in FY 2002. The funds programmed here are intended to pay back some of 
the state funding dedicated to the project during FY 2002. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Exempt 
Programming Authority: Local Subcommittee 


Federal Funds: 427,500 


State Funds: 0 
Total Funds: $427,500 





Changes from the 1999 TIP: Add to FY 2003 


Statewide Bridge Decks, Bridge Painting & Bridge Dams N/A 
This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (On-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,000,000 
State Funds: 500,000 
Total Funds: $2,500,000 





Changes from the 1999 TIP: None 


Statewide Design and Right-of-Way N/A 
This funding is for the Statewide Design and Right-of-Way Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Statewide 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 3,600,000 
State Funds: 900,000 


Total Funds: $4,500,000 





Changes from the 1999 TIP: None 
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Chapter 6: Projects Programmed in FY 2003 


Statewide Enhancement Projects, To Be Determined N/A 
This funding is for the Statewide Enhancement Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP/ Enhancement 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,500,000 
State Funds: 375,000 


Total Funds: $1,875,000 





Changes from the 1999 TIP: None 


Statewide Infrastructure Improvements (Signs, Lighting, Etc.) N/A 
This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP/Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,200,000 
State Funds: 550,000 
Total Funds: $2,750,000 





Changes from the 1999 TIP: None 


Statewide Interstate Maintenance Program N/A 
This funding is for the Statewide Interstate Maintenance Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Interstate Maintenance 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 9,000,000 
State Funds: 1,000,000 
Total Funds: $10,000,000 





Changes from the 1999 TIP: None 


Statewide Railroad Grade Crossing Improvements N/A 
This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 800,000 
State Funds: 200,000 


Total Funds: $1,000,000 





Changes from the 1999 TIP: None 
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Chapter 6: Projects Programmed in FY 2003 


Statewide Transportation Demand Management N/A 
This funding is for the Statewide TDM Program, and is listed here for informational purposes. Some or 
all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 1,440,000 
State Funds: 360,000 


Total Funds: $1,800,000 





Changes from the 1999 TIP: None 


Wilmington Rte. 129 (Lowell St.) 601732 
Reconstruct Route 129 (Lowell Street) from Route 38 (Main Street) to Woburn Street. Work on this project 
includes: upgrading the drainage system and constructing sidewalks and curbing. This project was fully 
funded under an advance construction program in FY 2002. The funds programmed here are intended to 
pay back some of the state funding dedicated to the project during FY 2002. 


Funding Program: High Priority Project (See Text for Details) 
Air Quality Status: Off-Model 
Programming Authority: Local Subcommittee 


Federal Funds: 151,448 


State Funds: 
Total Funds: $151,448 





Changes from the 1999 TIP: Add to FY 2003 
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Chapter 7: Projects Programmed in FY 2004 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2004 total $269.1 million: $65.6 million for payments on 
advanced construction contracts, of which approximately $1.1 million will be funded with Bridge funds; 
$10.7 million for payments on other contracts, of which approximately $3.6 million will be funded with 
Bridge funds; and $192.8 million for the repayment of Grant Anticipation Notes, none of which will be 
funded with Bridge funds. 


Funding Program: Bridge (On-System) 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 38,066,645 


State Funds: 9,516,661 
Total Funds: $47,583,306 





Changes from the 1999 TIP: Programmed costs have been reduced from $85,629,981 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2004 total $269.1 million: $65.6 million for payments on 
advanced construction contracts, of which approximately $38.0 million will be funded with NHS funds; 
$10.7 million for payments on other contracts, of which approximately $2.0 million will be funded with 
NHS funds; and $192.8 million for the repayment of Grant Anticipation Notes, none of which will be 
funded with NHS funds. 


Funding Program: National Highway System 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 40,000,000 


State Funds: 10,000,000 
Total Funds: $50,000,000 





Changes from the 1999 TIP: Programmed costs have been reduced from $59,699,466 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2004 total $269.1 million: $65.6 million for payments on 
advanced construction contracts, none of which will be funded with Primary / Urban funds; $10.7 million 
for payments on other contracts, of which approximately $0.1 million will be funded with 

Primary /Urban funds; and $192.8 million for the repayment of Grant Anticipation Notes, none of which 
will be funded with Primary / Urban funds. 


Funding Program: Primary / Urban 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 89,528 
State Funds: 22,382 


Total Funds: $111,910 





Changes from the 1999 TIP: Programmed costs have been reduced from $120,035 
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Chapter 7: Projects Programmed in FY 2004 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2004 total $269.1 million: $65.6 million for payments on 
advanced construction contracts, none of which will be funded with STP/ Boston MPO Earmark funds; 
$10.7 million for payments on other contracts, none of which will be funded with STP/ Boston MPO 
Earmark funds; and $192.8 million for the repayment of Grant Anticipation Notes, of which 
approximately $4.0 million will be funded with STP/Boston MPO Earmark funds. 


Funding Program: STP/Boston MPO Earmark 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 5,000,000 
State Funds: 1,250,000 


Total Funds: $6,250,000 





Changes from the 1999 TIP: Program STP/Boston MPO Earmark funds for use on the Central Artery 


Boston Central Artery/Ted Williams Tunnel 195001 


Fund various contracts associated with the continuing reconstruction of the Artery. The state’s 
federal-aid Artery commitments for FY 2004 total $269.1 million: $65.6 million for payments on 
advanced construction contracts, of which approximately $26.5 million will be funded with 
STP/Statewide funds; $10.7 million for payments on other contracts, of which approximately $5.0 
million will be funded with STP/Statewide funds; and $192.8 million for the repayment of Grant 
Anticipation Notes, of which approximately $188.8 million will be funded with STP/Statewide funds. 


Funding Program: STP /Statewide 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 185,933,827 
State Funds: 46,483,457 


Total Funds:  $232,417,284 





Changes from the 1999 TIP: Programmed costs have been increased from $151,908,159 


Boston Region “Local” Projects, To Be Determined N/A 


These funds are earmarked for projects within the Boston Region, subject to the programming control of the 
Local TIP Subcommittee. An as yet undetermined portion of these funds will be allocated to high priority 
projects identified in TEA 21. 


Funding Program: Not Determined 
Air Quality Status: Unknown 
Programming Authority: Local Subcommittee 


Federal Funds: N/A 
State Funds: N/A 


Total Funds: $43,000,000 





Changes from the 1999 TIP: None 
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Chapter 7: Projects Programmed in FY 2004 


Boston Region “State” Projects, To Be Determined N/A 


These funds are earmarked for projects within the Boston Region, subject to the programming control of 
the Local TIP Subcommittee. An as yet undetermined portion of these funds will be allocated to high 
priority projects identified in TEA 21. 


Funding Program: Not Determined 
Air Quality Status: Unknown 
Programming Authority: State Subcommittee 


Federal Funds: N/A 


State Funds: N/A 
Total Funds: $59,400,000 





Changes from the 1999 TIP: None 


Randolph to Wellesley Rte. 128 Additional Lanes 086920 


Fund roadway design work associated with the addition of two lanes on Route 128, one northbound and 
one southbound. MassHighway proposes to construct these lanes for general-purpose use; however, the 
project is still in environmental review. 


Funding Program: STP/Boston 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 1,280,000 


State Funds: 320,000 
Total Funds: $1,600,000 





Changes from the 1999 TIP: None 


Randolph to Wellesley Rte. 128 Additional Lanes 086920 


Fund bridge and roadway reconstruction work associated with the addition of two lanes on Route 128, one 
northbound and one southbound. MassHighway proposes to construct these lanes for general-purpose use; 
however, the project is still in environmental review. 


Funding Program: STP/Boston 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 15,200,000 


State Funds: 3,800,000 
Total Funds: $19,000,000 





Changes from the 1999 TIP: None 


Statewide Bridge Decks, Bridge Painting & Bridge Dams N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (On-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 800,000 


State Funds: 200,000 
Total Funds: $1,000,000 





Changes from the 1999 TIP: None 
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Chapter 7: Projects Programmed in FY 2004 


Statewide Bridge Inspection & Rating (Off-System) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (Off-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,200,000 


State Funds: 300,000 
Total Funds: $1,500,000 





Changes from the 1999 TIP: None 


Statewide Bridge Inspection & Rating (On-System) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (On-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,800,000 
State Funds: 700,000 
Total Funds: $3,500,000 





Changes from the 1999 TIP: None 


Statewide Design and Right-of-Way N/A 


This funding is for the Statewide Design and Right-of-Way Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Statewide 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 3,600,000 
State Funds: 900,000 
Total Funds: $4,500,000 





Changes from the 1999 TIP: None 


Statewide Enhancement Projects, To Be Determined N/A 


This funding is for the Statewide Enhancement Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP/Enhancement 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,500,000 


State Funds: 375,000 
Total Funds: $1,875,000 





Changes from the 1999 TIP: None 
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Chapter 7: Projects Programmed in FY 2004 


Statewide Infrastructure Improvements (Signs, Lighting, Etc.) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 840,000 
State Funds: 210,000 


Total Funds: $1,050,000 





Changes from the 1999 TIP: None 


Statewide Interstate Maintenance Program N/A 


This funding is for the Statewide Interstate Maintenance Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Interstate Maintenance 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 9,000,000 
State Funds: 1,000,000 
Total Funds: $10,000,000 





Changes from the 1999 TIP: None 


Statewide Railroad Grade Crossing Improvements N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 400,000 
State Funds: 100,000 
Total Funds: $500,000 





Changes from the 1999 TIP: None 


Statewide Transportation Demand Management N/A 


This funding is for the Statewide TDM Program, and is listed here for informational purposes. Some or 
all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 400,000 
State Funds: 100,000 


Total Funds: $500,000 





Changes from the 1999 TIP: None 
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Chapter 8: Projects Programmed in FY 2005 


Boston Central Artery/Ted Williams Tunnel 195001 


The state’s federal-aid Artery commitments for FY 2005 total $269.1 million, all of which will be used 
for the repayment of Grant Anticipation Notes. 


Funding Program: National Highway System 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 85,000,000 
State Funds: 21,250,000 


Total Funds: $106,250,000 





Boston Central Artery/Ted Williams Tunnel 195001 


The state’s federal-aid Artery commitments for FY 2005 total $269.1 million, all of which will be used 
for the repayment of Grant Anticipation Notes. 


Funding Program: STP/Boston MPO Earmark 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 6,500,000 
State Funds: 1,625,000 
Total Funds: $8,125,000 





Boston Central Artery/Ted Williams Tunnel 195001 


The state’s federal-aid Artery commitments for FY 2005 total $269.1 million, all of which will be used 
for the repayment of Grant Anticipation Notes. 


Funding Program: STP /Statewide 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 177,590,000 
State Funds: 44,397,500 
Total Funds:  $221,987,500 





Boston Region “Local” Projects, To Be Determined N/A 


These funds are earmarked for projects within the Boston Region, subject to the programming control of the 
Local TIP Subcommittee. An as yet undetermined portion of these funds will be allocated to high priority 
projects identified in TEA 21. 


Funding Program: Not Determined 
Air Quality Status: Unknown 
Programming Authority: Local Subcommittee 


Federal Funds: N/A 
State Funds: N/A 


Total Funds: $43,000,000 





8-1 


Chapter 8: Projects Programmed in FY 2005 


Boston Region “State” Projects, To Be Determined N/A 


These funds are earmarked for projects within the Boston Region, subject to the programming control of 
the Local TIP Subcommittee. An as yet undetermined portion of these funds will be allocated to high 
priority projects identified in TEA 21. 


Funding Program: Not Determined 
Air Quality Status: Unknown 
Programming Authority: State Subcommittee 


Federal Funds: N/A 
State Funds: N/A 


Total Funds: $61,000,000 





Randolph to Wellesley Rte. 128 Additional Lanes 086920 


Fund bridge and roadway reconstruction work associated with the addition of two lanes on Route 128, one 
northbound and one southbound. MassHighway proposes to construct these lanes for general-purpose use; 
however, the project is still in environmental review. 


Funding Program: STP/Boston 
Air Quality Status: Model 
Programming Authority: State Subcommittee 


Federal Funds: 15,200,000 
State Funds: 3,800,000 
Total Funds: $19,000,000 





Statewide Bridge Decks, Bridge Painting & Bridge Dams N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Bridge (On-System) 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,000,000 
State Funds: 500,000 
Total Funds: $2,500,000 





Statewide Design and Right-of-Way N/A 


This funding is for the Statewide Design and Right-of-Way Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Statewide 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 3,600,000 
State Funds: 900,000 


Total Funds: $4,500,000 
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Chapter 8: Projects Programmed in FY 2005 


Statewide Enhancement Projects, To Be Determined N/A 


This funding is for the Statewide Enhancement Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP/ Enhancement 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 1,500,000 


State Funds: 375,000 
Total Funds: $1,875,000 





Statewide Infrastructure Improvements (Signs, Lighting, Etc.) N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 2,200,000 
State Funds: 550,000 
Total Funds: $2,750,000 





Statewide Interstate Maintenance Program N/A 


This funding is for the Statewide Interstate Maintenance Program, and is listed here for informational 
purposes. Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: Interstate Maintenance 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 9,000,000 
State Funds: 1,000,000 
Total Funds: $10,000,000 





Statewide Railroad Grade Crossing Improvements N/A 


This funding is for the Statewide Infrastructure Program, and is listed here for informational purposes. 
Some or all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: STP /Safety 
Air Quality Status: Exempt 
Programming Authority: State Subcommittee 


Federal Funds: 800,000 


State Funds: 200,000 
Total Funds: $1,000,000 
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Chapter 8: Projects Programmed in FY 2005 


Statewide Transportation Demand Management N/A 


This funding is for the Statewide TDM Program, and is listed here for informational purposes. Some or 
all of these funds may, or may not, be spent in the Boston Region. 


Funding Program: CMAQ 
Air Quality Status: Off-Model 
Programming Authority: State Subcommittee 


Federal Funds: 1,440,000 
State Funds: 360,000 


Total Funds: $1,800,000 
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Chapter Nine 
The Financial Plan 


Federal regulations require metropolitan transportation improvement programs to be 
financially constrained by year and include a financial plan that demonstrates which 
projects can be implemented using current revenue sources and which projects anticipate 
the use of proposed revenue sources (while the existing system is being adequately 
operated and maintained).!_ According to USDOT programming guidance, priority in the 
TIP should be given to maintaining and operating the existing transportation system, 
including adequately funding capital replacement needs. Therefore, a credible cost 
estimate and replacement schedule must be developed to determine maintenance and 
operation needs.” 


Further, in nonattainment and maintenance areas, projects in the first two years of a TIP 
must be limited to those for which funds are available or committed. "Available or 
committed" funds include: 


for state funds, 
e funds that are derived from an existing revenue source that is 
dedicated to, or that has been historically used for, transportation 


purposes; or 


e funds that are under the control of the Governor and that are 
programmed in a TIP that has been approved by the Governor; 


for local or private funds, 
e funds that are derived from an existing revenue source that is 
dedicated to, or that has been historically used for, transportation 


purposes; or 


e funds for which a letter or commitment has been received from 
the responsible official or body having control of the funds; and, 


for federal funds, 


e funds that have been authorized or appropriated and that are 
shown to be available to the region. 


Where the TIP extends beyond the current authorization period, an estimate of 
non-discretionary federal funds may be extrapolated based upon historic authorization 
levels. 





123 CFR 450.324(e) 
The Federal Register, Vol. 58, No. 287 (p. 58060) 
3The Federal Register, Vol. 58, No. 287 (p. 58060) 
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In the third year of a TIP, projects may be funded with revenue that is not currently 
committed or available. However, such funding must be demonstrated to be "reasonably 
available"; and, where the use of a new revenue source is anticipated, the financial plan 
must provide strategies for securing such revenue. For the purposes of TIP financial 
planning, a new revenue source includes currently existing revenue sources that require 
some action (legal, legislative, executive, etc.) before revenue can be committed.4 


Operations and Maintenance Needs of the Transportation System 


As required by federal programming guidance, the Boston MPO has developed a cost 
estimate and replacement schedule to determine the current and planned transportation 
system's maintenance and operation needs. These estimates were produced during the 
development and adoption of the 1993 Transportation Plan for the Boston Region and 
most recently updated in A Refinement of the Financial Element and Air Quality 
Conformity Analysis of the 1997 Transportation Plan for the Boston Region. 


Based upon life-cycle costing methods, the MPO and the MBTA estimate that the annual 
infrastructure reinvestment needs of the current and planned public transportation system 
for the period covered by this TIP are approximately $303 million per year. To address 
these needs, the most-recent five-year MBTA capital spending plan anticipates spending 
approximately $1.5 billion, or $294.0 million per year. The vast majority of these funds 
will be provided from extra-TIP resources, including state bond resources and previously 
allocated federal transit funds. As such, most transit infrastructure reinvestment projects 
are not included in the project listings of the TIP. Similarly, transit operating costs are 
funded with non-TIP resources. The necessary operating funds are provided from state 
resources, local resources, and transit system revenues. 


Unlike transit costs, a large portion of highway operation and maintenance costs are 
funded through the TIP. For transportation planning purposes, the MPO estimates these 
needs based upon historical trends. In the 1997 Refinement, this estimate was established 
at approximately $187 million per year over the 22-year life of the Transportation Plan. As 
with transit needs, some portion of highway operation and maintenance costs are, of 
necessity, funded with extra-TIP resources.5 This fact, combined with the actual timing of 
maintenance needs, significantly reduces the amount of TIP resources needed for highway 
maintenance and operations. The current TIP provides in excess of $200 million per year 
to meet the region's highway operation and maintenance needs, which, given historic 
trends and present circumstances, is clearly sufficient to satisfy these needs during the 
applicable timeframe. 


Funding the Central Artery 


The Central Artery Project has its own federally approved financial plan, which allocates 
federal and state revenues over the life of the project, sufficient to fund project costs 





4The Federal Register, Vol. 58, No. 287 (p. 58060) 

5 For example, the Local TIP Subcommittee has recently taken the position that resurfacing projects should be 
funded primarily with Chapter 90 funds. Similarly, many routine maintenance needs of the highway system 
are funded from non-TIP operating funds or through the Statewide Infrastructure Program. 


9-2 


including unanticipated cost escalation.© The funds programmed for the Artery in this 
TIP are in compliance with the parameters established by the Finance Plan. 


Federal regulations generally prohibit committing federal funds for a contract until the full 
amount of federal-aid highway funds have been obligated. An exception to this general 
rule is the use of advanced construction, which allows a state to proceed with a project 
using only state funds and convert the project to federal-aid when such funds become 
available.’ Further, under amendments to the advance construction regulation adopted 
in July 1995, a project may be converted to federal-aid in stages via a partial conversion. 
Thus, with proper cash-flow management, a state can enter into contracts for federal-aid 
eligible projects and obligate only state funds at the time of execution, yet actually fund the 
obligations with federal-aid. 


Table 3 on page 9-4 provides a breakdown of federal-aid obligations remaining for the 
Central Artery Project. Among other information, the table shows advanced construction 
obligations, by year and by contract. 


Advanced construction with partial conversion will allow the state to more efficiently 
manage cash-flow needs associated with federal-aid and maintain the current construction 
schedule, thus avoiding costly delays. However, maintaining the construction schedule 
will require the infusion of a large amount of state aid in the three-year period of this TIP. 
In order to obtain the funds necessary to manage the large cash-flow needs of the project 
during this time period, it will be necessary to obtain third party funding and to issue 
short-term debt. This TIP includes in approximately of $189.7 million in third party 
funding from the Massachusetts Turnpike Authority and the Massachusetts Port 
Authority. 


According to the Artery Financial Plan, the necessary short-term borrowing can be 
achieved through the issuance of bond anticipation notes, pledging revenues from the 
Massachusetts Port Authority, and the use of grant anticipation notes, backed by a pledge of 
future federal-aid with, if necessary, a secondary pledge of state revenues. In effect, the 
state will secure funds through issuing debt to private lenders and pledging to repay such 
debt with interest at a future date. This TIP envisions the use of approximately $738.7 
million in grant anticipation notes.® 





Central Artery /Tunnel Project Finance Plan, Massachusetts Turnpike Authority, October 1997 (as amended 
January 1998). 

723 CFR Part 630, §§ 630.707-630.711. 

8 Beginning in FY 2003, some of the federal-aid programmed in the TIP will be used for the repayment of these 
funds. 
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The funding contained in this TIP is sufficient to fund the Artery's obligation needs for 
the life of the TIP. Table 4 provides a breakdown of the amount and source of federal-aid 
and non-federal aid programmed in this TIP for use on the Central Artery. 


Table 4 
Funds Programmed for Use on the Central Artery 


ss = ———— — = 0 FY 2001 FY 2002 
Federal-Aid 


ieeeperreren jpeereeres || Ene) Peer re 
| Interstate Construction | 20,773,525] 74,781,354] 41,160,258] 
| STP/Safety | 8458407] OTC 
| Primary/Urban | -$1,756,901] OT -895,658] 89,258) 
[aaa Aneinemant eater | Seema | (Crem, 


fe 

[Non-Federal Aid 
| Grant Anticipation Notes | 575,788,924] 162,870,845] OT 
| MassPikeFunds | 26027431] OT 


TOTAL $1,323,366,407 $734,844,888 $464,510,969 $1,028,353,431 


* The vast majority of the funds provided in the 3 out-years will be used to begin the repayment of previously issued Grant 
Anticipation Notes. 





Financial Constraint: Adherence to Programming Allocations 





TIP financial planning is a cooperative effort between the Executive Office of 
Transportation and Construction and the MPOs. Generally, federal funds are apportioned 
to the State and are not sub-allocated by the federal government among MPOs. Thus, 
MPOs must develop TIPs based upon programming allocations supplied by EOTC. 
Similarly, EOTC must rely on MPOs to constrain their TIPs to such allocations; otherwise, 
the STIP, which must be comprised of a compilation of all MPO TIPs, cannot be financially 
constrained and the State's entire federal-aid program would be jeopardized. 


In the Boston Region, highway funding is based upon the allocation of available federal 
funds via MARPA programming targets. These federal funds are supplemented with 
Non-Federal Aid in an amount sufficient to provide approximately $120 million per year 
available to the Boston MPO for programming highway projects. 


Generally, for transit funds, the MPO relies upon the best estimates of the Massachusetts 
Bay Transportation Authority. The MBTA is the designated recipient for the vast majority 
of federal transit funds allocated to Massachusetts. Funds allocated by a federal formula are 
programmed in the TIP based upon preliminary figure provided by the Federal Transit 
Administration; pursuant to federal regulations, these funds are considered to be 
"available" or "committed." Generally, funding expected to be allocated under a 
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discretionary program may only be considered to be reasonably available and programmed 
in the second and third year of a TIP; however, since the MBTA and FTA have entered 
into a full funding agreement for the South Boston Piers Transitway, discretionary 
funding for this project is programmed in each of the three fiscal years of the TIP. 


In addition to programming funds according the MBTA's best estimate of availability, this 
TIP programs approximately $29.9 million in Section 5309 New Systems & Extensions 
funding to finance the construction of the Logan Airport Intermodal Transit Connector. 
These funds are not currently available, but can be programmed in the third year of the TIP 
as reasonably expected to be available. Should the state and Massport be unable to secure 
these funds, the project will be removed from the TIP or funded with available resources 
that are currently dedicated to other projects in the TIP. 
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Chapter Ten 
The Determination of Air Quality Conformity 


In accordance with Section 176(c)(4) of the Clean Air Act as amended in 1990, the MPO for 
the Boston Region has completed its review and hereby certifies that the FY 2000-2005 
Transportation Improvement Program (TIP) has been developed from a conforming 
Transportation Plan and therefore conforms with 40 CFR Part 93 issued on November 24, 
1993 and later revised on August 15, 1997. 


The CAAA defines conformity to a State Implementation Plan to mean conformity to the 
plan's purpose of eliminating or reducing the severity and number of violations of the 
National Ambient Air Quality Standards (NAAQS) and achieving expeditious attainment of 
the standards. The Boston MPO has certified that all activities outlined in the 1997 
Transportation Plan Update and its Re-Determination of Conformity: 


e will not cause or contribute to any new violation of any standard in any area; 

e will not increase the frequency or severity of any existing violation of any standard 
in any area; and 

e will not delay the timely attainment of any standard or any required interim 
emission reductions or other milestones in any area. 


The analysis that was performed on the Plan includes all regionally significant 
transportation projects proposed to be completed within the time-frame of the Plan. A 
listing of those projects is included in Table 5. Once a project has been included in the 
model, it is included in all subsequent years. For example, if a project is shown in the table 
as 2003 model analysis year, it is also included in model years 2010 and 2020. All regionally 
significant projects included in the 2000-2005 TIP have all been included in the analysis of 
the Transportation Plan, therefore, the TIP has been developed from the currently 
conforming Plan. The projects in the TIP are of the same design and concept that were 
analyzed in the Plan. Therefore, no new analysis was required for the TIP. 


In addition, conformity to the SIP requires the Plan to be "financially constrained by year and 
include a financial plan that demonstrates which projects can be implemented using current 
revenue sources and which projects are to be implemented using proposed revenue sources 
(while the existing transportation system is being adequately operated and maintained)." The 
overall Plan is financially constrained to the annual federal apportionment and projections of 
state resources reasonably expected to be available during the appropriate time-frame. 


Table 5 
Projects & Analysis Years in the Refinement of the 1997 Transportation Plan 


Projects in Current Transportation Plan Air Quality Model 
Analysis Year 


Highway Projects: 
Third Harbor Tunnel/Haul Road 


Haul Road/ Massachusetts Avenue /Southeast Expressway 
Beverly Salem Bridge 

Salem Bypass Road & Reconstruction of Bridge Street, Salem 
Middlesex Turnpike/Crosby Dr., Bedford, Billerica, Burlington 
Route 20 Widening - 3 Locations in Marlborough 

Route 53 Widening Phase I, Hanover 

Route 53 Widening Phase II in Hanover 

Route 62/Middlesex Turnpike, Bedford, Burlington 

Route 38 Widening, Wilmington 

Route 139 Widening, Marshfield 

Route 140 Widening in Franklin 

Blue Hill Avenue Signal Coordination, Boston 

Lafayette Square Signal Coordination, Cambridge 

Brighton Avenue Signal Coordination, Boston 

Marret Road Signal Coordination, Lexington 

Quincy Concourse 

Interstate 495 Interchange between Rte 9 and Rte 20 
Interstate 93 Industriplex Interchange in Woburn 

Route 53 Roadway Reconstruction, Hingham/ Norwell 
Route 3A Widening, Burlington 

Route 138, Blue Hill River Rd., Royall St. Widening, Canton 
Needham St/Highland Ave. Widening, Needham/ Newton 
Route 129 Widening @ Interstate 93 

Boston Street Widening, Salem 

University Avenue/Blue Hill Drive Widening, Westwood 
Route 9 Improvements, Wellesley 

Central Artery 

Commercial Street /Corporation Way, Malden/ Medford 
Route 2/Crosby’s Corner 

Route 126/Route 135 Grade Separation 

Route 1/114 Corridor Improvements 

Route 3 North Capacity Enhancement 

Route 3 South Capacity Enhancement 

Route 128 Addition of General Purpose Lane 

Route 18 Widening, Weymouth 

Boundary St/Goddard Rd Connection, Marlboro/Northboro 
East-West Connector Road, Canton 








* The current Transportation Plan was adopted on July 23, 1998. 
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Table 5 (cont.) 


Projects in Current Transportation Plan Air Quality Model 
Analysis Year 


Commuter Rail Projects 
Newburyport 


Old Colony - Plymouth & Middleborough Lines 
Old Colony - Greenbush Line 

Worcester Full Service 

Station at Route 128 in Weston 

Run-Time Improvements 

Frequency Improvements 

New Bedford/Fall River via Easton 


Inter-City Rail Projects 


Northeast Corridor Electrification 
AMTRAK Service to Portland, Maine 


Rapid Transit Projects 
Blue Line Modernization 


Restore Green Line to Arborway 

Mattapan Replacement Service 

Red Line/Blue Line Pedestrian Connection 
Green Line to Medford Hillside 


Transitways 
Washington Street Replacement Service - Silver Line 


South Boston Piers Transitway, Phase I 
Airport Intermodal Transit Connector 


HOV & Bus Projects 
Urban Ring Bus Service 


HOV Lanes on Southeast Expressway 
HOV Lanes on I-93 Mystic Avenue 


Intermodal Projects 
20,000 New Park & Ride Spaces since 1991 


South Station Transportation Center 

Route 128/AMTRAK/Commuter Rail Station 

Commuter Boat within Inner Harbor (Services North Station) 
North Station Improvements 

Industriplex Intermodal Center 

Commuter Boat within Inner Harbor (Services South Station) 





Also included in this chapter are the emission calculations performed for the conforming 
1997 Transportation Plan Update and its Re-Determination of Conformity showing the 
Volatile Organic Compound and Nitrogen Oxide emissions calculated for the Eastern 
Massachusetts Ozone Nonattainment Area. As shown in the tables, the Boston MPO in 
combination with other MPOs/RPAs in the Eastern Ozone Nonattainment area conforms 
with requirements set forth in the Massachusetts SIP. Emissions calculated for the Carbon 
Monoxide Maintenance Area for the Boston Area and the Waltham Carbon Monoxide 
Nonattainment Area are also included. 


Table 6 
VOC Emissions Estimates for the Eastern Massachusetts Ozone Nonattainment Area 
(all emissions in tons per summer day) 


Year Action Emissions Budget Difference 
(Action -Budget) 


294.402 n/a 


112.106 117.118 


101.417 117.118 





107.518 117.118 


Table 7 
NOx Emissions Estimates for the Eastern Massachusetts Ozone Nonattainment Area 
(all emissions in tons per summer day) 


Year Action Emissions Budget Difference 
(Action - Budget) 


347.599 n/a 


230.988 243.328 


218.415 243.328 


229.814 243.328 





Table 8 
Winter Carbon Monoxide Emissions Estimates from the CO Nonattainment Area Only for 
the City of Waltham 
(Kilograms/Winter Day) 


Year Baseline Emissions | Action Emissions Difference 
1990 (Action - Baseline) 


n/a n/a 
12,404 -19,053 


11,504 -19,953 
11,509 -19,948 
12,506 -18,951 





Table 9 
Winter Carbon Monoxide Emissions Estimates from the CO Nonattainment Area for the 
Nine Cities in the Boston Area Nonattainment Area 
(Tons/Winter Day) 


Year Action Emissions Budget Difference 
(Action - 
Budget) 





Transportation Control Measures 


The 1997 Transportation Plan Update and its Re-Determination of Conformity includes a 
status report on the transportation control measures that have been set forth in the State 
Implementation Plan. This section of the 2000-2005 TIP summarizes that report and offers 
programs that are included as substitution projects for those projects that were not 
implemented. 


The 1979 Transportation SIP: 


All transportation control measures were implemented and are in operation or ongoing 
with the exception of the bus immersion heater program. This program provided heaters 
for buses that were stored outdoors during cold months. The program was discontinued 
because of equipment malfunction. MBTA buses now in operation are subject to 
increasingly stringent emission standards set by EPA. 


In addition the following programs have been expanded beyond the requirements set forth 
in the SIP and are offered as substitute projects: 


e The residential parking sticker program as outlined by the SIP only included 
three areas of Boston - Beacon Hill, Back Bay, and parts of the South End. 
However, 18 additional neighborhoods are now participating in the program. 

e Commuter Boat Service Demonstration from Hingham to Boston was to be a 
one-year demonstration project. That service has been in operation since 1984 
with current service including 18 round trips each weekday. 

e The MBTA Suburban Bus Program was originally operating in three 
communities and is now expanded to ten communities. 


The 1982 Transportation SIP: 


All transportation control measures were implemented and are in operation or ongoing 
with the exception of two programs. The auto restricted zones in Lynn, Cambridge, 
Needham, Medford, and Hudson were either discontinued or never implemented. In 
addition, the Newton Bus Rider program was discontinued but substituted with MBTA 
Service. 


The following programs have been expanded beyond the requirements set forth in the SIP 
and are offered as substitute projects: 


e Private Carrier Bus Leasing Program: This program originally required a one 
time $5 million bus procurement of intercity coaches to be leased to private 
carrier companies at a reduced rate. The buses are used to replace aging bus fleets 
on existing routes or to supplement fleets on routes operating at capacity. Since 
that procurement, a second procurement was made between 1985 and 1989 and a 
third was made in 1998. 


e The Minuteman Commuter Bikeway was originally listed as a TCM under study. 
This bikeway was opened in 1993. 


e Bicycle Storage Facilities at MBTA stations was listed as a TCM under study. 
Currently there are 20 storage lockers at the South Acton Commuter Rail Station. 


e The Cross Harbor Ferry Service was listed as a TCM under study. That service is 
now operating providing ferry service from Rowes Wharf in Boston to Logan 
Airport. 


The Central Artery SIP: 


All SIP commitments are either completed and in operation, within the design phase or 
study phase, or in the construction phase. All projects are on target with the exception of 
restoration of Green Line service on the Arborway. DEP has granted a time extension on 
this project. 


Index of Projects Programmed in the TIP 


602286 
Arlington 


180700 
Arlington to Boston 


029490A 
Bedford, Billerica & Burlington 


029490B 
Bedford, Billerica & Burlington 


601790 
Belmont 


600220 
Beverly 


N/A 
Boston 


N/A 
Boston 





Unknown 
Boston 


601273 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


Rte. 2A (Summer St.) 


Bicycle Facility 


Crosby Drive Improvement Project 


Mitre Extension / Middlesex Tnpk. , Phase 1 


Rte. 60 (Pleasant St.) 


Rte. 1A (Rantoul St.) 


Airport Intermodal Transit Connector 


Airport Intermodal Transit Connector 


American Legion Highway 


Cambridge St. 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Index-1 


4-3 


3-3 


3-3 


5-3 


5-3 


5-3 


3-3 


5-3 


3-3 


4-3 


3-4 


3-4 


3-4 


3-5 


3-5 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 
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Central Artery / Ted Williams Tunnel 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Index-2 


3-5 


3-6 


3-6 


3-6 


3-7 


4-3 


4-3 


4-4 


4-4 


4-5 


4-5 


4-5 


5-4 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 


195001 
Boston 
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Central Artery / Ted Williams Tunnel 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery /Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Central Artery / Ted Williams Tunnel 


Index-3 


5-4 


5-5 


5-5 


5-5 


6-1 


6-1 


6-1 


6-2 


6-2 


6-2 


7-1 


7-1 


7-1 


7-2 


8-1 


195001 
Boston 


N/A 
Boston 


N/A 
Boston 





N/A 
Boston 








N/A 
Boston 


602247 
Boston 


602247 
Boston 


602247 
Boston 


016555 
Boston 


N/A 
Boston 


Unknown 
Boston 


N/A 
Boston 


N/A 
Boston 


N/A 
Boston 





N/A 
Boston 
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Central Artery / Ted Williams Tunnel 
Charles St. Station 
Charles St. Station 
Charles St. Station 
Charles St. Station 

Commonwealth Ave., Phase 1 
Commonwealth Ave., Phase 2 
Commonwealth Ave., Phase 3 
Congress St. Bridge 
Eastie Express Shuttle 
Signal Control Replacement 
South Boston Piers Transitway 
South Boston Piers Transitway 
South Boston Piers Transitway 


South Boston Piers Transitway 


Index-4 


8-1 


3-7 


5-6 


6-2 


4-6 


5-6 


5-6 


3-7 


3-7 


3-8 


3-8 


4-6 


4-6 


5-6 


N/A 
Boston 


011810 
Boston 


N/A 
Boston Region 


N/A 
Boston Region 








N/A 
Boston Region 


N/A 
Boston Region 





N/A 
Boston Region 


N/A 
Boston Region 





N/A 
Boston Region 


Gc 


nknown 


w 


oston Region 


G 


nknown 


w 


oston Region 


Gq 


nknown 


Ww 


oston Region 





Unknown 
Boston Region 


602465 
Boston Region 


Unknown 
Boston Region 
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South Boston Piers Transitway 
Sullivan Sq. Viaduct 
Blue Line Modernization 
Blue Line Modernization 


Blue Line Modernization 





Blue Line Modernization 


Enhancement Projects, To Be Determined 


Enhancement Projects, To Be Determined 


Enhancement Projects, To Be Determined 


Essex County Unified Signage System, Phase 2 


Essex County Unified Signage System, Phase 2 


Essex County Unified Signage System, Phase 2 





Essex County Unified Signage System, Phase 2 


ITS Center 


ITS Center Operating Costs 


Index-5 


6-3 


3-8 


3-8 


4-7 


5-7 


6-3 


3-8 


4-7 


5-7 


3-9 


4-7 


5-7 


6-3 


3-9 


4-7 


B 


B 


B 


B 





B 


B 


B 


B 


B 


B 


B 





B 


B 


B 


B 


N/A 


oston Region 


N/A 


oston Region 


N/A 


oston Region 





N/A 


oston Region 





N/A 


oston Region 


N/A 


oston Region 





N/A 


oston Region 


N/A 


oston Region 





N/A 


oston Region 


N/A 


oston Region 


N/A 


oston Region 


N/A 


oston Region 


N/A 


oston Region 


N/A 


oston Region 





N/A 


oston Region 


Index of Projects Programmed in the TIP 


“Local” Projects, To Be Determined 
“Local” Projects, To Be Determined 
“Local” Projects, To Be Determined 
MBTA Accessibility Improvements 
MBTA Accessibility Improvements 
MBTA Accessibility Improvements 
MBTA Accessibility Improvements 
MBTA Accessibility Improvements 


MBTA Accessibility Improvements 





MBTA Accessibility Improvements 


MBTA Bridge Program 


MBTA Enhancement Program 


MBTA Enhancement Program 


MBTA Enhancement Program 





MBTA Enhancement Program 


Index-6 


6-3 


7-2 


8-1 


3-9 


3-9 


4-8 


5-7 


5-8 


6-4 


5-8 


5-8 


N/A 
Boston Region 


N/A 
Boston Region 


N/A 
Boston Region 





N/A 
Boston Region 








N/A 
Boston Region 


N/A 
Boston Region 





N/A 
Boston Region 


N/A 
Boston Region 





N/A 
Boston Region 


N/A 
Boston Region 


N/A 
Boston Region 





N/A 
Boston Region 


N/A 
Boston Region 


N/A 
Boston Region 





N/A 
Boston Region 
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MBTA Enhancement Program 
MBTA Infrastructure Improvements 


MBTA Infrastructure Improvements 





MBTA Infrastructure Improvements 


MBTA Infrastructure Improvements 


MBTA Infrastructure Improvements 


MBTA Infrastructure Improvements 


MBTA Infrastructure Improvements 





MBTA Infrastructure Improvements 


MBTA Intelligent Transportation System 


MBTA Intelligent Transportation System 


MBTA Job Access and Reverse Commute Program 


MBTA Job Access and Reverse Commute Program 


MBTA Job Access and Reverse Commute Program 





MBTA Job Access and Reverse Commute Program 


Index-7 


6-4 


3-10 


4-8 


4-9 


5-8 


5-8 


6-4 


3-11 


3-11 


5-9 


6-5 


N/A 
Boston Region 


N/A 
Boston Region 


N/A 
Boston Region 





N/A 
Boston Region 





N/A 
Boston Region 


Cc 


nknown 


w 


oston Region 


(e 


nknown 


w 


oston Region 


G 


nknown 


w 


oston Region 


Cc 


nknown 


w 


oston Region 


Gc 


nknown 


w 


oston Region 


G 


nknown 


w 


oston Region 


Gq 


nknown 


w 


oston Region 


G 


nknown 


w 


oston Region 


Unknown 
Boston Region 





N/A 
Boston Region 
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MBTA Parking Program 
MBTA Preventative Maintenance 


MBTA Preventative Maintenance 








MBTA Preventative Maintenance 








MBTA Preventative Maintenance 


Metropolitan Boston ATIS Operating Costs 


Metropolitan Boston ATIS Operating Costs 





Metropolitan Boston ATIS Operating Costs 


Motorist Assistance Program 


Motorist Assistance Program 





Motorist Assistance Program 


Southeast Expressway HOV Lane 


Southeast Expressway HOV Lane 


Southeast Expressway HOV Lane 


“State” Projects, To Be Determined 


Index-8 


4-9 


3-12 


4-9 


5-9 


6-5 


4-10 


5-9 


3-12 


4-10 


5-9 


3-12 


4-10 


6-5 


N/A 
Boston Region 


N/A 
Boston Region 


Unknown 
Boston Region 


Unknown 
Boston Region 





N/A 
Boston Region 


N/A 
Boston Region 








N/A 
Boston Region 


601183 
Brookline 


602041 


Burlington & Lexington 


160065 
Cambridge 


601730 
Canton 


602746 
Canton 


602745 
Canton 


N/A 
Cape Ann 


N/A 
Cape Ann 
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“State” Projects, To Be Determined 
“State” Projects, To Be Determined 
TMA Programs 


TMA Programs 





TMA Programs 


TMA Shuttles, Ongoing Support 


TMA Shuttles, Ongoing Support 


Beacon St. 


I-95 (Rte. 128) 


Walden St. Bridge 


Neponset St. 


Rte. 138 (Turnpike St.)-Randolph St. 


Rte. 138 (Turnpike St.)-Washington St. 


CATA Capital Equipment 


CATA Capital Equipment 


Index-9 


7-2 


8-1 


4-10 


4-11 


N/A 
Cape Ann 


N/A 
Cape Ann 


N/A 
Cape Ann 








N/A 
Cape Ann 


601199 
Chelsea 


601442 
Concord 


602626 
Concord 


602127 
Concord 


Concord & Lincoln 


600743 
Dedham 


600744 
Dover & Needham 


602417 
Duxbury & Hingham 


602383 
Everett 


602088 
Everett 


601782 
Foxborough 


Index of Projects Programmed in the TIP 


CATA Capital Equipment 
CATA Preventative Maintenance 


CATA Preventative Maintenance 





CATA Preventative Maintenance 


Eastern Ave. 


Monument St. Bridge 


Rte. 2 


Rte. 62 (Main St.) 


Rte. 2 (Crosby’s Corner) 


Sawmill Lane Bridge 


Dover Rd. Bridge 


Rte. 3 


Rte. 99 (Broadway) 


Tremont St. 


Rte. 140 (Foxborough Common) 


Index-10 


5-11 


4-12 


4-12 


4-12 


4-12 


3-13 


4-13 


4-13 


3-14 


4-13 


601782 
Foxborough 


601782 
Foxborough 


602839 
Framingham 


602046 
Framingham 


602624 
Framingham 


602624 
Framingham 


086450 
Framingham 


092000 
Franklin 


092000 
Franklin 


092000 
Franklin 


N/A 
Gloucester 


N/A 
Gloucester 


133850 
Gloucester 


018115 
Hamilton 


601182 
Hamilton 
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Rte. 140 (Foxborough Common) 
Rte. 140 (Foxborough Common) 
Central St. Bridge 
Franklin St. 

Rte. 126 Bridge 
Rte. 126 Bridge 
Rte. 126 (Concord Rd.)-Rte. 30 (Cochituate Rd.) 
Rte. 140 
Rte. 140 
Rte. 140 
Intermodal Technology Center 
Intermodal Technology Center 
Thatcher Rd. Bridge 
Asbury St. & Walnut Rd. 


Cutler Rd. Bridge 


Index-11 


5-12 


6-5 


5-12 


5-12 


6-6 


4-14 


6-6 


4-14 


600404 
Hanover 


114880 
Hingham & Norwell 


602703 
Hingham & Weymouth 


602229 
Hopkinton 


601907 
Hudson 


601472 
Hull 


601606 
Hull 


Hull 


602308 
Lexington & Lincoln 


601392 
Lynn 


601798 
Lynn 


601136 
Lynn 


026710 
Lynn & Saugus 


601983 
Malden 


Marblehead 
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Rte. 123 (Webster St.) 


Rte. 53 


Rte. 3A Bridge 


Rte. 85 (Hayden Rowe & Grove Sts.) 


Broad St. Bridge 


Fitzpatrick Way Bridge 


Main St. (Spring St.) 


Pemberton Pier 


Rte. 2 (Cambridge Tnpk.) 


Rte. 107 (Western Ave.) 


Rte. 107 (Western Ave.) Bridge 


Traffic Signals at 6 Locations 


Fox Hill Bridge 


Salem St. 


Pleasant St.-Village St. 


Index-12 


4-14 


3-16 


4-14 


4-15 


4-15 


4-15 


3-17 


5-14 


Index of Projects Programmed in the TIP 














600428 

Marlborough Rte. 20 (W. Main St.) 

Unknown 

Medford Park & Ride Spaces at Wellington Station 
Unknown 

Medford Park & Ride Spaces at Wellington Station 
Unknown 

Medford Park & Ride Spaces at Wellington Station 
600227 

Middleton Rte. 114 (N. Main St.) 

056560 

Millis Plain St. Bridge 

601062 

Millis Rte. 109 

106901 

Milton Rte. 28 (Randolph Ave.) 

601827 

Needham & Newton Needham St. (Highland Ave.) 
600234 

Newton Dexter Rd. Bridge 

601899 

Newton Rte. 30 (Commonwealth Ave., Phase 3) 
601704 

Newton Walnut St. 

601387 

Norfolk Union St., Main St. & Rockwood Rd. 
600507 

North Reading Rte. 62 

600767 

Norwood Pendergast Circle Bridge (NB & SB) 


Index-13 


4-15 


3-17 


4-16 


4-16 


3-18 


4-16 
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N/A 

Norwood RailLink 3 

N/A 

Norwood RailLink 3 

601891 

Peabody Johnson St. Bridge 
035906 

Peabody Johnson St. Extension Bridge 
601818 

Peabody Lynn St.-County St. & Prospect St.-Lowell St. 
601718 

Peabody N. Central St. Bridge 
602142 

Peabody Rte. 114 

602237 

Quincy Hancock St.-Southern Artery 
Unknown 

Quincy Quincy Center Concourse, Phases 2 & 3 
086920 

Randolph to Wellesley Rte. 128 Additional Lanes 
086920 

Randolph to Wellesley Rte. 128 Additional Lanes 
086920 

Randolph to Wellesley Rte. 128 Additional Lanes 
086920 

Randolph to Wellesley Rte. 128 Additional Lanes 
086920 

Randolph to Wellesley Rte. 128 Additional Lanes 
086920 

Randolph to Wellesley Rte. 128 Additional Lanes 


Index-14 
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086920 

Randolph to Wellesley Rte. 128 Additional Lanes 
086920 

Randolph to Wellesley Rte. 128 Additional Lanes 
086920 

Randolph to Wellesley Rte. 128 Additional Lanes 
086920 

Randolph to Wellesley Rte. 128 Additional Lanes 
601934 

Revere Revere St. 

118000 

Revere Revere St. Bridge 
077700 

Revere Rte. 1A Bridge 
005399 

Salem Bridge St. (Beverly/Salem Bridge, Contract # 4) 
005402 

Salem Bridge St. Bypass Rd. (Beverly /Salem Bridge, Contract # 5) 
602048 

Saugus Elm St. Bridge 
601513 

Saugus Rte. 1-Walnut St. 
601416 

Sharon N Main St./S. Main St. 
601820 

Somerville Beacon St. 

601820 

Somerville Beacon St. 
Unknown 

Somerville Cross-Town Shuttle 


Index-15 


6-6 


7-3 


8-2 


5-16 


4-18 


3-20 


3-20 


4-18 


4-19 


4-19 


6-7 


3-20 


Unknown 
Somerville 


040550 
Somerville 


133109 
Somerville 


137350 
Somerville 


N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 








N/A 
Statewide 
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Cross-Town Shuttle 
Lowell St., Two Bridges 
Sycamore St. Bridge 
Webster Ave. Bridge 
Bridge Decks, Bridge Painting & Bridge Dams 
Bridge Decks, Bridge Painting & Bridge Dams 
Bridge Decks, Bridge Painting & Bridge Dams 
Bridge Decks, Bridge Painting & Bridge Dams 
Bridge Decks, Bridge Painting & Bridge Dams 
Bridge Decks, Bridge Painting & Bridge Dams 
Bridge Inspection & Rating (Off-System) 
Bridge Inspection & Rating (Off-System) 
Bridge Inspection & Rating (Off-System) 
Bridge Inspection & Rating (On-System) 


Bridge Inspection & Rating (On-System) 


Index-16 


4-19 


3-20 


3-21 


4-20 


6-7 


8-2 


3-21 


5-17 


7-3 


3-21 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 








N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 








N/A 
Statewide 
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Bridge Inspection & Rating (On-System) 
Design and Right-of-Way 
Design and Right-of-Way 
Design and Right-of-Way 
Design and Right-of-Way 
Design and Right-of-Way 
Design and Right-of-Way 

Enhancement Projects, To Be Determined 

Enhancement Projects, To Be Determined 

Enhancement Projects, To Be Determined 

Enhancement Projects, To Be Determined 

Enhancement Projects, To Be Determined 

Enhancement Projects, To Be Determined 

Infrastructure Improvements (Signs, Lighting, Etc.) 


Infrastructure Improvements (Signs, Lighting, Etc.) 


Index-17 


7-4 


3-21 


4-20 


5-17 


6-7 


7-4 


8-2 


3-22 


4-20 


6-7 


7-4 


8-2 


3-22 


4-20 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 








N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 








N/A 
Statewide 


Index of Projects Programmed in the TIP 


Infrastructure Improvements (Signs, Lighting, Etc.) 
Infrastructure Improvements (Signs, Lighting, Etc.) 
Infrastructure Improvements (Signs, Lighting, Etc.) 
Infrastructure Improvements (Signs, Lighting, Etc.) 
Interstate Maintenance Program 
Interstate Maintenance Program 
Interstate Maintenance Program 
Interstate Maintenance Program 


Interstate Maintenance Program 





Interstate Maintenance Program 


Railroad Grade Crossing Improvements 


Railroad Grade Crossing Improvements 


Railroad Grade Crossing Improvements 


Railroad Grade Crossing Improvements 


Railroad Grade Crossing Improvements 


Index-18 


6-8 


7-4 


8-3 


3-22 


4-21 


6-8 


7-5 


8-3 


3-22 


4-21 


6-8 


7-5 


N/A 
Statewide 


N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 








N/A 
Statewide 


N/A 
Statewide 





N/A 
Statewide 








N/A 
Statewide 


600596 
Topsfield 


N/A 
Waltham 


N/A 
Waltham 


601902 
Waltham 


601498 
Waltham 


105121 
Wayland 


602845 
Wayland 


Index of Projects Programmed in the TIP 


Railroad Grade Crossing Improvements 
Transportation Demand Management 


Transportation Demand Management 





Transportation Demand Management 


Transportation Demand Management 


Transportation Demand Management 





Transportation Demand Management 


Vehicle Inspection & Maintenance Program 


Rte. 1-Rte. 97 


Intra-City Bus Service 


Intra-City Bus Service 


Jackson St. Bridge 


Winter St. Bridge 


Rte. 20 Bridge 


Rte. 20-Rte. 126/27 


Index-19 


8-3 


3-23 


4-21 


6-8 


7-5 


8-3 


3-23 


3-23 


4-21 


4-22 


5-19 


3-23 


3-24 


600712 
Wellesley 


125298 
Wellesley 


602000 
Weston 


601315 
Westwood 


600181 
Weymouth 


114906 
Weymouth 


601732 
Wilmington 


601732 
Wilmington 


042603 
Wilmington 


600534 
Winchester 


Woburn 


Index of Projects Programmed in the TIP 


Rte. 16 (Washington St.) 
Rte. 9 Drainage 
Rte. 30 (South Ave.)-Wellesley St. 
Rte. 109 (High St.) 

Rte. 18 (Main St.)-Rte. 53 (Washington St.) 
Rte. 53 (Washington St.)-Middle St. 
Rte. 129 (Lowell St.) 

Rte. 129 (Lowell St.) 

Rte. 38 (Main St.) Bridge 
Washington St. 


Logan Airport Remote Parking 


Index-20 


3-24 


5-20 


4-22 


5-20 


4-22 


5-20 


6-9 


3-24 


3-24 


3-24 


I-V 


‘uorjyeyodsuesy, Jo Arejai9ag ay} Aq jeaoidde pue 

dd}IUIWOD SULI9a}G JUBUIA.URYUY sy} Aq MatAaT SuTeEMe [[HS ase QOOT AJ Jopun xipuadde sty} ur paureyuod syalosd 

ay} ‘pajatduros usaq jad jou sey speloid QQ0Z AJ 10} ssad01d uOTDaTas JUaWIaDUeYUS dy} }eY} Pa}oU aq OsTe prnoys 

HW “6661 Ad Ul payeSi[qo a8 JOU saO0p WAY} JO dIOU JO DUO yey} JUDAS ATayI[UN ay} UI BuIpUN; OOOT Ay JOF aqrsipa 

urIeUWaI 0} Japio ut xipuaddy ay} ur papnyout ase s}dalord yong ‘yueusn{[pV dLL 6661 Ad poidope Apjuases ysour ay} 
0} SuIpI0d0e G66 AJ Ul payeSi[qo aq 0} payadxa aie x1puaddy sty} ul parsed syaloid ay} Jo autos ‘ATTeuOnIppy 


"UeIBSOL J 

juawaaordwy uoneysodsuesy, 3}e}S ay} OJUT JaAO patizeo puke JI], Sty} Ul papnpur wat sul, ,paypunq,, sy} Jepun 

‘000Z AY UL SuIpuNy s10F afqrsija are x1puadde sry} ul pautezyuod syda{oid JUaWB.UeYUA dy], “II, Sty} Jo yuUawdojaaap 

ay} 0} Jord sreak ut papetas spafoid Surpnpput ‘g]L, sty} Japun Surpuny JojJ afqrsiya are yey} syaloid paysayas 

JO YOM sreak [eIDAVS ‘AIOJaIIY} ‘ale aIaY], “PauOTstAua ATTeUTSTIO UY} aded JaMO|s e Je papaadoid AT[eI9Uas APY 
‘ayep-0} payaras spafoid yuaua.uRYUA ‘ssad0id UOTP<aTas ay} pue spafoid yUsWADUeYUD Jo aINyeU ay} 0} ONG 


spoloig JUsWIaIULeYUY [eUOTZay :V xIpueddy 


c-V 


99L6IL'T$ :pepuny aq 0} Surureuroy spolorg 966T AA [POL 

99L’E9E'L Aemayig Apoqeag Apoqeag jo AyD 
000’9SE$ Z aseyd “yyedJOoJ 399135 YINOS uoysog Jo AyD 
SuIpun] poloig rosuods 


:poyesitqo spunj 
pey jo Jou aaey 3Nq ‘JIL, 9661 9Y} Ul Surpuny yUsWIA.URLYUAS JO} papudsWUTOIaI a1aM spaloid SUIMOT[OJ OY], 


spoloig JUaWIaIULYUY [eUOTZay :V xIpueddy 


G7E’LPL’e$ 


868°6S7 
000°SZ 
8S9'P9E 
C9L’LIP 
OLL’PEL 
GCL‘TIC'L 
000’00S 
000’Z7Z 
LTS’909$ 


surpuny 


pey Jo jou aaery 3Nq ‘LL, Z661 9Y} Ul Surpuny yUsWA.URYUS JO} papudsWUIOIEI 919M 


€-V 


:papuny aq 0} Zurureway spealorg 2661 Ad [OL 


I aseyg ‘UoOnI}sUOD [eI], Wales 


Mopeapy Apaeyy 
yreg Atowy /arenbs jodaq 
Y[PMIIATY yDIMsdy] 
palolg Jyouny 13}eMULI0}S 
JayuaD vasfayD 
uOUIWIOD asprliquies 
Aemoayig Ajraaag 
yreg yodaq 


olor 


spoloig JUaWIaIULYUY [eUOTZay :V xIpueddy 


wrapes Jo AyD 
pleyuudy Jo umMoy, 
UO}SUIXaT] JO UMOT, 
YyoLMsd] Jo UMO]T, 
uojurydoyy Jo UMOT, 
easpayD jo AUD 
aspriquieD jo AyD 
Ajaraaag Jo AyD 
pioypeg Jo UMO], 


josuods 


:poyesitqo spunj 
spaloid Surmoy[oy ayy, 


L69'6S8'L$ 


078°90€ 
000’0SE'T 
000’SPZ 
OLE’GgE 
000000'T 
TL1‘999 
O€6’STE 
000°6Z9 
000’899 
9067 
00S’08T 
000009 
00¢’Z1 
000‘000‘T$ 


surpuny 


v-V 


:papuny aq 0} Sururemay spalorg 8661 AA [PIOL 


ssediapuy [ler], peoy awed 
Aemayig JaAry yosuodan 
WeMIZARY UMOJUMOG 
Z asey “[rer], Weyes 
yreg aseyapy yUOIII}e 
€ aseyg “aAV y}eamuoUTUIO;) 
JayuaD youeN 
Jag UoWaquiag 
[rer [fey JoArYy Joqessy 
Boo] Ui Or-orta 
wia}shS aseusis poyiug 
eze[ J J2a1}G YNow eG 
[fer], JoqreEY adoosyNos 
SIOPIIIOD oy} SULpUTT] 


JoloOrg 


yrieg dI0}SIPT [PuOeN uepy synurypy 
UOISSIUIUOD PTISIG Uep[odoIpy 
weyyeM jo AD 

wrayes Jo AyD 

ADUING Jo APD 

UOJMAN JO AqID 

yOuHeN JO UMOT, 

TMH JO UMOT, 

‘Te Jo ‘UOSpny jo uMOT, 

yeraaq jo AID 

UOISSIUIWIOD JBe}LIOP] Xassq 
uojysog Jo AyD 

uojsog jo AyD 

uojsog Jo AyD 


Tosuods 


:poyesitqo spunj 


pey jo Jou aaey 3Nq ‘LL 8661 9Y} Ul Surpuns yUsWIA.URYUS JO} papusWIUTODIaI aJaM spaloid SUIMOT[OJ OY], 


spoloig JUaWIaIULYUY [eUOTZay :V xIpueddy 


000’9€7‘6$ 


000°0SZ'T 
000°002'T 
000°6LP 
000’00S 
000’S9Z 
000’0SF 
000°9€T 
000’99T 
000°002'T 
000°S79'T 
000’G9S 
000’00 
000°096$ 





UIpuny PopuswUUO Oy 


c-V 


:papuny aq 0} Zurureway spalorg 6661 Ad [POL 


UOTLIO}SaY UOTeAIasay sapreyD Jaddq 
Ayypey apAotg Ayrunurwto0>-1W], 
adeosjaaI}S ‘aAY a|[IAIouto0s 
arenbs a017JO 1sOg 
asplg YDIV aUuo}s 3S pIeYyIO 
rer, sapreyD isddy 
Suidesspue] "3S uleyy 
AyyDeJy ueysapeg 
Suidedspue ‘1g uodeeg 
asplig 3S uo}uTYyse\ "N 
Aemusaly U0\sog “y /IOPUIOD [reru0> 
‘bg Agtdod ® 3S YNouIeEG 
Ayes apAotg Ayunurur0y-yINYl 


olor 


UOISSIUIWIOD JTISIG ULpOdOIPy 
[Te Jo “UIeYaUO}S JO UMOT, 
a[[FATaUIOS Jo AyD 
uoreys JO UMO], 

STITT JO UMOL, 

UO}ST][OF] JO UMOT, 
p1odu0D JO UMOT, 
yasseyord JO UMO], 
dUI[JOoIg JO UMO]T, 
uojsog Jo AyID 

uo0jsog jo A}ID 

uojsog Jo AID 

‘Te Jo UOW]ag Jo UMO], 


josuods 


'666L AJ Ul SuIpuny yUaWadUeYUS JO} papusWWOdaI alam spaloid SUIMOTI[OJ dU, 


spoloig JUaWIaIULeYUY [eUOTZay :V xIpueddy 


9€6ET8'E$ 


000’P8Z'T 
000’SZZ 
00001 
90P'0LE'T 
OES’PS1$ 





9-V 


:papuny aq 0} Zurureway sypaforg 0007 Ad [OL 


Z aseyg ‘Aemayig AyuNuTUIOD-1], UINGOM 2 WeYasUo}sS ‘Ia}sayDUIM 
UOTAIISALY MIOJSIFT JayUID UMOT, pueyse ny 
Sunysry] orenbs piospay| P1OJpopy 

yIeYM S,UaIppIyD ye yyemsioqiepyy uo}sog 
Aytadoig uotupy suey jo uoyisinboy uo}og 
polorg tosuods 


uotje}10dsuesy, Jo Arejassag ay} Aq [eaoidde pue aa}TWWOD SurIaa}g JUaWa.UeYUA 


ay} Aq MatAas 0} Palqns ‘0007 AJ UI SuIpUNy JUaWASUeYUDS JO} papusUTWODaI a1aM spafloid SuTMOTI[OJ dy], 


sofoig JUaWIaIULYUY [eUOIZay :V xIpueddy 


Appendix B: Section 5307 Projects 


The following projects are eligible for funding using Section 5307 funds under this 
TIP. The actual determination of which projects will receive such funds will be made by 
the MBTA at the time of grant application. 


INFRASTRUCTURE IMPROVEMENTS 


Construction Activities 
Locomotive Overhaul ($30.0 million)* 
Orient Heights Maintenance Facility ($25.0 million)* 
Trackless Trolley Procurement/30 Vehicles ($25.0 million)* 


Procurement Activities 
Procurement of 27 60-foot, articulated, alternative fuel buses ($30.0 million)** 


ACCESSIBILITY IMPROVEMENTS 


Construction Activities 
B Line 
C Line 
Arlington** 
Government Center** 
Haymarket 
Park Street** 


* Projects to be funded over two years (FY 1999 & FY 2000) 
* Projects to be funded over two years (FY 2000 & FY 2001) 


The following projects will be funded in FY 2000 with non-federal MBTA funds and 
will be considered as a local match credit for the final segment of the Silver Line (South 
Station to the New England Medical Center), when federal funds are awarded for that 
phase of the project. 


WASHINGTON STREET REPLACEMENT SERVICE/ THE SILVER LINE 


Construction Activities 
Station and sidewalk improvements along Washington Street ($31.3 million) 


Procurement Activities 
Procurement of 17 60-foot, articulated, alternative fuel buses ($18.7 million) 


Appendix C: Section 5309 Projects 


The following projects are eligible for funding using Section 5309 funds under this 
TIP. The actual determination of which projects will receive such funds will be made by 
the MBTA at the time of grant application. 


INFRASTRUCTURE IMPROVEMENTS 


Construction Activities 
Aquarium Substation/ Vents ($32.0 million)* 
Orange Line Signalization $42.0 million)** 
Systemwide Radio Improvements ($31.1 million)** 


BLUE LINE MODERNIZATION 


Construction Activities 
Airport Station ($30.0 million)** 


ACCESSIBILITY IMPROVEMENTS 


Construction Activities 
Green Line 


* Projects to be funded over two years (FY 1999 & FY 2000) 
* Projects to be funded over two years (FY 2000 & FY 2001) 
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Appendix E: Flexible-Funded Parking Projects Projects 


The following parking projects are eligible for flexible funding in FY 
2001 under this TIP. 


Ayer (Construction of 100 Spaces) $4,000,000 
Rockport (Construction of 100 Spaces) $3,100,000 
TOTAL $7,100,000 
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Appendix F: Transit Enhancement Projects 


Eligible activities under the Transit Enhancement Program include: 
historic preservation, landscaping, bicycle access, pedestrian access, bus shelters, 
and public art. The MBTA intends to use its FY 2000 enhancement funding for 
its public art program. As such, the following projects are eligible for Section 
5307/ Transit Enhancement funding under this TIP. 


Art Conservation Study 
Undertake a conservation study of two artworks in the MBTA system 


Art Restoration 
Make repairs to/restore MBTA artworks 


Adopt the Arts Program 
Undertake activities to assist in securing outside funds for the maintenance 
of transit artwork 


Art Panel Program 
Replace blank transit panels with photographic images and print 


Art Acquisition Program 
Replace the banners at Quincy Adams Station 
Procure decorative benches to be placed at various stations and/or stops 
Acquire artwork for new MBTA stations 
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Appendix G: Status of FY 1999 Projects from the Previous TIP 


600462 

Arlington Rte. 2 Bridge $3,195,000 
Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


180700 
Arlington to Boston Bicycle Facility $1,200,000 
Current Status: The Executive Office of Transportation and Construction is in negotiations to acquire the 


right-of-way for transfer to City of Watertown; the project is included in FY 2000 in the current TIP. 


602106 

Bellingham Rte. 140 (Mechanic St.)-Maple & S. Maple Sts. $512,826 
Current Status: The project was advertised December 26, 1998 and bids have been opened. The Notice to 
Proceed has not yet been issued. 


601072 

Beverly & Danvers Rte. 62 (Elliott St.) $3,665,901 
Current Status: The project was advertised December 26, 1998 and bids have been opened. The Notice to 
Proceed has not yet been issued. 


600944. 

Boston American Legion Highway Bridge $1,375,998 
Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


003726 
Boston Babson St. Bridge $1,386,304 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 

602044 

Boston CANA Tunnel, Dewey Sq. Tunnel, and I-93 HOV Lane $437,007 


Current Status: The project was advertised December 12, 1998 and bids have been opened. The Notice to 
Proceed has not yet been issued. 


Appendix G: Status of FY 1999 Projects from the Previous TIP 


195001 


Boston 


Current Status: 


195001 


Boston 


Current Status: 


195001 


Boston 


Current Status: 


195001 


Boston 


Current Status: 


195001 


Boston 


Current Status: 


195001 


Boston 


Current Status: 


195001 


Boston 


Current Status: 


195001 


Boston 


Current Status: 


195001 


Boston 


Current Status: 


Central Artery / Ted Williams Tunnel 
These funds have been obligated. 


Central Artery /Ted Williams Tunnel 
These funds have been obligated. 


Central Artery / Ted Williams Tunnel 
These funds have been obligated. 


Central Artery /Ted Williams Tunnel 


These funds have been obligated. 


Central Artery /Ted Williams Tunnel 
These funds have been obligated. 


Central Artery /Ted Williams Tunnel 
These funds have been obligated. 


Central Artery /Ted Williams Tunnel 
These funds have been obligated. 


Central Artery /Ted Williams Tunnel 
These funds have been obligated. 


Central Artery /Ted Williams Tunnel 
These funds have been obligated. 
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$114,092,213 


$11,693,750 


$49,095,998 


$87,811,256 


$190,277,406 


$30,447,439 


$12,374,726 


$268,508,194 


$140,186,040 


Appendix G: Status of FY 1999 Projects from the Previous TIP 


195001 
Boston Central Artery /Ted Williams Tunnel $43,175,010 


Current Status: These funds have been obligated. 


N/A 

Boston Charles St. Station $3,000,000 
Current Status: The applicable federal funds were transferred to the FTA and the MBTA has awarded a 
design contract for this project. 

N/A 

Boston Eastie Express Shuttle $182,933 
Current Status: The applicable federal funds were flexed to the FTA and the shuttle operator has received 
the FY 1999 grant funds. 


601508 
Boston Merrimac St. $2,000,000 


Current Status: This project is expected to be advertised in the last quarter of FY 1999. The TIP Adjustment 
that is currently under review programs federal-aid for this project and reduces its programmed costs to 
$1,500,000. 

N/A 

Boston South Boston Piers Transitway $57,625,516 
Current Status: These funds were provided to the MBTA under a full-funding agreement with FTA. 


N/A 

Boston South Boston Piers Transitway $66,976,219 
Current Status: These funds were provided to the MBTA under a full-funding agreement with FTA. 

N/A 

Boston South Station Transportation Center $2,086,593 


Current Status: The MBTA is no longer pursuing this project; a TIP Adjustment reprogramming these funds 
to install information kiosks at South Station is currently under review. 


138610 
Boston Washington St., Phase 5 $12,000,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 
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Appendix G: Status of FY 1999 Projects from the Previous TIP 


602850 

Boston & Milton Adams St. Bridge $351,175 
Current Status: The project was advertised December 12, 1998 and bids have been opened. The Notice to 
Proceed has not yet been issued. 


000600 

Boston & Milton Adams St. Bridge $1,700,000 
Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 

N/A 

Boston Region Blue Line Modernization $13,956,710 
Current Status: These funds were provided to the MBTA and the Blue Line Modernization Program is 
ongoing. 

N/A 

Boston Region Enhancement Projects, To Be Determined $10,418,055 
Current Status: Funds for three projects totaling $2,138,400 were obligated in FY 1999. In addition, the TIP 
Adjustment that is currently under review programs funds for eight additional projects totaling $4,315,544 
and reprograms $3,964,111 for roadway projects. 

N/A 

Boston Region Essex County Unified Signage System, Phase 2 $241,885 
Current Status: This project is expected to be advertised in the last quarter of FY 1999. It is programmed in 
the most recent TIP Adjustment. 

N/A 

Boston Region Intelligent Transportation System $1,875,000 
Current Status: These funds were provided to the MBTA. The MBTA is currently working with Massport 
and Boston Edison to develop an electric-induction bus pilot program. 

602465 

Boston Region ITS Center $4,000,000 


Current Status: The TIP Adjustment that is currently under review defer this project and reprograms the 
federal funds and an appropriate state match for “local” roadway projects. This project is reprogrammed 
in FY 2000 in the FY 2000 - 2005 TIP. 
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Appendix G: Status of FY 1999 Projects from the Previous TIP 


N/A 
Boston Region MBTA Accessibility Improvements $26,660,000 


Current Status: These funds were provided to the MBTA and accessibility improvements are underway or 
have been completed. 


N/A 
Boston Region MBTA Enhancement Program $350,000 


Current Status: These funds were provided to the MBTA and spent on the MBTA public art program. 


N/A 

Boston Region MBTA Enhancement Program $837,500 
Current Status: These funds were provided to the MBTA and a contract will be advertised soon to restore 
the kiosks at Boylston and Park Streets. 

N/A 

Boston Region MBTA Enhancement Program 937,500 
Current Status: These funds were transferred to FTA and provided to the MBTA and a contract will be 
advertised soon to restore the kiosks at Boylston and Park Streets. 

N/A 

Boston Region MBTA Infrastructure Improvements $25,570,099 


Current Status: These funds were provided to the MBTA and infrastructure improvements are underway or 
have been completed. 


N/A 
Boston Region MBTA Infrastructure Improvements $59,483,443 


Current Status: These funds were provided to the MBTA and infrastructure improvements are underway or 
have been completed. 


N/A 
Boston Region MBTA Job Access and Reverse Commute Program $2,000,000 


Current Status: These funds were provided to the MBTA and will be used to provide direct operating 
service to assist welfare-to-work clients. 
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Appendix G: Status of FY 1999 Projects from the Previous TIP 


N/A 

Boston Region MBTA Parking Program $10,371,789 
Current Status: The applicable federal funds were flexed to the FTA and the MBTA has awarded contracts 
for the applicable projects. 

N/A 

Boston Region MBTA Preventative Maintenance $8,125,000 
Current Status: The grant award of these funds has been made and the MBTA has expended the funds for 


routine maintenance needs. 


Unknown 

Boston Region Metropolitan Boston ATIS Operating Costs $1,500,000 
Current Status: Funds totaling $438,750 were obligated in FY 1999. The TIP Adjustment that is currently 
under review reprograms $1,061,250 for roadway projects. 


Unknown 
Boston Region Motorist Assistance Program $2,500,000 


Current Status: These funds have been obligated. 


Unknown 
Boston Region Southeast Expressway HOV Lane $650,000 


Current Status: These funds have been obligated. 


Unknown 

Boston Region TMA Programs $738,641 
Current Status: Funds totaling $700,000 were obligated in FY 1999. The TIP Adjustment that is currently 
under review reprograms $38,641 for roadway projects. 

N/A 

Boston Region Transit Vehicle Procurement $3,768,175 


Current Status: These funds were provided to the MVRTA and the vehicle have been procured. 


600300 
Cambridge Massachusetts Ave. $3,500,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 
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Appendix G: Status of FY 1999 Projects from the Previous TIP 


602710 
Canton 1-95/Dedham St. $500,000 


Current Status: This project is expected to be advertised in the last quarter of FY 1999. The TIP Adjustment 
that is currently under review converts this project to Non-Federal Aid and reprograms the federal funds 
and an appropriate state match for “local” roadway projects. 


602475 
Canton Rte. 138 (Washington St.) $1,500,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


N/A 
Cape Ann CATA Capital Equipment $86,381 


Current Status: These funds have been obligated. 


N/A 
Cape Ann CATA Preventative Maintenance $56,250 


Current Status: These funds have been obligated. 


600412 
Cohasset & Hingham Rte. 228 $4,000,000 


Current Status: his project is expected to be advertised in the last quarter of FY 1999. The TIP Adjustment 
that is currently under review programs $4,600,000 for this project. 


600222 
Danvers Pine St. $2,112,500 


Current Status: his project is expected to be advertised in the last quarter of FY 1999. The TIP Adjustment 
that is currently under review programs $1,920,458 for this project. 


601074 
Dedham East St. $1,500,000 


Current Status: The project has not yet been advertised. The TIP Adjustment that is currently under review 
programs $1,861,394 for this project. 
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Appendix G: Status of FY 1999 Projects from the Previous TIP 


601580 

Everett Rte. 99 (Broadway) $600,000 
Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


133917 

Everett Tileston St. Bridge $429,000 
Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


086450 

Framingham Rte. 126 (Concord Rd.)-Rte. 30 (Cochituate Rd.) $1,599,514 
Current Status: Current Status: The TIP Adjustment that is currently under review defers this project from 
FY 1999 and the FY 2000-2005 TIP reprograms it in FY 2000 . 


500577 

Framingham Rte. 135 (Waverly St.) $5,161,592 
Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 

N/A 

Gloucester Intermodal Technology Center $1,875,000 
Current Status: The funds have been provided to the MBTA and the MBTA is working with CATA and the 
City of Gloucester in developing this project. 


600964 
Hingham Rte. 3A Bridge $737,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


114880 
Hingham & Norwell Rte. 53 $2,500,000 


Current Status: The TIP Adjustment that is currently under review defers this project from FY 1999 and the 
FY 2000-2005 TIP reprograms it in FY 2000 . 


G-8 


Appendix G: Status of FY 1999 Projects from the Previous TIP 


601092 
Hopkinton W. Main St. Intersection Improvements $1,578,161 


Current Status: Current Status: This project is expected to be advertised in the last quarter of FY 1999. The 
TIP Adjustment that is currently under review programs $2,162,743 for this project. 

Unknown 

Lexington CNG Buses $440,000 
Current Status: The town is no longer pursuing this project. The TIP Adjustment that is currently under 
review reprograms these funds for roadway projects. 


Unknown 
Lexington Hartwell Ave. Shuttle $64,656 


Current Status: This project is behind schedule and these funds are not yet needed. The TIP Adjustment 
that is currently under review reprograms these funds for roadway projects. 


602144 
Lynnfield & Wakefield I-95 (Rte. 128) $1,500,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. The TIP Adjustment that is currently under review converts this 
project to Non-Federal Aid and reprograms the federal funds and an appropriate state match for “local” 
roadway projects. 


601520 
Marblehead, Salem & Swampscott Vinnin Sq. $1,000,000 


Current Status: This project is expected to be advertised in the last quarter of FY 1999. The TIP Adjustment 
that is currently under review programs federal-aid for this project. 


601133 
Marlborough Rte. 20 (Boston Post Rd.) $3,500,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


110200 
Marshfield & Scituate Rte. 3A Bridge $5,799,740 


Current Status: The project was advertised November 14, 1998 and bids have been opened. The Notice to 
Proceed has not yet been issued. 
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601946 
Maynard & Stow White Pond Rd. Bridge $617,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


602841 
Medford Boston Ave.-College Ave. $250,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


Unknown 
Medford Park & Ride Spaces at Wellington Station $2,500,000 


Current Status: These funds will be provided to the project in the last quarter of FY 1999. 


602263 
Medford Park St.-Salem St. $250,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


079800 
Medway & Millis Rte. 109 $4,200,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


601512 
Middleton & Peabody Boston St. Bridge $654,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


601379 
Milford 1-495 Ramps/Rte. 109 $250,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. The TIP Adjustment that is currently under review converts this 
project to Non-Federal Aid and reprograms the federal funds and an appropriate state match for “local” 
roadway projects. 
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602120 

Milton & Quincy I-93 Noise Barriers (Contract # 2) $2,503,075 
Current Status: The project was advertised January 9, 1999. The bids for this project have not yet been 
opened. 


600573 
Natick Rte. 135 $2,500,000 


Current Status: This project is expected to be advertised in the last quarter of FY 1999. 


Unknown 
Newton Newton Nexus $424,000 


Current Status: The applicable federal funds were transferred to the FTA in the last quarter of FY 1998 and 
the shuttle operator has received the FY 1999 grant funds. The TIP Adjustment that is currently under 
review reprograms the federal funds and an appropriate state match for “local” roadway projects. 

600894 

Newton Rte. 16 (Washington St.) $1,100,000 


Current Status: This project is expected to be advertised in the last quarter of FY 1999. The TIP Adjustment 
that is currently under review programs $1,700,000 for this project. 


602013 
Norfolk Miller St. Bridge $244,578 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


601942A 
Quincy Quincy Center Concourse, Phase 1 $4,208,300 


Current Status: The project was advertised October 10, 1998 and bids have been opened. The Notice to 
Proceed has not yet been issued. 


086920 
Randolph to Wellesley Rte. 128 Additional Lanes $700,000 


Current Status: These funds were obligated in FY 1999 and the project is currently under design. 
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602066 
Revere Rte. 1 (C-1 Tide Gates) $416,060 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


601088 
Revere Rte. 107 (Broadway) $350,000 


Current Status: This project is expected to be advertised in the last quarter of FY 1999. The TIP Adjustment 
that is currently under review programs federal-aid for this project. 


601687 


Rockland Intersection Improvements at 4 Locations $1,231,903 


Current Status: This project is expected to be advertised in the last quarter of FY 1999. 


N/A 
Rockport Commuter Rail Parking 250,000 
Current Status: The MBTA has finished the design of these spaces. The FY 2000 -2005 TIP programs 


flexible funds in FY 2001 for the construction of these spaces. 


180529 
Saugus Walnut St. $1,948,000 


Current Status: This project is expected to be advertised in the last quarter of FY 1999. The TIP Adjustment 
that is currently under review programs federal-aid for this project. 


N/A 

South Shore Old Colony Commuter Rail $27,282,973 
Current Status: These funds were provided to the MBTA and final work on the Old Colony Commuter Rail 
(Plymouth & Middleborough) has been completed. 

N/A 

Statewide Bridge Decks, Bridge Painting & Bridge Dams $2,500,000 


Current Status: These funds have been obligated. 


N/A 
Statewide Design and Right-of-Way $4,000,000 


Current Status: These funds have been obligated. 
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N/A 


Statewide 


Current Status: 


N/A 


Statewide 


Current Status: 


N/A 


Statewide 


Current Status: 


N/A 


Statewide 


Current Status: 


N/A 


Statewide 


Current Status: 


N/A 


Statewide 


Current Status: 


131511 


Stoneham 


Enhancement Projects, To Be Determined 


These funds have been obligated. 


Infrastructure Improvements (Signs, Lighting, Etc.) 


These funds have been obligated. 


Interstate Maintenance Program 


These funds have been obligated. 


Railroad Grade Crossing Improvements 


These funds have been obligated. 


Transportation Demand Management 


These funds have been obligated. 


Vehicle Inspection & Maintenance Program 


These funds have been obligated. 


Rte. 28 


$1,875,000 


$2,250,000 


$10,000,000 


$1,000,000 


$1,800,000 


$1,000,000 


$1,500,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


601578 
Sudbury 


Rte. 20 (Boston Post Rd.)-Nobscot Rd. 


$180,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 
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602851 

Wakefield I-95 Noise Barriers $3,100,000 
Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


130375 

Waltham & Weston South St. (River Rd.) Bridge $1,165,728 
Current Status: The project was advertised October 17, 1998 and bids have been opened. The Notice to 
Proceed has not yet been issued. 


602616 
Wellesley Rte. 9 (Worcester St.) $1,500,000 


Current Status: The project was advertised July 3, 1999. The bids have not yet been opened. 


601665 
Wellesley Woodlawn Ave. Bridge $688,000 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 


601241 

Westwood Oak, Pond & Winter Sts. $2,100,000 
Current Status: This project is expected to be advertised in the last quarter of FY 1999. The TIP Adjustment 
that is currently under review programs $1,600,000 for this project. 

Unknown 

Westwood RailLink II Shuttle $139,600 


Current Status: The applicable federal funds were transferred to the FTA in the last quarter of FY 1998 and 
the shuttle operator has received the FY 1999 grant funds. The TIP Adjustment that is currently under 
review reprograms the federal funds and an appropriate state match for “local” roadway projects. 


015860 
Weymouth Columbian St. Bridge $1,894,267 


Current Status: Pending the passage of the Supplemental Budget Bills, this project is expected to be 
advertised in the last quarter of FY 1999. 
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601843 
Weymouth Rte. 18 (Main St.)-Winter St. $451,113 


Current Status: The project was advertised December 26, 1998 and bids have been opened. The Notice to 
Proceed has not yet been issued. 

600534. 

Winchester Washington St. $2,700,000 
Current Status: The TIP Adjustment that is currently under review defers this project from FY 1999 and the 
FY 2000-2005 TIP reprograms it in FY 2000. 


Unknown 
Woburn Logan Airport Remote Parking $1,000,000 


Current Status: The TIP Adjustment that is currently under review defers this project from FY 1999 and the 
FY 2000-2005 TIP reprograms it in FY 2000 . 


Appendix H: Supplemental List of Active Projects 


This appendix provides a listing of all active projects of which the MPO is 
aware, except: projects that are programmed in the current TIP; projects that 
are programmed in FY 1999 under the most recent adjustment to the FY 1999 
TIP; and projects that have been advertised. Since the MPO considers the 
Supplemental List during the development of a new TIP, it is important that 
the information contained in this appendix be updated or corrected by the 
affected communities, where necessary. It should be noted, however, that the 
Supplemental List is not a TIP “waiting list” and inclusion in this appendix is 
not a guarantee of eventual funding. 
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602065 
Ashland Main St. (Prospect St.) $1,300,000 


Reconstruct Main Street (Prospect Street). 


602064 
Ashland Pleasant St. $800,000 


Reconstruct Pleasant Street. 


Loomis St. 
Bedford 


Reconstruct approximately 1300 feet of Loomis Street to improve pavement and drainage. 


Rte. 62 (Brooksbie Rd./Page Rd.) 
Bedford 


Reconstruct approximately 2,600 feet of Rte. 62 (Brooksbie Rd./Page Rd.); work includes pavement rehab, 
drainage, intersection improvements, and new 5 foot wide meandering sidewalk. 


South Rd. 
Bedford 


Reconstruct approximately 5,300 feet of South Road; work includes pavement rehab, drainage, intersection 
improvements, and new 5 foot wide meandering sidewalk. 


Wiggins Ave. 
Bedford $1,500,000 


Reconstruct Wiggins Avenue to improve access to the Great Road/ Loomis Street industrial area. Approx. 
1400 feet 


029491 


Bedford, Billerica & Burlington Middlesex Tnpk. Improvement Project, Phase 2 $6,000,000 


Widen Middlesex Turnpike from the Burlington town line to Manning Road in Billerica. The project also 
includes the reconfiguration of various intersections. 


602149 


Bedford & Lexington Rte. 4/225 (Bedford St.) $200,000 


Resurface a section of Route 4/225 (Bedford Street) from the Minuteman Bike Path in Lexington to 
Shawsheen Ave. in Bedford, and perform related work. 
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601974 


Bellingham Blackstone St. $562,000 


Reconstruction and install traffic signals at two locations on Blackstone Street: Route 140 (Mechanic 
Street) and Route 126 (South Main Street). 


Hartford Ave. (Rte. 126) 
Bellingham $4,500,000 


Reconstruct Hartford Avenue (Route 126) from Interstate 495 to the Medway town line, including 
signalization of intersections, widening of the roadway, and installation of sidewalks. 


Pulaski Blvd. 
Bellingham $1,500,000 


Reconstruct Pulaski Boulevard (Route 126) from South Main Street (Route 126) to the Woonsocket town 


line, includes widening and sidewalks 


602493 


Bellingham Pulaski Blvd. $3,500,000 


Reconstruction and Traffic Signal Installation on Pulaski Blvd. From Moody St. to Franklin Town Line, 
inclusive of Wrentham Road / Paine Street intersection including traffic signal reconstruction and 
installation 


Route 126-Rte. 140 
Bellingham $2,500,000 


Reconstruct the intersection of Route 126 (South Main Street / North Main Street) and Route 140 (Mendon 
Street / Mechanic Street). Work on this project includes: widening and realignment of the roadway, 
additional and improved signals, sidewalks, and landscaping. 


600219 
Beverly Cabot St. $3,250,000 


Reconstruct Cabot Street from the Beverly /Salem Bridge at Rantoul Street to Roosevelt Avenue, work 
includes traffic signal, sidewalks, and drainage improvements. 


Grover St. 
Beverly $1,000,000 
601527 
Beverly Rte. 127 $225,000 


Resurface Route 127 (Stone, Lothrop & Hale Streets) from Cabot Street to Boyles Street [approximately 2 
miles]. 
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Rte. 22 (Essex St.) 


Beverly $350,000 
601073 
Beverly Rte. 97 (Cabot St.) $250,000 


Resurface Route 97 (Cabot Street) from the Wenham town line to Route 1A [approximately 1.5 miles]. 


602514 


Beverly & Salem Rte 1A Bridge & Beverly Harborfront $1,000,000 


Construction of Causeway Park on abutment of Old Rte. 1A Beverly-Salem Bridge and Walkway on 
Beverly Harborfront 


602252 


Bolton Rte. 110 (Still River Rd.) $1,500,000 


Reconstruction of Rte. 110 (Still River Road) from Lancaster to Harvard. Approx. 1.5 miles. No added 
capacity. 


Albany St. 
Boston $900,000 


Boylston St. 
Boston $4,000,000 


Reconstruct Boylston Street from Arlington Street to the Fenway. 

600635 

Boston Commonwealth Ave. - Phase 4 (Local & State Share) $11,000,000 
Reconstruct Commonwealth Avenue from Gorham St. to Warren St. 

600635 

Boston Commonwealth Ave. - Phase 5 (Local Share) 

Reconstruct Commonwealth Avenue from Warren St. to Lake Street. 

005625 


Boston Dorchester Bicycle Facility $100,000 
Construct a bicycle facility from Victory Road Park to Tenean Beach/Southeast Expressway. 
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Financial District Streets 


Boston 
Ladder Block Streets 
Boston 
River Street 
Boston 
180519 
Boston Ruggles St. 


Reconstruct Ruggles Street from Huntington Avenue to Columbus Avenue. 


South Huntington 
Boston 


Reconstruct South Huntington Avenue from Huntington Avenue to Heath Street. 
129325 


Boston South St. 


Reconstruct South Street from Centre Street (near Eliot Square) to the Arborway. 


Southhampton St. 


Boston 
Sprague St. 
Boston 
Traffic Signal Controller - 54 location 
Boston 


Upgrade the traffic signal controllers at 54 locations (Yellow Pedestrian Lights). 


601507 
Boston Tremont St., Phase 2 


Reconstruct Tremont Street from Stuart Street to Marginal Road. 


$4,000,000 


$4,000,000 


$2,700,000 


$3,000,000 


$3,000,000 


$4,500,000 


$3,000,000 


$6,000,000 


$2,000,000 


$5,000,000 
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601605 
Boston Washington St., Phase 4 $7,068,824 
Reconstruct Washington Street from Egleston Square to Dudley Street [approximately 1.2 miles]. 


602279 


Braintree Route 37 (Granite St.) $100,000 


Resurfacing and related work from the I-93 intersection to the Quincy Town Line. Approximately 1000 ft. 


602027 


Braintree Rte. 37 $350,000 


Resurface a section of Route 37 from the Holbrook town line to the Conraill RR Bridge, and perform related 
work, including existing sidewalk reconstruction. 


601187 


Braintree Washington St.-South St. $150,000 


Install traffic signals at the intersection of Washington Street and South Street, and perform related work. 


Hammond St. 
Brookline $110,000 


Burlington Mall Rd. 
Burlington 


Upgrade traffic signal controllers at 6 intersections to closed loop system, including pedestrian crossing 
phase. Consider upgrade of caution light to full traffic signal at South Bedford St. (North). 


600840 
Burlington Middlesex Turnpike-Route 62 (Bedford St.) $200,000 
Reconstruct the Middlesex Turnpike interchange at Route 62 (Bedford Street). 


601316 


Burlington Rte. 3A (Cambridge St.) $3,000,000 


Reconstruct Route 3A (Cambridge Street) from the I-95/ Route 128 southbound off-ramp/ Burlington Mall 
Road to Bedford St. [approximately 1.2 miles]. Scope includes widening Rte. 3A to a four lane cross-section 
and 


Rte. 62 (Wilmington Rd.) 


Burlington 


Safety improvements at 4 intersections, resurface entire 1.6 miles, implement continuous sidewalk system. 
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South Bedford St. 
Burlington 


Widen South Bedford St. to a four lane cross section from wayside road, south to Cambridge Road (Route 3), 
install drainage improvements and sidewalks. 


Wheeler Rd. 
Burlington 


Widen to four lane cross section from Middlesex Turnpike easterly to Blanchard Road, add sidewalks, 
bicycle path. 


602594 


Cambridge Cambridgeport Roadways Improvements $2,500,000 


Project includes reconstruction of Sidney St. to one lane SB, Waverly St. to one lane NB, reconstruction of 
Waverly St./ Albany St. intersection and construction of new two-way connector roadway from Sidney and 
Waverly. 


060480 


Cambridge Concord Avenue $1,500,000 


Reconstruct Concord Avenue from Alewife Brook Parkway to the Belmont town-line, and perform related 
work. 


Municipal Shuttle Bus System 
Cambridge $1,500,000 


Purchase buses and build refueling infrastructure. 


North Cambridge Railroad Safety Crossing 
Cambridge $5,000,000 


Construct a bicycle and pedestrian crossing over the Fitchburg Rail Line. 

600991 

Cambridge Third Street $605,000 
Reconstruct Third Street from 180 ft north of Broadway to Binney Street. 

600811 


Cambridge & Somerville Belmont, Cambridge, Somerville Bike Paths $1,200,000 


Construct a bicycle facility from Alewife Station to Belmont. Make improvements at various locations on 
bicycle facilities from Alewife to Davis Square. 
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East-West Connector 
Canton $2,500,000 


Construct a new east-west connector road between Pleasant Street and Route 138 (Turnpike Street). Also 
includes the widening and signalization of the intersection of Pleasant Street and Will Drive. 


Broadway--Lower 
Chelsea $700,000 


Full depth reconstruction of approximately 970' of Lower Broadway; replacement of pump. 42' pavement, 
12' sidewalks; Dedicated bike path. 


Spruce St. 
Chelsea $300,000 


Repave/reconstruct/ widen approx. 1100' of Spruce Street between Everett Avenue and Sixth Street. 


Williams St. 
Chelsea $500,000 


Widen/Rehab/ reconstruct approximately. 2200' of Williams Street between Spruce Street and Pearl 
Street. Upgrade signalization; install landscaping. 


602310 
Danvers Collins St. $1,000,000 


Reconstruction of Collins St. from Sylvan St. to Centre and Holten Streets. 


Holten St.-Burroughs St. 
Danvers $150,000 


Install a rubberized railroad crossing at the intersection of Holten Street and Burroughs Street. 
601825 


Danvers Liberty St. $1,500,000 


Resurface Liberty Street from Route 128 to the intersection of Water and High Sts., project will also include 
a portion of Rte. 62, work includes the intersection of Rte. 6 and Liberty, geometric and traffic control 
devices. 


601826 
Danvers Rte. 62 $1,600,000 


Resurfacing and related work from from the intersection of (Rte. 62) Poplar St. - Rte. 62 (Maple St.) to the 
intersection of Conant St. - Rte. 62 (Poplar St.). Included will be a portion of Rte. 62 from the Liber 
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602141 


Danvers & Peabody Rte. 1 $2,000,000 


Resurface a section of Route 1 (Newbury Street / Newburyport Turnpike) from Lynnfield town line to the 
Ferncroft Rd. interchange, and perform related work. 


East St. North 


Dedham $1,350,000 
602010 
Dedham High St., Phase 2 $2,000,000 


Make safety and traffic improvements at the following intersections: High Street and Bryant Street; 
High Street and Harris Street; and High Street and Washington Street. 


602009 


Dedham Washington St. $3,500,000 


Reconstruct and widen Washington Street. 


Centre St. 
Dover $700,000 


Rte. 139-Rte. 3A 
Duxbury 


Make improvements to the intersection of Route 3A (Tremont Street) and Route 139 (Careswell Street). 


Rte. 3A(Tremont St.),-Chestnut St. Intersection 
Duxbury 


Make improvements to the Intersection of Rte. 3A(Tremont St.), Chestnut St., Tobey Garden St., and 
Pinewood Lane. 


111506 

Duxbury Rte. 53 
Resurfacing and related work on Route 53 from Pembroke T.L. to Kingston T.L. 
600217 


Essex Rte. 133 (Main St.) $1,000,000 


Reconstruct Route 133 (Main Street) from just north of Western Avenue to Waters Street. 
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Ferry St. 
Everett $1,800,000 


Roadway reconstruction, 4 traffic signal updates and closed-loop system, concrete sidewalks, handicap 
ramps and drainage improvements from Broadway to Chelsea Street. 


602661 

Foxborough Mechanic St.-Oak St. $500,000 
Make safety improvements at the intersection of Mechanic Street and Oak Street. 

600283 

Foxborough North St. $3,500,000 
Reconstruct North Street from Route 1 to Route 140, and improve intersections, sidewalks, and drainage. 
601165 

Foxborough & Mansfield Central St. (Old Rte. 140) $700,000 
Resurface a section of Central Street (Old Route 140). Approx. 1.73 miles 

601471 

Foxborough & Mansfield S. Main St. & Copeland Dr. $1,500,000 
Resurface a section of South Main Street in Foxborough and Copeland Drive in Mansfield. 

602496 


Foxborough, Norfolk, Wren Rte. 115 (Pond St. & Pine Street) $2,300,000 


Reconstruction of Rte 115(Pond St. & Pine St.) starting at intersection of Needham St.& Pine St. in Norfolk 
south to intersection of Rte. 1 also included is a section of Turner Rd. from Pine St. to Rte. 140. 


Rte. 126 (Hartford St. to Lincoln St.) 
Framingham $1,500,000 


Rehabilitation of Rte. 126 from Hartford St. to Lincoln St. 3.75m lanes, 2.5m shoulders, & 1.52m sidewalks, 
all min. 


Rte.135-Rte. 126 
Framingham $40,000,000 
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602038 
Framingham Traffic Signals at 6 Locations $1,500,000 


Upgrading the existing traffic signals at one location and proposing new traffic signals or other 
appropriate improvements at six more intersections work includes geometric improvements. Locations: 
Salem End Rd. 


Chestnut St. 
Franklin $4,000,000 


Chestnut St. from Rte. 140 to Pleasant St.(1.9 miles) 


Grove St. 
Franklin $5,100,000 


Reclaim Grove Street from Rte. 140 to Washington St. (2.4 miles). 

601360 

Franklin King St. $1,500,000 
Reconstruct King Street from Route 140 to Wachusett Street [approximately 0.6 miles]. 

602129 

Franklin Lincoln St. & Main St. $6,800,000 
Reconstruct Lincoln Street and Main Street from Church St. to the Medway town line.(3.6 miles) 

601359 


Franklin Pleasant St. $5,300,000 


Reconstruct Pleasant Street from the intersection of Union and Oak Street to the Norfolk Town Line. Work 
will include widening, full depth reconstruction, new signals, replacement signals, sidewalks and drainage 


Summer St. 
Franklin $2,500,000 
Summer St. from Rte. 140 to Wrentham T.L. (2.4 miles) 
600981 
Franklin Union St. $2,766,050 


Rehabilitate Union Street from Beaver Street to Washington Street [approximately 1 mile]. 
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Washington St. 
Franklin $3,800,000 


Washington St. from Bellingham T.L. to Prospect St. (1.9 miles) 


Commercial St. 
Gloucester $150,000 


Langsford St./Andrews St. 
Gloucester $100,000 


Railroad Ave. 


Gloucester $456,000 
Rogers St. 

Gloucester $616,000 

602359 

Gloucester Rte. 127 (Washington St.) $400,000 


Resurfacing and related work on Route 127 (Washington St.) from Dennison Avenue to Hillside Court. 


600518 

Hingham Derby St. (Rte. 228) $1,500,000 
Reconstruct and signalize Derby Street from Route 3 to Route 53. 

602260 

Holbrook Abington Ave.-Plymouth St. $150,000 
Make traffic signal improvements at the intersection of Abington Avenue and Plymouth Street. 

602155 

Holliston Norfolk St. $1,500,000 
Reconstruct (full-depth) Norfolk Street from Franklin St. to Hill. 

602154 


Holliston Rte. 126 (Concord St.) $480,000 


Mill and resurface Route 126 (Concord Street) and install sidewalks. 
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602462 


Holliston Rte. 16/126-Oak St. $250,000 


Make traffic signal improvements at the intersection of Route 16 (Washington Street) / Route 126 (Summer 
St) at Oak Street. 


Grove St. 
Hopkinton $150,000 


To rework roadway shoulder to accommodate bicycle mode of transportation. 


Main St.(Rte. 125) - Pleasant St. 
Hopkinton $125,000 


Intersection improvements including traffic signals. 


Main St.(Rte. 135) - Grove St 
Hopkinton $225,000 


Intersection geometry improvements including signal upgrade. 
601381 


Hudson Main St. $2,239,715 


Reconstruct Main Street from Chestnut Street to the Stow town line [approximately 2.0 miles]. 


Reed Rd. 
Hudson $500,000 


Reconstruction of 1800 ft of Reed Rd. including the intersection of Marlborough St. at Forest Ave. plus 
extend Cherry St. 500 ft. to Rte. 62 (Main St.). 


601607 

Hull Atlantic Ave. $600,000 
Reconstruct Atlantic Avenue from Nantasket Avenue to the Cohasset town line. 

601608 


Hull Fitzpatrick Way $610,000 


Reconstruct Fitzpatrick Way from Nantasket Avenue to Cadish Avenue. 


Manomet Ave. 
Hull $425,000 


Reconstruction of the roadway and installation of sidewalks on both sides of the road. 
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Samoset Ave. 
Hull $450,000 


Reconstruction of the roadway and installation of sidewalks on both sides of the road. 
602146 


Ipswich Rte. 133 (Essex Rd.) $350,000 


Resurface a section of Route 133 (Essex Road) from the Essex town line to Rte. 1A , and perform related 
work. 


N/A 
Lexington Hartwell Ave. Shuttle $45,259 


Fund the second-year operating costs of the Hartwell Avenue Shuttle. The funding programmed in the TIP 
does not include a local contribution of $19,397. The first-year operating costs were funded from the TDM 
Program. 


N/A 
Lexington Hartwell Ave. Shuttle $129,310 


Fund the third-year operating costs of the Hartwell Avenue Shuttle. The matching funds will be provided 
by the project sponsor. The first-year operating costs were funded from the TDM Program. 


602133 

Lexington Rte. 2A( Marrett Rd.)-Waltham St. $500,000 
Upgrade the signalization at the intersection of Route 2A (Marrett Rd.) and Waltham Street. 

601868 

Lexington & Waltham Hobbs Brook Reservoir $1,000,000 
Stabilize the slopes of the Hobbs Brook Resevoir along Interstate 95 and Route 2. 

602751 


Littleton Rtes. 2A/110 $1,200,000 


Resurfacing and traffic signals from the Ayer Town Line to 500' east of King Street intersection and a new 
conduit for the traffic signals. 


Boston Street - Hamilton Street (Pent's Corner) 
Lynn $300,000 


Make improvements to the intersection of Boston Street and Hamilton Street. 
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Broad Street / Lewis St. / Route 129 


Lynn 
Chestnut St. 
Lynn 
Parkland Avenue / Dungeon Avenue 
Lynn 
602094 
Lynn Rte. 129 (Broadway) 


Reconstruct Route 129 (Broadway). 


602077 

Lynn Rte. 129 (Lynnfield St.) 
Reconstruct Route 129 (Lynnfield Street). 

601138 


Lynn Traffic Signals at 4 Locations 


$500,000 


$250,000 


$1,500,000 


$1,000,000 


$1,000,000 


$435,000 


Upgrade the signalization at 4 locations (Contract E). North Common Street & Harwood Street; Shepard 
Street & South Common Street; Light Street & West Neptune Street; and South Street & Summer Street. 


601137 


Lynn Traffic Signals at 5 Locations 


$800,000 


Upgrade the signalization at 5 locations (Contract D). Route 129 (Chestnut Street) & Maple Street; Maple 
Street & Cross Street; Route 129 (Eastern Avenue) & Oakwood Avenue and Alden Street; Maple Street and 


Euclid 
Walnut St. 
Lynn 
602081 
Lynn Western/Eastern Ave. (at Waitte Ave. and Stanwood) 
Intersection Safety Improvements 
Salem St. 


Lynnfield 


$250,000 


$400,000 


$1,000,000 
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600641 


Lynnfield Salem St.-Walnut St. $350,000 


Make safety improvements at the intersection of Salem Street and Walnut Street, may include the ramps 
to I-95. 


Pedestrian Bridge 
Malden $3,000,000 


Construct a pedestrian bridge connecting the Malden Center MBTA Station and the Malden Government 
Center. 


602897 


Malden & Medford Corporation Way/Commercial Street $10,000,000 


Extend Corporation Way in Medford to connect to Commercial Street in Malden. Also, reconstruct 
Corporation Way from Revere Beach Parkway to the Malden city line. 


602150 


Manchester Rte. 127 (Summer St.) $150,000 


Resurface a section of Route 127 (Summer Street) from Ocean St. to 1000 feet east of Ocean St, and perform 
related work. 


602336 


Marblehead Rte. 114 (Pleasant Street/Lafayette Street)-Humphrey St. ( $200,000 


Make improvements at the intersection of Route 114 (Pleasant Street/ Lafayette Street) and Humphrey 
Street. 


006870 

Marlborough & Northborough Boundary St. $2,500,000 
Reconstruct Boundary Street from Route 20 (West) to Goddard Road. 

601577 


Maynard Rte. 27 (Intersection Improvements at 3 Locations) $400,000 


Make intersection and roadway improvements at the following intersections: Route 27 and Concord Street; 
Route 27 and Acton Street; and Acton Street and Concord Street. 


600691 


Medfield Rte. 27 (N. Meadows Rd.) $827,895 
Resurface Route 27 (North Meadows Road) from Route 109 in Medfield to the Sherborn town line. 
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602135 


Medway Rte. 126 (Summer St.) $1,700,000 


Reconstruct Summer Street from the Bellingham town line to the Holliston town line. Work includes: 
minor widening; traffic signal installation at the intersection of Routes 126 and 109; drainage 
improvements and sidewalks. 


602134 


Medway Village St. $1,900,000 


Reconstruct Village Street from the Millis town line to its junction with Main Street. Work includes: minor 
widening; drainage improvements; sidewalk installation; and roadway resurfacing, reclamation, or 
reconstruction. 


Grove St. 
Melrose $1,200,000 


Reconstruct Grove Street from Main Street to Swains Pond Avenue, and improve signalization. 


Lebanon St. 
Melrose $2,000,000 


Improve Lebanon Street from Grove Street to the Malden city line. 

601553 

Melrose Lebanon St. & Main St. $1,400,000 
Lebanon from Main St. to Grove St. and Main St from Emerson St. to Lebanon St. and improve signalization. 
601551 


Melrose Main St. & Essex St. $1,500,000 


Main Street from Wyoming Ave. to Emerson St. and Essex St. from Main St. to West Emerson St. and 
improve signalization. 


601552 


Melrose Main St. & Green St. $2,900,000 


Rehabilitate Main St. from Lebanon St. to the Wakefield Town Line and Green Street from Crystal Street 
to Franklin St. work includes signal upgrades. 


Wyoming Ave. 
Melrose $1,500,000 


Reconstruction of Wyoming Avenue from Main Street to Stoneham town line. 
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600218 

Middleton Rte. 62 (Boston St.) $1,500,000 
Reconstruct Route 62 (Boston Street) from the Peabody city line to Route 114. 

602078 


Middleton Rte. 62 (Maple St.) $1,000,000 


Reconstruct Route 62 (Maple Street) from Washington St. to the Ipswich River Bridge, improvements 
include the intersection of Rte. 62 at Liberty St. 


Veterans Memorial Blvd. 
Milford $1,000,000 


Project is only a rough concept without any preliminary plans. 
021120 


Milton & Quincy Furnace & Cunningham Brooks $17,100,000 


Improve the drainage of Furnace and Cunningham Brooks by constructing a second relief drain parallel to 
the existing drain, extending from Huntington Road in Milton to the open channel along Furnace Brook 
Parkway. 


602105 

Needham Highland Ave.-Hunting Rd. & Gould St. $250,000 
Upgrade the traffic signals at the intersection of Highland Avenue, Hunting Road and Gould Street. 
601703 

Newton Centre St. $1,500,000 
Reconstruct Centre Street from Alderwood Road to Centre Avenue, and upgrade the signalization. 

602378 

Norwell Rte. 123 (Main St.) $900,000 
Reconstruct Rte. 123 just west of Dover St. to the Scituate Town Line. 

600226 


Peabody Downtown Parking $1,000,000 


Construct 79 replacement parking spaces in the downtown area. 
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Lowell St.-Lake St. 
Peabody 


$300,000 


Make traffic signal and intersection improvements at the intersection of Lowell Street and Lake Street. 


Riverwalk 
Peabody 


Construct a linear park along the banks of the Goldwaithe Brook and the North River. 
600381 

Pembroke Rte. 14 (Barker St. & Maquan St.) Part 1 
Intersection redesign and related work on Rte. 14 (Barker St. & Maquan St.) (Part 1). 
600380 

Pembroke Rte. 36 (Center St.) 
Reconstruction and related work on Rte. 36 (Center St.) 

600711 


Randolph Rte. 139 (Union St.) 


Reconstruct Route 139 (Union Street) from Route 28 to Mill Street [approximately 1 mile]. 


601735 

Randolph Rte. 28 
Resurfacing and related work from Crawford Square to Avon town line. 
602617 

Reading Rte. 28 (Main St.) 
Reconstruct Main Street from Washington Street to Salem Street. 

601705 


Reading West St. 


$1,574,000 


$1,160,000 


$1,211,000 


$1,500,000 


$600,000 


$2,500,000 


$1,410,000 


Reconstruct West Street from the intersection of Summer Avenue and Willow Street to the Woburn city line. 


602104 


Revere Fenno St., Spring Ave. & Prospect Ave. 


$2,000,000 


Reconstruct Fenno Street, Spring Avenue and Prospect Avenue from Hy-Sil Avenue to west of Broadway, 


work includes sidewalk and drainage. 
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601935 


Revere Park Ave. & Central Ave. $1,000,000 


Reconstruct Park Avenue from the Everett city line to Broadway and Central Avenue from Broadway to 
Beach St. 


602147 

Revere Rte. 107 (Broadway) $350,000 
Resurface a section of Route 107 (Broadway), and perform related work. 

060180 


Revere Salem St. (Lynn St.) $1,600,000 


Reconstruct Salem Street (Lynn Street). 


Washington Ave. 


Revere $500,000 
Howard St. 

Rockland $1,200,000 

602523 

Rockland North Avenue $1,000,000 


Highway reconstruction from Abington Town Line to Union Street, replace concrete curbing with granite, 
construct new handicap sidewalk full length on left and half of length on right. 


602532 

Rockland Pleasant St. $500,000 
Reconstruct Pleasant St. from V.F.W. Drive to Liberty St. Approx. 0.5 miles 

602530 


Rockland Salem St. $1,000,000 


Reconstruct Salem St. from North Ave. to Union St, scope includes full depth reconstruction and widening 
and install pavement markings. 


602395 


Rockland Traffic Signals at 5 Locations $800,000 


Install traffic signals at 5 locations: Union Street & Webster Street; Liberty Street & E. Water Street; 
Central Street & Centre Street; Salem Street & Spruce Street; and North Avenue & Plain and Salem 
Streets. 
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602195 


Rockland Union St. $2,000,000 


Reconstruct Union Street. 


VFW Dr., Weymouth St., Hingham St. 
Rockland $4,800,000 


Reconstruction of Weymouth St., VFW Drive - Hingham St. (full depth). 


Curtis St. 
Rockport $750,000 


Resurfacing of the roadway including new guardrails, sidewalks and curbs, and correcting drainage 
problems. 


Park & Ride Facility, Blue Gate Lane 
Rockport $100,000 


Construct a Visitors Center at the park & ride lot on Upper Main Street (Route 127). 


Stockholm Ave. 
Rockport 
Resurfacing 
600986 
Salem Boston St. $1,100,000 


Reconstruct a section of Route 107 (Boston Street) from the Peabody City Line to Bridge St. 


Jefferson Ave. 
Salem $62,000 
601321 
Salem Marlborough Rd. $475,000 


Reconstruct Marlborough Road from Route 107 (Highland Avenue) to the Peabody city line [approximately 
0.95 miles]. 


601017 
Salem Rte. 1A (Bridge St.) $1,700,000 
Reconstruct Route 1A (Bridge Street) from the Beverly /Salem Bridge to Washington Street. 
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600355 

Scituate Rte. 123 $64,000 
Resurface Route 123 from the Norwell town line to Chief Justice Cushing Way. Approx. 3600 feet 

601915 


Sharon Bay Rd. $975,000 


Resurface and rehabilitate Bay Road 100 meters south of the intersection of Rte. 27 and extending 
approximately 4000 meters to the Stoughton T.L. The proposed section consists of two 3.5 meter (11.5') 
travel lane 


601914 


Sharon Massapoag Rd. $1,450,000 


Resurface and rehabilitate Massapoag Road from Capen Hill St. to the entrance of the Borderland State 
Park near the Easton Town Line. The section consists of two 3.25 meter (11') travel lanes and two 1.25 meter 


( 


Maple St. 
Sherborn 
600541 
Sherborn Rte. 16/27 (N. Main St.) $1,500,000 


Reconstruct Route 16/27 from the Natick town line to the intersection of Washington and Main Streets. 


S. Main St. 
Sherborn $500,000 


Broadway-Ball Sq. 
Somerville $350,000 


Install signals on Broadway at Ball Square. 


Central Somerville Bike Path 


Somerville $50,000 
Unknown 

601819 

Somerville College Ave. $500,000 


Full Depth reconstruct College Avenue from Powder House Square to the Medford city line. 
Approximately 1300 Feet, work includes sidewalk and drainage. 
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601821 


Somerville Temple St. $350,000 


Reconstruct Temple Street from Broadway to Mystic Avenue. Some reconstruction some resurfacing. 


601352 


Stoneham Franklin St. $1,600,000 


Reconstruction of Franklin Street from Rte. 28 (Main Street) to the Melrose town line, improvements include 
drainage and upgrading the signalization. 


601109 


Stoughton Rte. 138 $500,000 


Resurface Route 138 from 300 feet north of Thomas Street to the Canton town line. 


Old Sudbury Rd. 
Sudbury $275,300 


Make geometric improvements. Upgrade traffic signals. Resurface intersection with 1.5" bituminous 
concrete type I-1. Miscellaneous looming and seeding. 


Atlantic Ave. 
Swampscott 


Rehabilitation of the roadway from the intersection of Puritan and Humphrey to the Marblehead Town 
Line. 


602005 


Swampscott Essex St. $850,000 


Resurface Essex Street from the Lynn city line to the Salem city line; Project will also include signals at the 
intersection of Burpee Road. 


600989 

Swampscott Rte. 129 (Humphrey St.) $900,000 
Signal installation at 4 locations on Rte. 129 (Humphrey St.); Redington, Puritan, Blaney and Greenwood. 
600596 


Topsfield Rte. 1-Rte. 97 (High St.) $300,000 


Upgrade the signalization at the intersection of Route 1 and Route 97 (High Street) work also includes a 
cement concrete overlay. 
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601181 


Wakefield Salem St.-Vernon St. $150,000 


Reconstruct the intersection of Salem Street and Vernon Street. 


Washington St./Short St./Polley Ln. 


Walpole 
West St. 
Walpole $3,500,000 
602592 
Waltham Beaver St.-Forest St. $500,000 


Improve the intersection of Beaver St. and Forest St. with geometric safety improvements and signal 
installation. 


Moody St. - Maple St. - High St. 
Waltham $200,000 


Improve the intersection of High St./Maple St. with geometric and signal improvements. 
N/A 


Waltham Suburban Bus Service $344,000 


Institute shuttle bus service in Waltham. 


Trapelo Rd.-Forest St. 
Waltham $2,000,000 


Improve the intersection of Trapelo Rd. and Forest St. with geometric improvements and signal 
installation. 


Trapelo Rd.-Smith St. 
Waltham $1,000,000 


Improve the intersection of Trapelo Rd. and Smith St. with geometric and signal improvements. 


Trotten Pond Rd. - Lexington St. - Bacon St. 
Waltham $500,000 


Improve the intersection of Totten Pond Road/Lexington St./Bacon St. with geometric and signal 
improvements. 
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Wyman St. 
Waltham $2,000,000 


Widen Wyman St. and improve the intersection of Smith St./Lincoln St. including vertical alignments. 
602053 


Watertown Intersection Improvements at 3 Locations $1,200,000 


Make intersection improvements at three locations: Coolidge Hill Road and Crawford Street; Spring 
Street and Summer Street; and Arsenal Street and School Street. 


601686 


Watertown Pleasant St. & Howard St. $2,500,000 


Reconstruct Pleasant Street from Howard St. to 500 ft. east of city line and Howard Street from Pleasant to 
Rte. 20. 


602087 


Wellesley Rte. 16 (Washington St.) $1,100,000 


Reconstruct and resurface a section of Route 16 (Washington Street) from Wiswall Circle to the Natick 
Line. 


601999 


Weston Rte. 117 (North Ave.) $1,800,000 
Resurfacing and related work on Rte. 117 (North Avenue) from Waltham city line to Church Street. 


Canton St. 
Westwood $2,500,000 


Roadway rehabilitation with the installation of curbing, sidewalks, bicycle accommodations and 
drainage improvements. 


Gay St. 
Westwood $1,200,000 


This project will include pavement resurfacing, curb installation and sidewalks along with bicycle 
accommodations. 


Hartford St. 
Westwood $2,000,000 


Resurfacing with the addition of curbing and sidewalks. 
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601550 


Westwood Industrial Park Roadways (University Ave. & Blue Hill D1$2,600,000 


Reconstruct University Avenue and Blue Hill Drive. Signals and some enhancements. 


Naval Air Station Connector Rds. 
Weymouth 


Rte. 62 
Wilmington $3,000,000 


Resurface Route 62 from Interstate 93 to the Burlington town line. 
601897 


Wilmington Rte. 62, Phase 2 $300,000 


Resurface Route 62 (Burlington Avenue) from Route 129 to the Burlington town line. 


Main St. 

Woburn $340,200 
Creek St. 

Wrentham $270,000 
Park St. 

Wrentham $225,000 

600710 

Wrentham Rte. 1A-Rte. 121 (Wampum Corner) $350,000 


Safety Improvements, Rte. 1A (South St.) @ Rte. 121(West St.), Wampum Corner scope includes installing 
new traffic control signals and some roadway widening. 


Taunton St. 
Wrentham $270,000 


Thurston St. 
Wrentham $365,000 
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006308 

Boston Bolton St. Bridge $500,000 
Rehabilitate the Bolton Street Bridge (B-16-208) over Conrail. 

020805 

Boston Dorchester Ave. Bridge $1,625,000 
Rehabilitate the Dorchester Avenue Bridge (B-16-199) over the MBTA. 

602193 

Boston I-93 $1,500,000 
Resurface Interstate 93 from Savin Hill to Massachusetts Avenue. 

600731 

Boston Ipswich St. Bridge $536,251 
Replace the Ipswich Street Bridge (B-16-401) over the Muddy River. 

602393 


Boston Kenmote Square $8,500,000 


Reconstruct and widen the intersection of Brookline Avenue, Beacon Street, and Commonwealth Avenue 
(Kenmore Square). 


602163 

Boston Long Island Bridge $16,000,000 
Rehabilitate the Long Island Bridge (B-16-368) over the Inner Harbor. 

600636 

Boston Massachusetts Ave. $12,000,000 
Reconstruct Massachusetts Avenue from the Charles River to Southampton Street (no-tunnel option). 

600867 


Boston Massachusetts Ave. Bridge $1,500,000 


Replace the Massachusetts Avenue Bridge (B-16-237) over Commonwealth Avenue. 


Northern Ave. Connector Rds., Phase 2 
Boston $4,000,000 


Reconstruct sections of Old Northern Avenue, New Northern Avenue, the West Service Road, the East 
Service Road, Congress Street, B Street, Summer Street, Pittsburgh Street, and Calvin Place. 
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055750 

Boston Park St. Bridge $561,000 
Replace the Park Street Bridge (B-16-116) over the MBTA. 

129320 

Boston Silver St. Bridge $607,000 
Reconstruct the Silver Street Bridge (B-16-204) over the Haul Road and Conrail. 

130802 

Boston Sprague St. Bridge $3,819,000 
Replace the Sprague Street Bridge (B-16-172) over AMTRAK. 

601274 

Boston Tremont St., Phase 1 $4,500,000 
Reconstruct Tremont Street from Court Street to Stuart Street. 

140276 

Boston West Second St. Bridge $1,500,000 
Replace the West Second Street Bridge (B-16-209) over Conrail, and perform related work. 

602930 


Brookline to Westborough Rte. 9 Signage $2,000,000 


Upgrade the signage on Route 9 in Brookline, Newton, Wellesley, Natick, Framingham, Southborough, and 
Westborough. 


600821 


Burlington, Reading & Woburn I-95 (Rte. 128) $3,000,000 


Make safety improvements to the median of Interstate 95 (Route 128) in Burlington, Reading and Woburn, 
and install guardrails. 


602124 

Cambridge Massachusetts Ave. $5,000,000 
Reconstruct Massachusetts Avenue from Porter Square to the Arlington town line. 

087790 


Canton I-95 (Rte. 128)/I-93 Interchange $27,700,000 


Reconstruct the interchange connecting Interstate 95 (Route 128) to Interstate 93. 
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602288 


Canton & Dedham I-95 (Rte. 128), Two Bridges $14,700,000 


Replace two bridges on Interstate 95 (Route 128): Northbound over the Neponset River (C-2-26=D-5-49) and 
Southbound over the Neponset River (C-2-27=D-5-47). 


602725 

Chelsea & Revere Rte. 1 $300,000 
Install replacement lighting along Route 1. 

602560 

Cohasset Beechwood St. Culvert $200,000 
Reconstruct the Beechwood Street Culvert (C-17-6) over the Bound Brook. 

602091 

Concord Concord Rotary (Rtes 2/2A/119) $35,000,000 
Make safety improvements to the Concord Rotary (Routes 2/2A/119). 

602626 

Concord Rte. 2 $1,600,000 
Reconstruct Route 2 from Sudbury Road to the 9 Acres Corner, and install a median barrier. 

602285 


Danvers Rte. 114 $2,000,000 


Reconstruct a section of Route 114 and make safety improvements. This is part of a three-phase project 
involving the reconfiguration Route 114. 


600921 


Danvers Rte. 114 Interchanges $38,712,000 


Improve the traffic safety, traffic flow and interchange capacity of the following two interchanges: Route 
114/Interstate 95 (Route 128) and Route 114/ Route 1. This is part of a three-phase project involving the 
reconfiguration Route 114. 


601918 


Danvers Rte. 35 (Water St.) Bridge $956,000 
Replace the Route 35 (Water Street) Bridge (D-3-13) over the Waters River. 
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087612 


Danvers & Peabody Rte. 128 $11,000,000 


Reconstruct Route 128 from Route 62 in Danvers to the Shopping Center Bridge (Route 114) in Peabody. This 
is part of a three-phase project involving the reconfiguration Route 114. 


602641 

Dedham Needham St. Bridge $1,247,000 
Replace the Needham Street Bridge (D-5-3) over the Great Ditch. 

075411 


Dedham Providence Highway, Two Bridges $6,300,000 


Reconstruct the Providence Highway Bridge (D-5-30) over Williams Street and the Providence Highway 
Bridge (D-5-29) over Route 135 (High Street). 


601087 

Dedham Rte. 109 (Bridge St.) Bridge $1,270,000 
Rehabilitate the Route 109 (Bridge Street) Bridge (D-5-4) over the Charles River. 

036505 

Duxbury & Kingston Rte. 3 $4,000,000 
Resurface a section of Route 3 and perform related work. 

602382 

Everett Rte. 99 (Broadway) $2,000,000 
Reconstruct Route 99 (Broadway) from Sweester Circle to the Boston city line and update the traffic signals. 
602522 

Framingham Rte. 9 Bridge $2,678,000 
Replace the Route 9 Bridge (F-7-6) over the Sudbury River. 

602464 

Framingham Winter St., Two Bridges $982,600 
Replace two bridges on Winter Street over the Sudbury River (F-7-3 and F-7-65) 

600885 

Franklin & Mansfield 1-495 $13,000,000 


Make concrete repairs on Interstate 495 in Foxborough, Franklin, Mansfield, Plainville, and Wrentham. 
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601932 


Franklin & Mansfield I-495 (SB) $10,000,000 


Reconstruct Interstate 495 (southbound) in Foxborough, Franklin, Mansfield, Plainville, and Wrentham from 
110+00 to the Norton town line. 


601479 

Gloucester Crafts Rd. Bridge $724,530 
Rehabilitate the Crafts Road Bridge (G-5-20) over Route 128. 

602203 

Gloucester Rte. 127 (Washington St.) Bridge $2,000,000 
Reconstruct and widen the Route 127 (Washington Street) Bridge (G-5-4) over Goose Cove. 

114501 


Hanover Rte. 53, Phase 1B $4,000,000 


Widen Route 53 from two lanes to five lanes from Mill Street to Pond Street and make necessary intersection 
improvements. 


602273 

Hanover to Hingham Rte. 3 $13,000,000 
Resurface Route 3 in Hanover, Hingham, Norwell and Rockland. 

602586 

Hingham Leavitt St. Bridge $473,000 
Replace the Leavitt Street Bridge (H-15-10) over the Weir River. 

602643 

Hingham Rte. 228 (Derby St.) Bridge $3,500,000 
Replace the Route 228 (Derby Street) Bridge (H-15-12) over Route 3. 

601847 

Hingham Rte. 3A $3,000,000 
Resurface Route 3A from the Cohasset town line to the Weymouth town line. 

601906 


Hudson Cox St. Bridge $471,000 
Replace the Cox Street Bridge (H-25-8) over the Assabet River. 
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602131 

Hudson Rte. 62 (Main St.) Bridge $898,000 
Replace the Route 62 (Main Street) Bridge (H-25-7) over the Assabet River. 

601356 

Ipswich County Rd. Bridge $225,000 
Rehabilitate the County Road Bridge (I-1-5 & I-1-5A) over the Ipswich River. 

602543 

Ipswich Rte. 1A (High St.) Bridge $2,318,000 
Replace the Route 1A (High Street) Bridge (I-1-7) over the MBTA and the B&M Railroad. 

602896 

Lexington Rte. 2 $3,500,000 
Resurface Route 2 from the Lincoln town line to the Arlington town line. 

600703 

Lexington Rte. 2 Bridge $5,000,000 
Rehabilitate the Route 2 Bridge (L-10-9) over Interstate 95 (Route 128). 

086461 


Lincoln Rte. 126 (Concord Rd.) Bridge $2,945,860 
Replace the Route 126 (Concord Road) Bridge (L-12-2) over the B&M Railroad. 


Commuter Rail Station 
Littleton 


Construct a new commuter rail station, including parking for 350 vehicles, located approximately one mile 
east of the Interstate 495/Route 2 interchange. 


Rte. 2 Interchange 
Littleton $10,000,000 


Construct a new diamond interchange on Route 2 providing access to anew MBTA commuter rail station to be 
located one mile east of the existing Interstate 495 / Route 2 interchange. 
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602093 


Lynn Rte. 107 (Western Ave.) 


$100,000 


Improve the following intersections: Route 107 (Western Avenue) and Coolidge Road & Route 107 (Western 


Avenue) and Bellaire Avenue. 


602081 

Lynn Rte. 107 (Western Ave.)-Rte. 129 (Eastern Ave.) 
Improve the intersection of Route 107 (Western Avenue) and Route 129 (Eastern Avenue). 
600990 

Lynn Rte. 107 (Western Ave.) Traffic Signals 
Upgrade the signalization at 7 locations on Route 107 (Western Avenue). 
600040 

Lynn Western Ave.-Centre St. 

Improve the intersection of Western Avenue and Centre Street. 

602047 

Lynn & Saugus Boston St. Bridge 

Replace the Boston Street Bridge (L-18-17 = S-5-9) over the Saugus River. 
601357 


Malden Rte. 60 (Pleasant St.) 


Reconstruct Route 60 (Pleasant Street) from the Medford city line through Highland Avenue. 


602140 

Malden, Melrose & Saugus Rte. 99 (Broadway) 
Resurface a section of Route 99 (Broadway), and perform related work. 
602863 

Marshfield Canal St. Bridge 
Replace the Canal Street Bridge (M-7-6) over the Cut River. 

602544 


Marshfield & Scituate Julian St. Bridge 
Replace the Julian Street Bridge (M-7-19=S-7-14) over the South River. 
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602533 


Marshfield & Scituate Sea St. Bridge $3,223,000 
Replace the Sea Street Bridge (M-7-3=S-7-3) over the South River. 


Rte. 109 (Main St.) 
Medway $2,000,000 


Reconstruct Route 109 (Main Street) from Holliston Street to Winthrop Street. This project includes: 
box-widening of the roadway, modernization of traffic signals to permit left turns, and improvement of 
pedestrian crossings. 


601667 

Millis Pleasant St. Bridge $629,000 
Replace the Pleasant Street Bridge (M-23-6) over the Charles River. 

602777 

Natick Rte. 27 Bridge $2,500,000 
Replace the Route 27 Bridge (N-3-20) over Route 9. 

601586 


Natick & Wellesley Rte. 9 $600,000 


Make various improvements (e.g., milling, resurfacing, intersection improvements, etc.) on Route 9 from 1500 
feet west of Oak Street to 500 feet east of Woodside Street. 


602012 

Needham Chestnut St. $2,100,000 
Reconstruct Chestnut Street. 

602840 

Newton & Wellesley I-95 Noise Barriers $1,500,000 
Construct noise barriers along Interstate 95 in Newton and Wellesley. 

110980 


Newton & Weston Rte. 30 Bridge $1,000,000 
Rehabilitate the deck on the Rte. 30 (South Avenue) Bridge (N-12-10 = W-29-5) over the Charles River. 
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602935 

North Reading Park St. Bridge $500,000 
Replace the Park Street Bridge (N-18-2) over Martins Brook. 

602187 

Peabody Rte. 1 Bridge $3,074,000 
Reconstruct the Route 1 Bridge (P-3-1) over Lowell Street. 

110600 

Quincy Rte. 3A Bridge $625,000 
Reconstruct the Route 3A Bridge (Q-10-16) over the Town River Canal/Bay. 

602660 


Reading & Wakefield I-95 (Rte. 128) $2,250,000 


Resurface Interstate 95 (Route 128) from the Reading / Woburn line to the Main Street Interchange in 
Wakefield. 


089201 


Reading & Wilmington Rte. 129 $8,000,000 


Construct additional ramps at the interchange of I-93 and Route 129; widen Route 129; and reconstruct the 
Route 129 Bridge. 


089200 

Reading & Wilmington Rte. 129 $3,625,000 
Construct an interchange at Interstate 93 and Route 129 and widen Route 129. 

059720 

Revere Railroad Ave. Bridge $800,000 
Reconstruct the Railroad Avenue Bridge (R-5-55) over AMTRAK and the MBTA. 

118160 


Revere & Saugus Rte. 107 $5,350,000 


Resurface Route 107 from the Broadway Rotary to Fox Hill Bridge in Saugus and replace three bridges on 
Route 107: R-5-7 over the Pines River; R-5-9 over the Diamond Creek; and S-5-3 over the East Boston Pines 
River. 
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602186 

Salem Rte. 107 $500,000 
Make intersection improvements at 7 locations on Route 107, including installing traffic signals. 

601323 

Salem Rte. 114 (North St.) $950,000 
Reconstruct Route 114 (North Street) from the Peabody city line to Bridge Street. 

023399 

Scituate Edward Foster Rd. (Veterans' Memorial Bridge) $800,000 
Replace the Veterans' Memorial Bridge (S-7-4), on Edward Foster Road, over Tidal Creek. 

180515 

Sharon I-95/Rte. 1 Interchange $10,000,000 
Construct a new interchange connecting Interstate 95 to Route 1. 

600837 

Sharon Rte. 27 (Norwood & High Plain Sts.)-Edge Hill Rd. $138,000 
Make safety improvements to the intersection of Route 27 (Norwood & High Plain Sts.) and Edge Hill Road. 
602379 

Sharon Rte. 27 (Norwood St.) $1,500,000 
Reconstruct and widen Route 27 (Norwood Street) from North Main Street to the Walpole town line. 

602509 

Sharon South Main St. Bridge $500,000 
Rehabilitate the South Main Street Bridge (S-9-1) over EOTC/MBTA/ AMTRAK right-of-way. 

602219 

Somerville Cross St. Bridge $984,000 
Rehabilitate the Cross Street Bridge (S-17-5) over the B&M Railroad. 

600831 


Somerville I-93/Rte. 28/Mystic Ave. Interchange $50,000,000 
Reconstruct the Interstate 93/ Route 28/Mystic Avenue interchange (Fells-McGrath Highway). 
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601145 


Somerville Rte. 28 $400,000 


Upgrade the traffic signals at four locations on Route 28: Broadway, Pearl, Highland Avenue, and Mystic 
Avenue. 


602109 


Somerville Somerville Ave. $5,000,000 


Reconstruct Somerville Avenue from Union Square to Cambridge city line. 


602165 


Stoneham Rte. 28 $200,000 


Install traffic signals at the intersection of Route 28 and North Border & South Street and the intersection of 
Route 28 and North Street. 


600772 


Stoughton Rte. 139 (Lindelof Ave.) Bridge $500,000 
Replace the deck on the Route 139 (Lindelof Avenue) Bridge (S-28-9) over Route 24. 


602261 
Walpole Rte. 1A (Main St.) $3,500,000 
Reconstruct Route 1A (Main Street) and replace the Route 1A Bridge (W-3-24). 


Main St.-Linden St. & Ellison Pk. 
Waltham $300,000 


Improve the geometrics of the intersection of Main Street (Route 20) and Linden Street and Ellison Park and 
upgrade the signalization. 


Main St, Two Intersections 
Waltham $530,000 


Improve the geometrics of the following two intersections on Main Street (Route 20): Warren Street & Gore 
Street and Barbara Road & Gore Street. Also, upgrade the signalization. 


600706 
Watertown Rte. 20 (Main St.) Bridge $300,000 
Remove the Route 20 (Main Street) Bridge (W-10-5) over the abandoned B&M Railroad right-of-way. 
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602723 

Wayland Pelham Island Rd. Bridge $560,000 
Replace the Pelham Island Road Bridge (W-11-2) over the Sudbury River. 

601579 


Wayland Rte. 27 (Main St.)-Rte. 30 (Commonwealth Rd.) $200,000 


Make geometric improvements and upgrade the signalization at the intersection of Route 27 (Main Street) 
and Route 30 (Commonwealth Road). 


600776 

Wellesley Rockland St. Bridge $300,000 
Replace the Rockland Street Bridge (W13-7) over Conrail. 

094762 

Wellesley Rte. 16 Bridge $2,000,000 
Rehabilitate the Route 16 Bridge (W-13-14) over Route 9, including the relocation of a retaining wall. 
602534 

Weston Recreation Rd. Bridge $1,935,000 
Replace the Recreation Road Bridge (W-29-30) over Interstate 95 (Route 128). 

601622 


Westwood I-95 (Rte. 128), Two Bridges $3,805,000 


Rehabilitate the Interstate 95 Northbound (Route 128) Bridge (W-31-5) over the MBTA and the Interstate 
95 Northbound and Southbound (Route 128) Bridge (W-31-13) over the MBTA. 


Rte. 109 (High St.)-Gay & Hartford Sts. 
Westwood $500,000 


Improve the intersection of Route 109 and Gay Street & Hartford Street. 


Rte. 109 (High St.)-Summer St. 
Westwood $450,000 


Improve the intersection of Route 109 and Summer Street. 


Commercial St. Bridge 
Weymouth $212,000 


Reconstruct the Commercial Street Bridge over the Herring Run. 
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601630 

Weymouth Rte. 18 (Main St.) 

Reconstruct Route 18 (Main Street) from Route 3 to Columbian Street. 

086151 

Wilmington I-93-Rte. 125 (Ballardvale St.) 
Improve the interchange of Interstate 93 and Route 125 (Ballardvale Street). 
600783 

Winchester Shore Rd. Bridge 

Replace the Shore Road Bridge (W-40-29) over the Aberjona River. 

601019 


Winchester Signal Upgrades at 4 Locations 


Upgrade the traffic signals at four locations on Route 3 (Cambridge Street) and Church Street. 


600176 


Woburn Rte. 3-Bedford Rd. 
Upgrade the traffic signals at the intersection of Route 3 and Bedford Road. 


H-39 


$2,000,000 


$10,000,000 


$200,000 


$400,000 


$225,000 


